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CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Office  of  the  Chief  Administrative  Officer 


TO  ; Mayor  Dianne  Feinstein  and  the  Board  of  Supervisors 

FROM  ; Capital  Improvement  Advisory  Committee 

SUBJECT;  Report  on  the  Capital  Improvement  and  Facilities  Maintenance 
Programs,  Part  II 


Part  II  of  the  annual  report  by  the  Capital  Improvement  Advisory 
Committee  on  the  maintenance  and  improvement  of  public  buildings  and 
structures,  pursuant  to  Section  3,09  of  the  Administrative  Code,  is 
herein  submitted.  Part  I of  the  annual  report,  containing  the 
Committee's  priority  recommendations  for  the  1979-80  fiscal  year, 
was  submitted  on  March  15,  1979. 

The  contents  of  this  report  include  the  Capital  Improvement  and 
Facilities  Maintenance  Programs  as  approved  by  the  Board  of 
Supervisors  for  the  1979-80  budget  and  a five-year  listing  of  future 
maintenance  and  improvement  projects. 

Prior  to  the  passage  of  Proposition  13,  general  obligation  bonds 
were  a principal  source  of  funds  for  financing  major  improvements  to 
the  physical  plant.  With  the  passage  of  the  measure,  the  future  use 
of  this  funding  source  has  been  curtailed  if  not  eliminated.  A 
local  agency  is  now  unable  to  increase  property  taxes  to  meet  bond 
interest  and  redemption  because  of  limitations  imposed  by  the 
proposition.  Also,  enabling  legislation  of  the  State  of  California 
regarding  general  obligation  bonds  may  no  longer  be  in  effect 
following  the  passage  of  Proposition  13.  Therefore,  the  bond 
schedule  which  is  included  in  this  report  has  been  modified  to 
reflect  the  uncertainty  of  the  future  of  general  obligation  bond 
financing. 

The  principal  purpose  of  this  report  is  to  provide  a list  of 
departmental  needs  relative  to  the  maintenance  and  improvement  of 
the  physical  plant.  Also,  the  report  will  serve  as  a preliminary 
guide  for  the  development  of  budgetary  requests  for  1980-81. 

The  following  table  summarizes  appropriations  for  the  1979-80 
and  1978-79  budget  years  for  the  Capital  Improvement  and  Facilities 
Maintenance  Programs. 


CONSOLIDATED  COMPARATIVE  TABLE 


Funding  Category 


Appropriated 

1978-79 


Appropriated 

1979-80 


General  Fund 
Gas  Tax 
Revenue 
Special  Funds 


$ 3,326,234 
2,958,800 
11,879,950 
6,539,693 


$ 2,727,197 
3,437,400 
23,003,500 
5,833,610 


TOTAL 


$24,704,677 


$35,001,707 
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The  Committee  requests  that  all  departments  and  agencies  review 
carefully  the  five-year  program  recommendations  contained  in  this 
report.  Through  this  review  process,  important  needs  of  each  agency 
can  be  focused  upon  during  the  preparation  of  the  1980-81  budget 
to  assure  that  the  most  efficient  utilization  of  the  City's  limited 
fiscal  resources  is  achieved. 


Roger  B^s , Chairman 

John  C.  Farrell,  Controller 

Jeffrey  Lee,  Public  Works 

Rai  y.  Okamoto,  City  Planning 

Richard  Sklar,  Public  Utilities 

John  J.  Spring,  Recreation  and  Park 
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SECTION  A 


CAPITAL 

IMPROVEMENT 

AND 

EACILITIES 

MAINTENANCE 

PROGRAMS 

1979-80  THROUGH  1984-85 


Introduction 


A-1 


EXPLANATION  OP  SYMBOLS 


Oeneral  Priorities 


A - ESSENTIAL: 

An  'essential’  rating  is  assigned  to  a project  v/hicL 
is  included  in  the  budget  year  of  the  program  only. 

The  rating  is  assigned  to  a project  v/hich  v/ould  imple- 
ment a declared  legislative  policy,  is  critical  to  the 
health,  safety  and  v/elfare  of  the  general  public,  v/ill 
resolve  a critical  operational  deficiency  or  will  re- 
solve a critical  physical  condition  of  the  physical 
plant, 

B - DESIRABLE: 

A 'desirable'  rating  is  assigned  to  a project  included 
in  the  first  or  second  year  of  the  program.  The  rating 
is  assigned  to  a project  which  is  important  to  the 
general  convenience,  operation  or  condition  of  the 
physical  plant,  but,  because  of  its  intent,  purpose  or 
proposed  timing,  the  project  is  not  critical  relative 
to  the  operation  or  condition  of  the  physical  plant, 

C - ACCEPTABLE: 

An  'acceptable'  rating  is  assigned  to  a project  v/hich 
would  provide  for  a worthv/hile  improvement  to  the 
physical  plant,  but  because  of  its  purpose  or  scheduling 
of  the  proposed  project,  it  is  not  critical  or  important 
v/hen  considered  in  relationship  to  other  program  require- 
ments, need  or  the  City's  fiscal  capabilities. 

D - DEFERRABLE: 

A ' deferrable'  rating  is  assigned  to  a project  v/hich 
is  without  full  documentation  as  to  need,  justification 
or  submission  of  additional  data. 

H - HOLD: 

The  'hold'  rating  is  assigned  to  a project  v/hich  should 
be  held  in  abeyance  pending  consideration  of  Master 
Plan  questions  or  the  completion  of  a study. 


Source  of  Financing 


a - Ad  Valorem  Property  Taxes  or  Sales  Taxes 


G-as  Taxes  and  Road  Funds 
g - Cas  Tax 
e - 1.04  Cent  Fund 
s - Road  fund 


r - Revenues 


n - Proposed  Bonds 


0 - Other  Sources 

(e.g. , bequest  funds,  federal 
or  state  subventions) 
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PROJECT  lEEMTIEICATION  NUTffiER 


The  project  identification  number  (P.I.N, ) is  designed  to 
apply  to  a particular  capital  improvement  project  and  only  that 
one  proposal.  Its  purposes  are:  1 ) to  relate  a specific  project 
to  the  submitting  department;  2)  to  identify  the  capital  improve- 
ment program  in  v/hich  the  project  v/ill  first  appear;  3)  to 
identify  the  fiscal  year  (ist  through  6th  year;  within  that 
program  when  the  department  seeks  funding;  and  4)  to  indicate  the 
departmental  priority  rating  for  that  project  on  its  first 
submission.  In  subsequent  capital  improvement  program  reports 
the  same  identification  number  v/ill  be  repeated  through  all 
phases  of  the  the  project’s  development  and  execution,  A nev/ 
identification  number  v/ould  be  assigned  only  if  the  scope  of  a 
project  is  changed  substantially  upon  resubmission. 

The  project  identification  nvimber  consists  of  eight 
digits  arranged  in  three  major  components  as  shov/n  in  the 
follov/ing  example: 


500.79.101 

The  first  component,  ’500'  in  the  example,  is  the  budget 
index  number  assigned  to  the  requesting  department. 

The  second  component,  ’79’  in  the  example  identifies  the 
vear  (1979-80)  the  particular  project  v/as  initiallv  submitted. 

The  present  report  covers  six  fiscal  years  betv/een 
Julv  1,  1979,  ajid  June  30,  1985,  and  ’79’  appears  as  a constant 
for  all  initial  submissions.  Last  year  '78'  v/as  a constant  for 
nev/  submissions,  and  next  year  '80'  will  be  the  constant. 

The  third  component,  ' 101  ’ in  the  example,  consists  of  tv/o 
elements  v/ithout  separation.  The  first  digit,  v/hich  may  range 
from  1 to  6,  indicates  that  fiscal  year  v/ithin  the  six-year 
capital  improvement  program  v/hen  the  requisitioning  department 
asks  that  the  project  be  initiated.  The  second  element,  ’01’  in 
the  example,  consists  of  t^/zo  digits  v/hich  reflects  the 
departmental  order  of  priority  for  projects  in  that  particular 
fiscal  year,  v/hen  ever  such  a sequence  is  feasible.  The  lower 
this  tv/o-digit  number  may  be,  the  higher  the  departmental 
priority  that  v.as  assigned  to  the  project  on  its  first  submission. 
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NOTES  MD  GUIDELINES 


All  projects  are  in  conformity  v/ith  the  Master  Plan 
except  as  noted. 

Projects  included  in  the  Capital  Improvement  Program  Report 
are  approved  in  concept  only. 

Projects  involving  the  acquisition  of  land  or  changes 
in  sidev/alk  v/idths  are  subject  to  further  reviev;  by  the  City 
Planning  Commission, 

Notes  appearing  in  BOLD  TYPE  are  policy  statements 
approved  by  the  City  Planning  Commission  for  inclusion  in  the 
Capital  Improvement  Program  Report, 

Projects  v/hich  have  previously  been  reviev/ed  by  the 
Cit3^  Planning  Commission  for  conformitj^'  v/ith  the  Master  Plan 
are  identified  by  an  individual  Referral  number,  such  as 
(R72.44)  at  the  end  of  the  project  description. 

All  project  costs  shov/n  in  the  program,  unless  otherv/ise 
noted,  are  in  thousands  of  dollars. 

The  'A*  or  ’essential’  priori t37-  rating  applies  onl3''  to  a 
project  recommended  for  the  first  year  of  the  program.  Projects 
in  subsequent  years  of  the  program  v/ill  be  re-evaluated  as  they 
move  forv/ard  for  inclusion  in  the  budget  year. 

An  appropriate  general  priori t3r  rating  v/ill  be  substituted 
for  the  designation  ’hold’  after  further  reviev/  of  the  proposal. 

The  assignment  of  a priority  rating  of  ’essential’  to  a 
major  capital  improvement  proposed  for  future  bond  financing  is 
an  endorsement  onl3r  of  the  general  concept  of  the  proposal 
(City  Planning  Commission  Resolution  No,  6C68), 
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NOTES  ME  GUIDELINES 

Transportation  Policy  Group  Review  Criteria 


A-4 


The  Transportation  Policy  Group  (TPG),  consisting  of  the 
Director  of  Public  Uorks,  the  Director  of  Planning  and  the 
General  Manager  of  Public  Utilities,  has  adopted  transportation 
policy  criteria,  as  listed  below,  in  order  to  evaluate  transpor- 
tation-related capital  improvement  and  reconstruction  and  re- 
placement projects.  The  intent  has  been  to  indicate  the  rela- 
tionship between  the  City’s  transportation  policies  and  expendi- 
ture for  individual  projects. 

The  City's  transportation  policies  are  continuously 
reviewed  by  TPG,  v/hich  meets  regularly  to  discuss  policy  and 
major  projects  in  relation  to  policy.  TPG  established  three 
broad  categories  of  priority  (highest,  high,  medium)  for  those 
transportation  policy  criteria  likely  to  bear  directly  on 
capital  improvements.  The  criteria  v/ere  taken  in  most  part 
from  policies  of  the  Transportation  element  of  the  San  Francisco 
Comprehensive  Plan;  however,  v/here  the  Master  Plan  is  not 
specific  or  is  silent,  criteria  were  taken  from  the  operating 
policies  of  the  transportation  operating  department  and  other 
declared  City  objectives,  TPG  may  propose  additions  or 
changes  to  these  policy  criteria  as  the  needs  of  the  City  are 
accommodated  or  as  the  needs  change. 

There  has  been  no  attempt  to  'rank'  the  criteria  within 
each  of  the  three  priority  categories,  nor  is  the  number  of 
criteria  met  an  indication  of  ranlcing.  Therefore,  there  is 
an  alphabetical  rather  than  numerical  index  to  the  criteria 
(v7ith  each  criterion  being  assigned  a letter). 

Each  project  in  the  Trafficv/ays  section  of  the  Capital 
Improvement  Program  (CIP)  and  each  project  in  the  Municipal 
Railway  section  of  the  CIP  has  been  evaluated  in  terms  of  these 
criteria.  After  each  such  budget  year  project  in  the  CIP  appears 
the  identification  letter(s)  of  the  most  relevant  criterion  (a) 
v/hich  the  project  v/as  adjudged  to  have  met  (e,g,,TPG  a). 


POLICY  CRITERIA 
Highest  Priority  Criteria 


a - Provides  access  by  street  or  transit  v/here  no  service 
previously  existed  v/hen  requested  by  those  to  be  nev/ly 
served,  in  order  to  provide  more  equal  access  to 
transportation  facilities  for  all  citizens, 

b - Reduces  danger  to  people  and  eliminates  or  reduces 
the  cause  of  accidents  to  pedestrians,  autos  and 
transit  vehicles, 

c - Provides  clearly  needed  maintenance  for  the  existing 
street  and  transit  systems,  required  to  protect  the 
public  investment  in  existing  transportation  facilities, 

d - Reduces  auto- transit  conflicts  in  favor  of  transit, 

e - Improves  transit  operations  for  increased  efficiency, 
reliability,  decreased  travel  time,  savings  in  money 
and  manpower,  decreased  maintenance  costs,  and  ease 
and  convenience  of  transit  use. 
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Highest  priority  Criteria  (continued) 


A- 5 


f - Diverts  excessive  traffic  from  residential  streets. 

g - Reduces  congestion  domtovm.. 

h - Has  a Higli  level  of  community  support  v/hile  also 

fulfilliNg  at  least  one  other  TPG-CIP  policy  criterion. 

i - Is  a portion  of  a larger  project  which  has  previously 
received  legislative  approval  and  is  the  City’s  ’local- 
share’  commitment,  or  is  necessary  to  complete  or 
fulfill  the  objectives  of  an  overall  balanced 
transportation  program;  also  must  fulfill  at  least  one 
other  TPG-CIP  policy  criterion. 

High  priori tv  Criteria 


j - Expands  mobilit'^  for  the  disadvantaged. 

k - Reduces  pollution  and  noise, 

1 - Improves  pedestrian  use,  accessibility  or  convenience 

and/or  the  pedestrian,  resident  or  commercial  environment. 

m - Supplements  and/or  intensifies  existing  transit  service, 
particularly  in  the  ’ central ’ area. 

n - Establishes  easily  identifiable  transit  ’centers', 
terminals  and  loading  areas  for  convenient  access 
and  transfer, 

0 - Discouzages  non-recreational  and  non-local  travel  in 
and  around  parks  and  along  shoreline  recrea.tion  areas. 

p - Develops  transit  to  connect  other  major  centers  of 
activity  v/ith  dovTntov.n, 

MediT-un  Priority  Criteria 


q - Provides  transit  service  from  residential  areas  to  major 
emplo;^, orient  centers  outside  the  doi/ntomi. 

r - Eliminates  unnecessarv  cross  traffic  conflicts  and 
improves  tra.ffic  flov/  along  major  thoroughfares. 

s - Provides  for  the  role  of  the  bicycle  as  transportation 
between  and  v/ithin  major  recreation  areas,  residential 
areas  and  ma-jor  emplo-'^ment  centers  and  for  bic^^cle 
parking  in  conjunction  vdth  other  parking  facilities. 

t - Increases  parking  for  residents. 

u - Increases  parking  for  outlying  neighborhood  shopping 
areas. 

V - Maintains  other  drpartmental  facilities  not  directl-^^ 
part  of  the  operating  transportation  s:^’'stem  in  order 
to  preserve  the  public  investment  in  these  facilities. 
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SECTION  B 


CAPITAL 

IMPROVEMENT 

PROGRAM 

1979-80  THROUGH  1984-85 


B-1 


FISCAL  SUIFIARY:  TOTAL  PROGMM  COSTS''^ 

CAPITAL  BIPROVEMENT  PROGRAM:  1979-80  THROUGH  1984-85 


1979-80  = 

19723.8 

1980-81  = 

77177.6 

1981-82  = 

345661.7 

1982-83  = 

280899.3 

1983-84  = 

51186.6 

1984-85  = 

65086.5 

TOTAL  PROGRAM  COSTS  = 839735.5 


NOTE:  All  costs  slioim  in  the  Capital  Improvement 
Program  are  in  thousands  of  dollars. 
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FISCAL  SUrmRY:  BY  FUNDING 


CAPITAL  IirPROVEIlENT  PROGRAT4;  1979-80  THROUGH  1984-85 


Ad  Valorem  Ta^xes 

TOTAL 

44842. 1 

1979-80  = 

920.8 

1980-81  = 

9299.6 

1981-82  = 

10679.3 

1982-83  = 

8750.3 

1983-84  = 

6031.6 

1984-85  = 

9160.5 

Gas  Taxes  and  Road  Funds 

TOTAL 

6148.8 

1979-80  = 

1654.3 

1980-81  = 

1566.2 

1981-82  = 

1040.2 

1982-83  = 

737.7 

1983-84  = 

627.7 

1984-85  = 

522.7 

Revenue 

TOTAL 

60280.7 

1979-80  = 

12712.7 

1980-81  = 

8616.0 

1981-82  = 

15452.0 

1982-83  = 

13277.0 

1983-84  = 

5629.0 

1984-85  = 

4594.0 

Proposed  Bonds 

TOTAL 

679150.0 

1979-80  = 

0.0 

1980-81  = 

/'  0000.0 

1981-82  = 

314000.0 

1982-83  = 

253650.0 

1983-84  = 

24400.0 

1984-85  = 

47100.0 

Other  Sources 

TOTAL 

49313.9 

1979-80  = 

■^436.0 

1980-81  = 

17695.8 

1981-82  = 

4490.2 

1982-83  = 

4484. 3 

1983-84  = 

14498.3 

1984-85  = 

3709.3 

B-3 


FISCAL  Sm-MARY:  BY  PRIORITY 


CAPITAL  IMPROVEMENT  PROGRAM:  1979-80  THROUGH  1984-85 


Priority  A 


Priority  B 


Priority  0 


Priority  D 


Priority  H 


TOTAL 

1979- 80  = 

1980- 81  = 
1981-82  = 

1982- 83  = 

1983- 84  = 

1984- 85  = 


TOTAL 

1979- 80  = 

1980- 81  = 
1981-82  = 

1982- 83  = 

1983- 84  = 

1984- 85  = 


TOTAL 

1979- 80  = 

1980- 81  = 
1981-82  = 

1982- 83  = 

1983- 84  = 

1984- 85  = 


TOTAL 

1979- 80  = 

1980- 81  = 

1981- 82  = 

1982- 83  = 

1983- 84  = 

1984- 85  = 


TOTAL 

1979- 80  = 

1980- 81  = 
1981-82  = 

1982- 83  = 

1983- 84  = 

1984- 85  = 


19601.3 

9333.6 

14223.6 

9300.0 

4733.0 

4503.0 


77.5 

34731.1 

15900.9 

14436.4 

13368.0 

10688.0 


45.0 

3112.9 

315532.2 

257162.9 

30685.6 

49895.5 


0.0 

0.0 

0.0 

0.0 

0.0 

0.0 


0.0 

30000.0 

5.0 

0.0 

2400.0 

0.0 


61694.5 


89201.9 


656434.1 


0.0 


32405.0 


.1 
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FISCAL  SUMMARY:  PROPOSED  BOND  PROGRAM 

CAPITAL  IMPROVEMENT  PROGRAM;  1979-80  THROUGH  1984-85 


Because  of  the  effect  of  Proposition  13  on  the  ability 
of  a local  public  agency  to  use  general  obligation 
financing  for  bond  items  not  approved  by  the  electorate 
prior  to  July  1,  1978,  the  following  schedule  of 
capital  improvements  is  shown  as  two  separate  categories. 
The  first  category  represents  those  future  bond  proposals 
which  can  be  paid  from  revenues  for  purposes  of  meeting 
debt  service.  The  second  category  contains  those  future 
proposals  which  must  be  funded  through  other  forms  such 
as  lease  revenue  bonds,  or  be  subject  to  indefinite 
deferment. 


PROPOSED  REVENUE  BONDS 


Date  of 


Submission 

Description 

Amount 

1981-82 

Wards  Ferry-Clavey  Power  Complexes 

$280,000.0 

1982-83 

San  Joaquin  Pipeline 

97,500.0 

Total 

$377,500.0 

OTHER  POSSIBLE  CAPITAL  IMPROVEMENTS 

Date  of 
Submission 

Description 

Amount 

1980-31 

Emergency  Operating  Center 

Laguna  Honda  Hospital 

M,  H.  de  Young-Asian  Art  Museums 
Multi-purpose  Improvements 

$ 3,500.0 

15,500.0 
15,000.0 
6,000.0 

Subtotal 

$ 40,000.0 

1981-82 

Zoological  Gardens 

Street  Improvements 

Multi-purpose  Improvements 

$ 10,000.0 
18,000.0 
6,000.0 

Subtotal 

34,000.0 

1982-83 

Courts-Of f ice  Building 

Heating  and  Cooling  Plant 

Library  Improvements 

Multi-purpose  Improvements 

$ 66,500.0 

18.150.0 

65.500.0 
6,000.0 

Subtotal 

$156,150.0 

1983-84 

Fire  Department  (AWSS) 

Multi-purpose  Improvements 

$ 18,400.0 
6,000.0 

Subtotal 

$ 24,400.0 

1984-85 

Police  Facilities 

War  Memorial  Modernization 

Multi-purpose  Improvements 

$ 17,600.0 
23,500.0 
6,000.0 

Subtotal 

$ 47,100.0 

Total 

$301,650.0 

i 
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< r.I.IT.  > Priori t“  ? Funding  Code  ? Fiscal  Years  3elo 

-X-  1979-80  ---  1980-81  * 1981 -82  - 19S2-S3  1983-84  * 1984-85 


AFUll  PROBATION 

¥ork  P-Lirlougli  Center,  930  Brvant  St.,  niscellaneous 
impronenents  (Crininal  Justice  C-rant) 

111/75.101  Prioritn:  B F^onding  Code:  a 

^ ^ ^ 

111.75.101  Priority.-:  B Funding  Code:  o 

-X-  ^ 14.9*  ^ * 

ART  COIFBSSIGF 

165  G-rove  St.  , Art  Callei".-,  inprove  lighting 
113.78.^01  Prioritv:  G Finding  Code:  a 

-X-  -X-  5^0*  * -X-  -X 

ASSFSSOH 

Cit"  Hall,  install  partions,  air  conditioning,  electric 
panelling  and  new  ceiling 

115.73.101  Priority;  C Funding  Code:  a 

* *211.8*  * * * 

CITY  AIICPHIn 

Cit”  Hall,  second  floor,  relocate  stenopool  and  lihrar;.' 

117.78.101  Priori t-r:  B Funding:  Code:  a 

* * 76.0*  * * * 

City  Hall,  second  floor,  office  alterations 
117/74.  "01  Priorit-r:  C F-’Jinding  Code:  a 
* * * 586.7*  "^  * * 

COiTIROm-Liri 


City  nail,  FTP  Section,  provide  alternative  source  of 
electrical  sem^ice 


124.72. 102 


Prioritv:  3 

500.0* 


Fundirig  Code:  a 


City  Hall,  General  Office,  study  for  alterations  to  office 
area 

124.77.101  Priorit--:  3 Funding  Code:  a 

^ -x  14.0*  - - * 

Gitv  Hall,  EBP  Section,  install  cooliirg  '..ater  conser^ration 
facilities  (Phase  2)  (778.0  appropriated  1977-“3) 

124.79.101  Prioritv:  3 ±unding  Code:  a 

-X-  * 45.0*  * * 

240  Yan  Hess  Ave.,  EBP  Section,  office  altez?ations 

124.69.101  Priority:  C Funding  Code:  a 

-Xr  -X-  * 259,0*  * * 

E'lFRGEIICY  SERYICES 


Emergency  Operating  Center,  new  construction  (Hote: 
suggested  cy  Emergency  Services  for  proposed  Center 
Christmas  Tree  Point  on  Twin  Peaks) 

131.72,101  Priorih.’-:  B Founding  Code:  n 
* * 3500.0*  * 


Site 
Ls  at 


10, 


I 


r 

. ■ r 
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< P,I,N<  > Priority  ? Punding  Code  ? Fiscal  Years  Belov/ 
-)f  1979-80  * 1980-81  1981-82  1982-83  * 1983-84  * 1984-85  * 


1. 


2. 


3. 


4, 


5. 


6. 


7. 


9. 


10. 


11. 


12. 


13. 


14. 


15. 


DISTRICT  ATTORNEY 


Hall  of  Justice,  Room  Ho.  11,  Municipal  and  Superior  Courts, 
construct  Records  Room  ($2.0  appropriated  1978-79  for  study) 
141.78.102  Priority;  A Fimding  Code:  a 

* * 24.3*  * * * ■" 

Hall  of  Justice,  clerical  pool,  misc.  modifications 

141.78.104  Priority:  B Funding  Code:  a 

* * 19.6*  * * * * 

Hall  of  Justice,  attorneys’  offices,  modifications 

141.78.105  Priority:  C Funding  Code:  a 

-)f  -;f  32. 3*  * * * 

Hall  of  Justice,  investigators’  offices,  remodeling 

141.78.106  Priority:  C Funding  Code:  a 

* -X-  47^  2 * * * * * 

Hall  of  Justice,  varioris  offices,  misc.  alterations 

141.78.107  Priority:  C Funding  Code:  a 

* 53^  0*  * * * 

FIRE  DEPARTl^lEHT 

Various  stations,  provide  security  doors  and  screens 
145.77.106  Priority:  A Funding  Code:  a 

* 0.7^-  6.1*  * * * * 

Various  locations,  install  fire  hydrants 
145.77.113  Priority:  A Funding  Code:  a 
* 12.8*  15.0*  15.0*  15.0*  15.0*  15.0* 


Auxiliary  Hater  Supply  System,  improvements  and  extensions 
145.73.601  Priority:  C Funding  Code:  n 
* * * * * 18400.0* 


Various  stations,  install  security  provisions 
145.79.101  Priority;  A Funding  Code:  a 
* * 3.3*  * 


Various  stations,  install  battery-operated  emergency 
lighting 

145.71.103  Priority:  B Funding  Code:  a 

-x-  .'f  32.5*  * * * 

Various  stations,  install  acoustical  tile 
145.75.102  Prioritv:  B Funding  Code:  a 
* * 7.4*  * * 


Twin  Peaks  Reservoir,  install  burglar  alarm 
145.77.103  Priority:  B Funding  Code:  a 

* -X-  44,0*  * * * * 

Station  Ho.  39,  1091  Portola,  install  overhead 
apparatus  doors 

145.70.102  Priority:  B Funding  Code:  a 

* * * 47.3*  * * * 


Various  stations,  install  radio  controls  for  overhead 
apparatus  doors 

145.72.101  Priority:  C Punding  Code:  a 

* * -)f  84.8*  * * * 

Various  facilities,  miscellaneous  improvements 
145.77.105  Priority:  C Funding  Code:  a 

* * * 8.1*  * * * 
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< P.I.F.  > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 

1979-80  1980-81  * 1981-82  1982-83  1983-84  * 1984-85 


1. 


2. 


3. 


4. 


5. 

6. 


7. 


10. 


11. 


12. 


13. 


14. 


15. 


16. 


Various  facilities,  provide  plumbing  improvements 
145.77.107  Priority:  C Funding  Code:  a 

* -X-  -x-  3.5*  * * * 


Station  No,  22,  1290  - 16th  Ave.,  provide  clothes  drying 
room 


145.77.111 

Priority:  C 

Funding  Code:  a 

-X-  x- 

* 

4.8*  * 

-X- 

Bureau  of  Equipment,  2501 

25th  St. , install 

new  apparatus 

doors 

145.78. 102 

Priority:  C 

Funding  Code:  a 

•x-  -X- 

X 

30.3*  * 

X'- 

Training  Center,  Brill  Tower,  fourth  floor. 

plumbing 

improvements 
145.78. 103 

Priority:  C 

Funding  Code:  a 

-x-  * 

4.4*  * 

X 

Various  fire 

stations,  revisions  to  heating 

systems 

145.79. 102 

Priority:  C 

Funding  Code:  a 

-x-  -X- 

X- 

5.4*  * 

X 

Various  fire 

stations,  install  salvage  cover  drying  racks 

and  duckboards 

145.79.103 

Priority:  C 

Funding  Code:  a 

■>x-  -X- 

X- 

3.0*  * 

* 

Various  fire 

stations,  misc.  door  revisions 

145.79.104 

Priority:  C 

Funding  Code:  a 

-X-  -)(- 

3.9*  * 

X 

Various  fire 

stations,  install  copper  ^^/ater 

piping 

145.79.105 

Priority:  C 

Funding  Code:  a 

X-  -X- 

X- 

8.5*  * 

X 

Various  fire 

stations,  improve  kitchen  ventilation 

145.79. 106 

Priority:  C 

Funding  Code:  a 

X-  X- 

6.9*  * 

station  No.  8,  36  Bluxome, 

, pave  and  fence  parking  area 

145.79. 107 

Priority:  C 

Funding  Code:  a 

X-  X- 

x 

5.3*  * 

^5- 

Various  stations,  install 

shov/er  doors 

145.79.201 

Priority:  C 

Funding  Code:  a 

X- 

2.3*  * 

X 

Various  stations,  install  garbage  disposal  units 

145.79.202  Priority:  C Funding  Code:  a 
-x- 

Training  Center,  lov/  pressure  hydrant,  provide  new 
connection 

145.73.202  Priority;  C Funding  Code:  a 

* * * * 35.2*  * 

Various  stations,  improve  interior  lighting 

145.75.103  Priority:  C Funding  Code:  a 

* -X-  -X-  -x-  13.7*  * 

Various  stations,  storage  facilities 
145.76.101  Priority:  C Funding  Code:  a 

* -x-  -X-  -X-  8.1*  * 

Training  center,  install  high  pressure  hydrant 

145.77.104  Priority:  C Funding  Code:  a 

* * ^ * * 13, 0*  * 
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< P.I.N,  > Priority  ? Funding  Code  ? Fiscal  Years  Belov; 
* 1979-80  * 1980-81  * 1981-82  * 1982-83  * 1983-84  * 1984-85  * 


1. 


2. 


3. 


4. 


5. 


6. 


7. 


9. 


10. 


11. 


12. 


13. 


14. 


Training  Center,  2310  Folsom  St, , Drill  Tower,  install 
ceiling,  flooring,  v./all  covering  and  storage  cabinets  in 
classroom  area 

145.78.101  Priority:  C Funding  Code:  a 

* * * * 11.2*  * 


Twin  Peaks  Reservoir,  pave  access  road  and  parking  area 
145.67.123  Priority:  C Funding  Code:  a 

* -x-  * ^ * 12.8*  * 

Station  No.  8,  36  Bluxome,  provide  study  room  in  basement 
145.69.105  Priority:  C Funding  Code;  a 

* * * * 15.0*  * 


Station  Ro,  31,  441  - 12tli  Ave. , construct  fire  hose  storage 

building  and  masonry  ivall 

145.69.107  Priori tv:  C Funding  Code:  a 

-X-  -X-  * 27.1*  * 


Chief's  residence,  870  Bush  St.,  remodel  and  modernize 
kitchens  and  bathrooms 

145.72.102  Priority:  C Funding  Code:  a 

* * * * * 15.0* 


Various  facilities,  provide  partitions 
145.77.109  Priority:  C Funding  Code:  a 

* * -X-  * 5 ^ 2*  * 


Various  stations,  improve  landscaping 
145.77,110  Priority:  C Funding  Code:  a 

* -X-  -X-  4^7*  -X- 

Pump  Station  No,  1,  Islais  Creek,  convert  to  automated 
operations 

145.77.101  Priority:  C Funding  Code:  a 

* * * -X-  * 514.8* 

r-TUNICIPAL  COURT 

City  Hall,  clerk  offices,  install  acoustical  tile 

155.68.101  Priority:  C Funding  Code:  a 

rr  -X-  20.0*  * * * * 


Hall  of  Justice,  Room  101,  construct  soundproof  machine  room 

155.76.101  Priority:  C Funding  Code:  a 

* -X-  13.6*  * * * 

PERI'fET  APPEALS 

City  Hall,  Room  154-A,  install  dropped  ceiling 

159.78.101  Priori tv^:  C Funding  Code:  a 

* * 3 ^ 3 '*  * -X-  -X- 

POLICE  DEPARTI^IENT 


Hall  of  Justice,  Photo  Lab.,  additions  and  alterations 
161.72.117  Priority:  A Funding  Code:  a 
* * 40.0*  * * * 


Hall  of  Justice,  various  areas,  electrical  improvements 
161.76.104  Prioritv:  A Funding  Code:  a 

* * 9 ^ g-X-  -X-  -5f  -x- 


Hall  of  Justice,  Crime  Lab, , miscellaneous  alterations 
($4.5  appropriated  1978-79  for  study) 

161.70,116  Priority:  B Funding  bode;  a 
* * 183.0*  * * * * 


. 'u' 
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< P.I.N.  > Priority  ? Fimding  Code  ? Fiscal  Years  Belov/ 
* 1979-80  * 1980-81  1981-82  * 1982-83  1983-84  * 1984-85  * 


1. 


2. 


3. 


5. 


6. 


7. 


9. 


10. 


11. 


12. 


13. 


14. 


15. 


Various  facilities,  install  new  lighting  fixtures 

161.74.105  Priority:  C Funding  Code:  a 

* * 72.0*^  * * 

Traffic  Bureau,  alterations  and  improvements  (former 
161.68.104,  161.70.117,  161.71.113  and  161.73.108) 

161.77.201  Priority:  B Funding  Code:  a 

* -jf  -)c-  80.4-"- 

Bureau  of  Architecture,  planning  services 
161.70.128  Priority:  C Funding  Code:  a 

* -)(-  * ■)  7 ^ * * 

Hall  of  Justice,  various  locations,  partitions  and 
acoustical  tile 

161.71.107  Priority:  C Funding  Code:  a 

* V 19.8-'^  * --■ 

Hall  of  Justice,  Plarming  and  Research,  install  partitions 
161.71.109  Priority:  C Funding  Code:  a 

-)f  -X-  20.0-"-  * * 

Richmond  Station,  men's  toilet  room,  alternations 

161.73.105  Priority:  C Funding  Code:  a 

-x-  -X-  -X-  13.5-^-  * * 

Hall  of  Justice,  Commission  Hearing  Room,  extend  podium 
161.76.103  Priority:  C Funding  Code:  a 

-X-  -X-  1 1 ^ 9-x-  -X-  ^ 


Hall  of  Justice,  various  areas,  miscellaneous  improvements 

161.77.102  Priority:  C Funding  Code:  a 

-X-  -x-  7^8-'^  * ^'- 

Various  stations,  miscellaneous  improvements 

161.77.103  Priority:  C Funding  Code:  a 

-X-  * -X-  1.5-"-  * * 

Hall  of  Justice,  various  locations,  relocate  telephone  and 
electrical  outlets 

161.78.103  Priority:  C Funding  Code:  a 

-;f  -x-  * 22.0*  * * 


Police  Stables,  Golden  Gate  Park,  construct  equipment 
storage  building 

* PROJECT  161.78.102  SHOULD  BE  HELD  IH  ABEYANCE  PENDING 

* EVALUATION  OP  PROJECT  PURSUANT  TO  REC.  AND  OPEN  SPACE 

* ELEl^IENT  OP  MASTER  PLAN  (CITYl/IDE  SYSTEM,  POLICY  1)  AND 

* COMPLETION  OF  PLAN  FOR  GOLDEN  GATE  PARK 
161.78.102  Priori tv;  H Funding  Code:  a 

-X  -X-  5^0-"-  * * 


Richmond  Station,  space  study 

161.74. 103  Prioritv:  C Funding  Code:  a 

^5-  -X  -X-  4^8*  * 


Richmond  Station,  remodeling 

161.74.104  Priority:  C Funding  Code:  a 

* -X  -X  -X  66.0-^  * * 


Southeast  Station,  alterations 
161.74.106  Priority:  C Funding  Code:  a 

•X-  -X  -X  x-  117.2*  * 


Hall  of  Justice,  Criminal  Information  Bureau,  install  air 
cooling  for  computer 

161.76.101  Priority:  C Funding  Code:  a 

■X  * X-  X-  60.5*  * * 
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B-10 


< > Priority  ? Pimding  Code  ? Fiscal  Years  Belov/ 

1979-80  * 1980-81  * 1981-82  * 1982-83  * 1983-84  * 198^-85  * 


1. 


2. 


3. 


5* 


6. 


7. 


8. 


9. 


10. 


11. 


12. 


13. 


14. 


15. 


Hall  of  Justice,  'basement  parking  area,  construct  garage 
office 

161.78,101  Priority:  C Funding  Code:  a 

* * * * 123.2"^  * 

Ingleside  Station,  remodel  various  offices 
161.69.103  Priority:  C Funding  Code:  a 

* * V -)f  -:(■  87.2*  * 

Police  Range,  install  overhead  safety  baffles 
161.71.110  Priority:  C Funding  Code:  a 

* * * * 58.1*  * 


Hall  of  Justice,  Communications  Center,  improve  air 
conditioning  system 

161.71.112  Priority:  C Funding  Code:  a 

* -X-  * -X-  43.6*  * 

Police  Range,  install  automatic  fire  sprinkler  system 
161.71.203  Priority:  C Funding  Code:  a 

* -)f  * -jf  -jf  31.7*  * 

Central  Station,  install  ca'binets  and  shelving 
161,71,205  Priority:  C Funding  Code:  a 

* * * 9,2* 


Taraval  Station,  provide  new  restroom  and  interrogation  room 
161.71.206  Priority:  C Fimding  Code:  a 

* -X-  * -X-  -X-  9.8* 


Taraval  Station,  provide  training  and  utility  rooms  in 
■basement 

161.71.302  Priority:  C Funding  Code:  a 

-X-  -X-  -X-  .X-  -X  82.5* 

Police  Range,  install  heating  system 
161.73.203  Priority:  C Funding  Code:-A-a 

* * * * * 30.6* 


Police  facilities,  various  locations,  improvements 
161.75.104  Priority:  C Funding  Code:  n 
* * * * * * 17600.0* 


PUBLIC  DEFENDER 


Youth  Guidance  Center,  Administration  Building,  office 
improvements  in  basement  area 
165.78.101  Priority:  A Funding  Code:  a 
* * 4. 2*  * * * 


Hall  of  Justice,  second  floor,  office  alterations 

165.77.101  Priority:  C Funding  Code:  a 

* * 28.9*  * * * * 

SOCIAL  SERVICES 

150  Otis  St.,  "building  renovation  and  improvement  (Phase  2) 
(7550.0  appropriated  1978-79) 

169.77.101  Priority:  A Funding  Code:  a 

* 550.0*  74.0*  * * * * 

1680  Mission  St. , first  floor,  office  area  modifications 

169.78.101  Priority:  B Funding  Code:  a 

-;f  -xr  101.0*  * * * * 


1680  Mission  St.,  improvements  to  heating  and  ventilating 
systems 

169.70.101  Priority:  C Funding  Code:  a 

* * 38.0*  22.0*  43.0*  * * 
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< P.I.IT.  > Priority  ? Finding  Code  ? Fiscal  Years  Belov/ 

* 1979-80  1980-81  * 1981-82  1982-83  * 1983-84  * 1984-85 


1. 


2. 


3. 


4. 


5. 


6. 


7. 


8, 


9. 


10. 


11. 


12. 


13. 


SHERIFF 


Jail  Ho.  3,  mi sc,  improvements 
173.77.111  Priority:  A Finding  Code:  a 

* -j;-  g ^ g*  -5:- 

Jail  No.  3,  Men’s  Facility,  install  master  over-ride  locks 
for  cells 

173.79.101  Priority:  A Funding  Code:  a 

* -X-  146.0^^  * 


Jail  No.  1,  front  office  processing  area,  install 
holding  cells 

173.79.102  Priority:  B Funding  Code:  a 
* * 62,5*  * * 


Jail  No.  1,  various  locations,  misc.  improvements 
173.79.103  Priority:  B Funding  Code:  a 

-X-  -x-  15.2*  * * * 


Jail  No.  1,  improve  overhead  lighting 
173.77.104  Priority:  C Funding  Code:  a 
* * 73.0*  * * * 


Jail  No,  1,  provide  centralized  basement  booking  area 
173.78.103  Priority:  A Funding  Code:  a 

* -;«■  * 565.0*  * * * 


City  Hall,  Room  331,  remodel  Civil  Division  office  area 
173.79.202  Priority:  C Funding  Code:  a 

•x-  -X-  10.0*  * * * 

Jail  No.  3,  Men’s  Facility,  install  nev;  automatic  elevators 
173.70,503  Priority:  C Funding  Code:  a 

* -X-  -X-  178.8*  * * 


Jail  No,  3,  Men's  Facility,  Tiers  1-8,  improve  lighting 

173.72.101  Prioritv:  C Funding  Code:  a 

-x-  -;f  -X-  * 29.4*  * * 

Jail  No.  3,  Men’s  Facility,  kitchen  area,  improvements 
173.76.103  Priority:  C Funding  Code:  a 

* -x-  174.6*  * * 

Jail  No,  3,  Men’s  Facility,  recreation  area,  construct 
retaining  v/all 

173.67.109  Priority:  C Funding  Code:  a 

* -X-  -X-  * 132.0*  * 

Jail  No.  3,  construct  feed  storage  building 
173.67.112  Priority:  C Funding  Code:  a 

* * * -X-  * 140,0*  * 


Jail  No,  3,  construct  vehicle  storage  building 
173.71.204  Priority:  C Funding  Code:  a 


143.0* 
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< P.I.N.  > Priority  ? Funding  Code  ? Fiscal  Years  Belov^/ 
-X-  1979-80  1980-81  * 1981-82  * 1982-83  * 1983-84  * 1984-85  * 


1. 


3. 


5. 


6. 


7. 


8. 


9. 


10. 


11. 


12. 


13. 


SUPERIOR  COURT 


City  Hall,  fourth  floor,  install  air  conditioning  in  various 
courtrooms  and  adjacent  judges*  chambers 

179.67.101  Priority:  B Funding  Code:  a 
* * 249.9*  * * 


Hall  of  Justice,  construct  additional  three  floors 
(non-profit  corporation) 

179.75.105  Priority:  C Funding  Code:  a 

-X-  * 46.2*  * 

179.75.105  Priority:  C Funding  Code:  o 
* * * * 0.0*  7524.0* 


BOARD  OF  SUPERVISORS 


City  Hall,  second  floor,  provide  additional  office  space 

181.72.101  Priority:  C Funding  Code:  a 
* * 491.9*  353.5'--  - 

TREASURER 


Cashiers  cages,  modify  v/indov/s 

183.78.101  Priority:  C Funding  Code:  a 
* * 2.5*  * * 

JUVEHILE  COURT 


Log  Cabin  Ranch,  install  emergency  electrical  system 

186.74,102  Priority:  B Funding  Code:  a 
-x-  -X-  38.3*  * * 


Youth  Guidance  Center,  various  areas,  improve  lighting 

186.77.101  Priority:  B Funding  Code:  a 
^ -if  10.7*  * * -5' 


Youth  Guidance  Center,  Cottage  B-5,  install  new  kitchen 
equipment 

186.79.101  Priority:  B Funding  Code:  a 
-X-  3.5* 


-X- 


-X- 


Log  Cabin  Ranch,  install  outdoor  playground  lights 

186.75.102  Priority:  C Funding  Code:  a 

-X-  -X-  59.0*  * * * * 


Youth  Guidance  Center,  Cottage  W-1,  remodel  for  office  area 

186.78.101  Priority:  C Funding  Code:  a 

-X-  115,0*  * * * 


Youth  Guidance  Center,  various  cottages,  install  kitchen 
hoods  and  fans  over  steam  tables 

186.78.104  Priority:  C Funding  Code:  a 

* -x-  4.5*  * 

Log  Cabin  Ranch,  construct  recreation  hall  addition 

186.74.201  Priority:  C Funding  Code:  a 

-5;-  * * 94.5'"-  * * 

Log  Cabin  Ranch,  improve  sev/age  treatment  facilities 

186.74.202  Priority:  C Funding  Code:  a 

-X-  -x-  99.9*  * * * 

Log  Cabin  Ranch,  vehicle  fuel  service  facility,  install 
gasoline  storage  tank  (former  186.75.107) 

186.77.105  Priority:  C Funding  Code:  a 

-x-  -X-  5 ^ 0*  * * * 
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< P.I.N,  > Priority  ? Funding  Code  ? Fiscal  Years  Below 
* 1979-80  * 1980-81  * 1981-82  * 1982-83  * 1983-84  1984-85  * 


1. 


2. 


3. 


4. 


5. 


7. 


8. 


9. 


10. 


11. 


12. 


Youth.  Guidance  Center, 
City-owned  vehicles 
186.68.101  Priority; 

* -X-  -H- 


construct  garage  for 

C Funding  Code;  a 
* 79. 2* 


Youth  Guidance  Center, 
storeroom  facilities 
186.73.102  Priority; 
* * * 


service  "building,  remodel  existing 

C Funding  Code;  a 

* 132.0^'-  * 


Log  Cabin  Ranch,  modernize  v/ater  and 
chlorination  facilities 

186.74.404  Priority;  C Funding  Code;  a 

173.0-^- 


Log  Cabin  Ranch,  install  nev^  T-^alk-in  refrigerator 
186.74.405  Priority;  C Funding  Code;  a 

-X-  -X-  11^6*  * 

ACABE^TY  OF  SCIENCES 


Steinhart  Aquarium,  install  emergency  generator 

213.69.101  Priority;  B Funding  Code;  a 

•K-  -)f  36.0*  * * * 

Various  facilities,  provide  for  installation  of  solar 
heating  system 

213.78.101  Priority;  B Funding  Code;  a 

* * 38.5*  58.3*  1201.4*  * 

North  American  Hall,  conduct  preliminary  feasibility  study 
for  use  of  partially  excavated  basement  area 

213.70.101  Priority;  C Funding  Code;  a 

-X-  * 14.5*  * * 

Hall  of  Sciences,  second  floor,  provide  additional 
laborator3r  and  office  space 
213.67.116  Priority;  C Funding  Code;  o 
- * V 411,8*  * * 

Steinhart  Aquariinn,  provide  reptile  quarantine  area 
213.67.104  Priority;  C Funding  Code;  a 

•X-  -X-  -X-  79,6*  * 


Steinhart  Aquarium,  complete  facility 

* PROJECT  213.75.601  SHOULD  BE  HELD  IN  ABEYANCE  PENDING 

* EVALUATION  OF  PROJECT  PURSUANT  TO  REC.  AND  OPEN  SPACE 

* ELETIENT  OF  MSTER  PLAN  (CITYUIDE  SYSTEM,  POLICY  1)  AN"D 

* COMPLETION  OF  PLAN  FOR  GOLDEN  GATE  PARI-T 
213.75.601  Priority;  H Funding  Code;  o 

* * * --  * 2400.0*  * 

CORONER 

Hall  of  Justice,  miscellaneous  improvements 
223.77.101  Priority;  B Funding  Code;  a 
* 1 , 6-:'-  * * * 

Hall  of  Justice,  expand  laborator^^  space 
223.78.201  Priority;  C Funding  Code;  a 

26.4*  * * * * 
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< P.I.N.  > Priority  ? Funding  Code  ? Fiscal  Years  Belo\/ 

1979-80  1980-81  1981-82  1982-83  1983-84  1984-85  * 


COUNTY  clerk: 

1.  Youth  Guidance  Center,  Room  101,  storage  area,  install 
security  measures 

225.79.'103  Priority:  A Funding  Code:  a 
-)f  10.3'^ 

2.  City  Hall,  Room  317,  relocate  cashier's  facilities 
225.79*101  Priority:  B Funding  Code:  a 

* 13.5-''  * 

3.  Hall  of  Justice,  Room  306,  misc,  improvements 

225.79.102  Priority:  C Funding  Code:  a 

* 45.0-'^  * * --- 

DEPARTmT  OF  ELECTRICITY 

4.  Central  Radio  Station,  imderground  electrical  and 
communications  v/iring 

231.77.101  Priority:  B Funding  Code:  a 

* 118.3*  * * * 

5.  Central  Fire  Alarm  Station,  motorize  drivev/ay  gate 

231.77.103  Priority:  C Funding  Code:  a 

* ^5-  6.5*  * * * 

6.  Central  Fire  Alarm  Station,  provide  additional  parking  area 

231.77.104  Priority:  C Funding  Code:  a 

* -X-  3^1^!-  -;f  -X-  -X- 

7.  Central  Fire  Alarm  Station,  construct  garage  for 
communications  van 

231.77.102  Priority:  C Funding  Code:  a 

* * * 19.4*  * * 

COUNTY  AGRICULTURE 

8.  Fanners  Market,  relocate  and  extend  fence 

241.78.101  Priority:  C Funding  Code:  a 

-x-  9 ^ Q-x-  -Ji-  -X- 

pj;al  estate 

9.  Civic  Auditorium-Brooks  Hall,  provide  utility  system 
improvements 

245.76.101  Priority:  B Funding  Code:  a 

* 8,^*  -X-  -X-  * 

10,  Civic  Auditorium,  install  apparatus  for  automatic  changing 
of  curtains  in  main  area 

245.67.102  Priority:  C Funding  Code:  a 

* 73.0*  * - * 

11.  Civic  Center  area,  study  for  underground  cafeteria 
between  Civic  Auditorium  and  Brooks  Hall 

245.69.101  Priority:  C Funding  Code:  a 

•X-  -5^  8^8^f 


B-15 


< P.I.F.  > Priority  ? Pimding  Code  ? Fiscal  Years  Belov/ 
-X-  1979-80  1980-81  * 1981-82  * 1982-83  ^ 1983-84  * 1984-85 


t 


2. 


3. 


4. 


5. 


6. 


7. 


9. 


10. 


11. 


12. 


13. 


14. 


15. 


REGISTRAR  OP  VOTERS-RECORDER 


City  Hall,  Room  155,  remodel 

255.75.101  Priority:  C Pimding  Code:  a 

* * 25.9*  * * * 

City  Hall  (Registrar),  install  acoustical  materials 

255.76.101  Priority:  C Funding  Code:  a 

* 2,9*  * * * 

TAX  COLLECTOR 

City  Hall,  Room  107,  miscellaneous  improvements 

261.79.101  Priority:  C Funding  Code:  a 

* 2.5*  * * * 

PURCHASING 


Central  Shops,  improve  ventilation  in  automobile  shops 

311.67.102  Priority:  A Funding  Code:  a 

-X-  ■);-  147.0*  * * * 


Central  Shops,  install  low  pressure  fire  hydrant  and  v/ater 
line 

311.67.111  Priority:  B Funding  Code:  a 
* * 37.0*  * * * 


Central  Shops,  Bldg,  B,  provide  new  toilet  facilities 

311.75.101  Priority:  C Funding  Code:  a 

-X-  7^0*  * * * 

Central  Shops,  miscellaneous  improvements 

311.76.102  Priority:  C Funding  Code:  a 

■X-  4 ^ 3*  -X-  -x- 

Cent2?al  Shops,  construct  shed  for  storage  of  ladders  and 
lumber 

311.67.103  Priority:  C Funding  Code:  a 

-X-  -x-  -X-  45,4-:^  * * 


Central  Shops,  machine  shop,  construct  mezzanine  office  area 

311.67.104  Priority:  C Funding  Code:  a 
* * * 15.8*  * * 

Central  Shops,  enlarge  shop  entrance 
311.67.  107  Priorit-^^:  C Fimding  Code:  a 

* * 27.7*  * * 


Central  Shops,  enclose  service  station  work  area 
311.67.112  Priority:  C Funding  Code:  a 
-X-  -X-  -X  14,3*  * 


Central  Shops,  install  nev/  gasoline  storage  tanks 
311.75.102  Priori tv:  C Funding  Code:  a 

* * * 88.0*  * 


Central  Shops,  construct  covered  automobile  storage  area 
311.67.106  Priority:  C Funding  Code:  a 

* ^5-  110.0*  * 


Central  Shops,  install  fire  hose  test  facility 
311.67.116  Priority:  C Funding  Code:  a 
■X  -x  * 48.0*  * 


Purchaser’s  Warehouse,  conduct  feasibility  study  for  nev/ 
central  v/arehouse 

311.75.201  Priority:  C Funding  Code:  a 

-X  * X X 32.7*  * 
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< P.I.W,  > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 

-X-  1979-80  --  1980-81  ^ 1981-82  1982-83  1983-84  * 1984-85 


1. 


2. 


3. 


4. 


5. 


6. 


7. 


8. 


9. 


10. 


11. 


12. 


13. 


14. 


Various  locations,  install  Diesel  bulk  storage  tanks 
311.76,101  Priority:  C Funding  Code:  a 

* -5'r  * -;«■  265,  1*  “■ 

DEPARTMENT  OF  PUBLIC  WORKS  - OENEPDIL  OFFICE 


Hall  of  Justice,  main  electrical  distribution  system, 
provide  ground  fault  protection;  install  electronic  trips 
for  circuit  breakers 

423,75.103  Priority:  A Funding  Code:  a 
* 45,5^' 

Hall  of  Justice,  install  boiler  safety  control  annimciator 
panels 

423.75.105  Priority:  A Funding  Code:  a 
* 26.8'«-  - 

Various  locations,  underground  districts,  install  fire  and 
police  alarm  sv/stems 

423.75.107  Priori tv:  A Funding  Code:  a 

100.0-^  100.0*  100.0*  100.0*  100.0* 

City  Hall,  enlarge  electrical  service 

423.73.102  Priority:  B Funding  Code:  a 

-X-  -;c-  246.0*  * * * * 

Multi-purpose  improvements  (annual  program) 

423.73.103  Priority:  B Funding  Code:  n 

* * 6000.0*  6000.0*  6000.0*  6000.0*  6000.0* 


Various  public  buildings,  elevator  fire-safety  modifications 
(Calif.  Admin.  Code,  Title  8) 

423.77,101  Priority:  B Funding  Code:  a 
-X-  279,4*  * 


City  Hall,  modify  firehose  cabinets 
423.77.109  Priority:  B Funding  Code:  a 

-)f  -;c-  7 ^ 7'-55-  -;f 


Various  public  buildings,  fire  safety  modifications  (Cal. 
Admin.  Code,  Title  19) 

423.77.201  Priority:  B Funding  Code:  a 
* * 224.8*  * * * 


Various  public  buildings,  modify  elevators  to  accommodate 
handicapped  persons 

423.78.201  Priority:  B Funding  Code:  a 

-X-  -5?-  231.0*  * * * 


City  Hall,  Van  Hess  Avenue  entrance,  install  nev/  entrance 
doors 

423.79.101  Priority:  B Funding  Code:  a 
* -X-  118.3*  * * * 


Hall  of  Justice,  study  of  heating,  ventilating  and  air 
conditioning  systems 

423,73.105  Priority:  C Funding  Code:  a 

-X-  -X-  12.2*  * * 


City  Hall,  Room  282,  public  address  system,  improvements 
(former  423.70.102) 

423.77.104  Priori tv:  C Fimding  Code:  a 

■X-  -;f  5 ^ y'-x-  -jf  X-  X- 

450  McAllister  St. , lobby  area,  improve  lighting 

423.77.105  Priority:  C Funding  Code:  a 

^ * 2.5*  * * * 
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< P.I.F.  > Priority  ? Punding  Code  ? Fiscal  Years  Belov/ 
1979-80  * 1980-81  1981-82  1982-83  1983-8^  1984-85  '' 


1.  240  Van  Bess  Ave. , improve  ventilation  and  lighting 

423.77.108  Priori tv;  0 Pimding  Code:  a 

- 5.6^^ 

2.  City  Hall,  various  areas,  provide  additional  power  circuits 

423.77.110  Priori t3/-i  C Punding  Code:  a 

■5(-  -;$■  3.6'^ 

3.  45  Hyde  St. , 2nd  floor,  install  ventilation  system 

423.78.101  Priori tv:  C Punding  Code:  a 

45-  4f  139.3^  * '' 

4.  Street  improvements 

423.74.102  Priority:  C Punding  Code:  n 

4^  V 18000.0-5'- 

5.  Various  locations,  install  Boiler  fuel  storage  tanks 

423.74.103  Priority;  C Punding  Code:  a 

4t  4f  4^  136.7'^  * * '■ 

6.  Hall  of  Justice,  modify  sanitary  v/aste  plumbing  system 

423.75.106  Priority;  C Punding  Code:  a 

4^  4f  4f  215.4'^  * 

7.  Hall  of  Justice,  utility  systems,  miscellaneous  improvements 
423.77.102  Priority:  C Punding  Code:  a 

- 4f  4^  13^8^^  -5^  - 

8.  City  Hall,  various  areas,  improve  lighting 

423.77.106  Priority:  C Punding  Code:  a 

4f  4f  4^  14.2-  - * - 

9.  Various  locations,  modify  elevators  for  earthquake  safety 
(requirement  of  State  of  Calif.,  Division  of  Industrial 
Safety/) 

423.79.301  Priority:  C Punding  Code:  a 

4f  4f  4f  205.0^  - 

10.  450  McAllister  St,,  install  heating  and  ventilating  system 
423.67.  105  Priority:  C P-unding  Code:  a 

4f  4(-  4f-  45-  49^  74;-  4f 

11.  City  Hall,  Bureau  of  Engineering,  install  ventilation  sj^stem 

423.67.108  Priority:  C Punding  Code:  a 

4{-  4f  4f  4f  16,9*  * * 

12.  Utilities  undergrounding,  studvr 

423.68. 106  Priority:  C Punding  Code:  a 

4^  4^  4^  4f  16.9*  * * 

13.  Civic  Center,  construct  combined  courts-office  building 
(site  undetermined) 

423.70.105  Priori tv:  C Punding  Code:  n 

* * * * 66500.0*  * * 

14.  Civic  Center,  construct  nev/  central  heating  and  cooling 
plant 

423.70.107  Priority:  C Punding  Code:  n 

* * * 18150.0*  * 

15.  460  McAllister  St.,  Division  of  Traffic  Engineering,  modify 
air  conditioning  system 

423.70.108  Priority:  C Punding  Code:  a 

* 4f  4^  4f  31, 44^  4f  4^ 

16.  City  Hall,  Division  of  Surveys  and  Mapping,  Hoorn  61,  install 
ventilation  svz-stem 

423.73.106  Priority:  C Punding  Code:  a 

* * * *11.9-  - - 
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< > Priority  ? Funding  Code  ? Fiscal  Years  Below 

-X-  1979-80  * 1980-81  1981-82  1982-85  - 1985-84  1984-85 


5. 


5. 


6. 


7. 


9. 


10. 


11. 


12. 


15. 


14. 


Hall  of  Justice,  south  facade,  install  solar  film 
425.76.202  Priority:  C Funding  Code:  a 
-x-  * -x-  -X-  25.7'''' 

450  McAllister  St. , ventilation  system,  miscellaneous 
improvements  (former  425.70.102) 

425.77.105  Priority:  C Funding  Code:  a 

4(-  -X-  -X-  -){•  4,2'''' 

PUBLIC  HEALTH  - ABMIHISTRATIOH 

101  Grove  St.,  Microbiology  Lab.,  protection  of  equipment 
from  seismic  disturbance 

515.77.102  Priority:  B Funding  Code:  a 

4f  -;f  27.0^-- 

101  Grove  St,,  Rooms  202E  through  H,  convert  space  to  office 
area  and  provide  lighting 

515.78.102  Priority:  B Funding  Code:  a 

101  Grove  St.,  Room  414,  install  exhaust  hood  for  glassv/are 
v/asher  and  dryer 

515.78,101  Priority:  C Funding  Code:  a 

4f  4^  2,9^^  - - 

101  Grove  St.,  Room  204,  provide  built-in  bookshelves 

515.78.105  Priority:  C Fuinding  Code:  a 

4f  -X-  1 . 5'^‘ 


101  Grove  St.,  prepare  study  and  preliminary  plans  for 
auditorium  egress 

515.77.101  Priority:  C Funding  Code:  a 
4-  - 12.0^^  - 

101  Grove  St.,  various  areas,  partitioning 
515.77.105  Priority:  C Funding  Code:  a 

4'-  4(-  4f  9.2'^'' 

101  Grove  St.,  modernize  elevators 

515.77.104  Priority:  C Funding  Code:  a 

4f  4;-  4;-  4c-  198.0-^  210.1^- 

PUBLIC  HEALTH  - HEALTH  CENTERS 


4f 


Health  Center  Ho,  5,  prepare  plans  and  specifications  for 
additional  floor 

535.78.102  Priori tv:  B Funding  Code:  a 

* 88.0^^ 

Health  Center  Ho.  2,  Room  215,  provide  additional  fire  exit 

555.78.104  Priority:  B Funding  Code:  a 

4^  4f  16^0^-  - - - 

Health  Center  Ho,  2,  1501  Pierce,  modify  reception  and 
waiting  areas 

555.78.105  Priority:  B Funding  Code:  a 

* * 24.8^'-  - 


Health  Center  Ho.  2,  1501  Pierce  St.,  provide  v/indow  glass 
protection 

555.77.102  Priority:  C Funding  Code:  a 

4^  4f  5^94f  4f  4^  4^ 


Health  Center  Ho.  2,  Hursing  Office,  telephone  area,  provide 
sound  control  partitions  and  provide  cabinet  space 

555.78.105  Priority:  C Funding  Code:  a 

4(-  4(-  1 , 7-^* 


■ '■I  Ir^Mi 


hr 
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< > Priority  ? Pimding  Code  ? Fiscal  Years  Belov; 

1979-80  ---  1980-81  1981-82  1982-83  * 1983-84  ” 1984-85  •5=- 


2. 


3. 


5. 


6. 


7. 


8. 


9. 


10. 


11, 


12. 


13. 


Various  district  health,  centers,  install  burglar  alarm 
systems 

535.77.201  Priority!  C Funding  Code:  a 

-X-  -!f  '-jj-  31.4^-  -5'-  * 

District  Health  Center  No.  1,  3850-17th  St.,  remodel  clinic 
area 

535.77.302  Priority:  C Funding  Code:  a 
^ 


District  Health  Center  No,  2,  1301  Pierce,  acquire  land  for 
parking  area 

535.77.202  Priority:  C Fimding  Code:  a 

- 77.0-  - 


Bayviev;-Hunters  Point,  district  mental  health  facility,  nev; 
construction  (site  undetermined) 

535.77.301  Priority:  C Funding  Code:  a 

if  if  if  if  if  159.7^^  2397.0^^ 


PUBLIC  HFALTH  - EMERG-ENCY  PiEDICAL  SERVICE 

Central  Emergency,  miscellaneous  improvements 

551.79.101  Priority:  B Funding  Code:  a 

if  if  7,0^-  - - 


Central  Emergency,  office  alterations 
551.77.202  Priority:  C Funding  Code:  a 

if  * 17.4*  * * * * 

Central  Emergency,  conduct  study  for  modernization  and 
addition  or  relocation 

551.77.301  Priority:  C Funding  Code:  a 

if  if  i6^5if  * if  if  if 

Central  Emergency,  provide  for  emergency  dental  clinic 
551.77.201  Priority:  C Funding  Code:  a 

if  if  if  66,6*  * * * 

Central  Emergency,  provide  radio  dispatch  and  commimications 
center 

551.77.401  Priority:  C Fimding  Code:  a 

if  if  if  77,2*  * * * 

Park  Emergency,  relocate  and  construct  nev;  facility  (site 
undetermined) 

551.77.402  Priority:  C Funding  Code:  a 

if  .5.  1217.9*  * 

PUBLIC  HEALTH  - HASSLER  HOSPITAL 


Construct  bypass  sevA;er  line 

553.78,101  Priority:  B Funding  Code:  a 

if  if  13^8*  * * * * 

PUBLIC  HEALTH  - LAGUNA  HONDA  HOSPITAL 


Feasibility  study  for  rehabilitation  and  improvement  of 
hospital  buildings  (Phase  2)  (C90.O  appropriated  1977-78) 
555.77.113  Priority:  A Funding  Code:  a 
if  50,0*  36.0*  * * * 

Various  locations,  improvements  to  accommodate  phvsically 
handicapped  (requirement  of  U.  S.  Department  of  Health, 
Education  and  Uelfare) 

555.79.102  Priority:  A Funding  Code:  a 
if  167.5*  * * * * 
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< P.I.W,  > Priority  ? Pimding  Code  ? Piscal  Years  Belov/ 

1979-80  1980-81  ---  1981-82  * 1982-83  “ 1983-84  * 198^-85  * 


1. 


2. 


3. 


4. 


5. 

6. 


7. 


8. 


9. 


10, 


11. 


12. 


13. 


14. 


15. 


16. 


Laundry  Building,  install  automatic  fire  sprinkler  system 

555.77.102  Priority:  B Pimding  Code:  a 

rr  -X-  126.5*  * * 

Emergency  power  sv/stem,  overhaul  and  increase  pov/er  capacity 

555.77.103  Priority:  B Punding  Code:  a 

* * 649.0*  1285.0*  896.0*  905.0* 

Surgery,  install  tile  i^lls  and  floor 
555.77.201  Priority:  B Punding  Code:  a 

* * 18.2*  * * * 

Improvement  program  to  meet  Life  Safety  Code  and  licensing 
requirements 

555.77.206  Priority:  B Punding  Code:  n 

* * 15500.0*  • 

Clarendon  Hall,  parking  area  improvements 
555.78.  1 10  Priority:  B P'onding  Code:  a 

* * 239.8*  * * * 

Refrigerator  Room,  convert  to  freezer  facility  (former 
500.67. 150) 

555.79.101  Priority:  B Punding  Code:  a 

* * 73.0*  * * * 


Various  i/ards,  remodel  treatment  rooms  and  nurses’  stations 
555.77.202  Priority:  C Punding  Code:  a 

164.0*  * * * 

Various  locations,  modernize  lighting 

555.77.204  Priority:  C Punding  Code:  a 

* * 100.7*  * * 

Therapy  pool,  install  v/ater  filter 

555.77.205  Priority:  C Punding  Code:  a 

* 4f  23.7*  * 

Various  v/ard  hathrooms,  modernize  hathtuhs 
555.77.302  Priority:  C Pimding  Code:  a 

-)f  -X-  128.7*  * ” 


Buildings  L and  0,  fourth  floor  v/ards,  construct  partitions 
555.77.303  Priori tjr:  C Punding  Code:  a 

* * 78.4*  -5^  * 

Buildings  II  and  0,  enlarge  PAX  intercom  system 
555.77.306  Priority:  C Punding  Code:  a 

■5^  261.4*  * * * * 


Buildings  K-L  and  M-0,  seventh  floor,  convert  solarium  into 
office  space 

555.77.304  Priority:  C Punding  Code:  a 

* * 44.9-  ''  “ 


Various  v/ard  kitchens,  install  utility  closets 
555.77.402  Priority:  C Punding  Code:  a 
* * * 39.8*  * 


Various  v/ards,  install  nev/  ceiling  lighting  and  cubicle 
curtain  rods 

555.77.401  Priority:  C Punding  Code:  a 

* * * * 1962.6*  * 


Pront  lav/ns,  install  automatic  sprinkler  S3/-stem 
555.77.404  Priori tv:  C Punding  Code:  a 

* * * * 46.6* 


A 
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< > Priority  ? Pundinc  Code  ? Fiscal  Years  Belov; 

1979-80  1980-81  ^ 1981-82  1982-83  1983-84  * 1984-85  '' 


1.  Orderlies  locker  rooms,  study  to  alleviate  crov/ded 
conditions 

555.77.405  Priority:  C Funding  Code:  a 

k 

2.  Various  locations,  expand  telephone  service 

555.77.406  Priori tv:  C Funding  Code:  a 

^ 23.8-5^ 

3.  Laundry  Building  and  Pharmacy,  install  burglar  alarm  system 

555.77.407  Priority:  C Funding  Code:  a 
^ - 19.0^- 

4.  Pharmacy,  install  air  conditioning  system 

555.77.408  Priority:  C Funding  Code:  a 

-X-  -X-  -5f  -5^  48.4^'  ” 

5.  Various  locations,  remodel  for  physicians'  offices 

555.77.502  Priority:  C Funding  Code:  a 

68. 9^ 

6.  'Burma  Road,  ’ construct  concrete  v/alla-.'ay 

555.77.503  Priori tjx;  C Funding  Code:  a 

18.9^^ 

7.  Various  locations,  install  vra.sh  basins 

555.77.504  Priority:  C Funding  Code:  a 

* ^5-  * vf  381.4^ 

8.  Main  lobby,  modernize  existing  elevators;  provide  nev; 
elevators 

555.77.203  Priority'-:  C Funding  Code:  a 

9.  Laundry  building,  construct  nev;  facility 
555.77.301  Priority:  C Funding  Code:  a 


10.  Building  B,  remodel  v;ards 

555.77.501  Priority:  C Funding  Code:  a 


11.  Parking  area,  nev;  construction 

555.77.505  Priority:  C Funding  Code:  a 

* * -;f  -x- 

PUBLIC  HEALTH  - SAH  FRAHCISCO  CEHERAL  HOSPITAL 

12.  Medical  Center,  fire  sprinlcler  system,  install  shut-off 
alarm  annunciator  for  control  valve 

557.78,108  Priori tv'-:  A Funding  Code:  a 

7^0^^  ^ ^ - 

13.  Medical  Center,  Mission  Emergency,  install  v;ind  barriers  at 
entrance  and  northeast  exit  doors 

557.78.202  Priority;  B Funding  Code:  a 
29.0-5-  ^ 

14.  Various  locations,  construct  security  fencing  and  gates 
557.77,209  Priority:  A Funding  Code:  a 

-x-  -X-  44,5-x-  * -5;-  -X-  * 

15.  Medical  Center,  second  floor,  complete  shelled  area  for 
Clinical  Laboratory 

557.77.105  Priority:  B Funding  Code:  a 
-X-  271.7-”-  2823.7-- 


806.3-”- 

sc-  573.3* 

1390.  1-”- 

1570.8* 


^ L-  v 'T  -.: 
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< P.I.F.  > Priori  tv  ? Pmiding  Code  ? Fiscal  Years  Belo\/ 
-)c-  1979-80  1980-81  1981-82  1982-83  1983-84  * 198^-85  " 


U 


2. 


3. 


4, 


5. 


6. 


7. 


8. 


9. 

10. 


11. 

12. 


13. 


14. 


New  parking  facilities,  planning  and  feasibility  studies 
(Note:  Project  will  study  need,  feasibility  and  impact  of 
new  parking  facilities  at  Hospital,  and  v/ill  evaluate 
feasibility  of  providing  helicopter  landing  area) 

557.77.  107  Priority;  B Fimding  Code:  a 

* if  60.5^' 

Service  Building,  Boiler  Room,  install  acoustical  paneling 
for  noise  control 

557.77.108  Priority;  B Funding  Code;  a 

if  if  85.5^^  - " 


Service  Building,  Boiler  Room,  provide  additional  air 
compressor 

557.77.109  Priority;  B Funding  Code;  a 

if  if  30.8^-  - - - 


Various  parking  areas,  install  securit^y  lighting 
557.77.208  Priority;  B Funding  Code;  a 
^ 108,6---  •^'- 


Medical  Center,  back-u'p  v/ater  supply  system,  conduct 
feasibility  study  and  prepare  plans  and  specifications 

557,78.102  Priority;  B Funding  Code;  a 

if  if  66.0-'^ 

Building  30,  Ward  35,  Public  Health  Chemistry-Toxicology 
Lab.,  remodel  (Phase  2)  (-'47.0  appropriated  1978-79) 
557,78.  107  Priority;  B Fuinding  Code;  a 

if  if  110.0- 

Building  100,  basement  area,  install  ventilating  system 
557.78.105  Priority;  B Funding  Code;  a 

if  if  if  112.2^-  - 


Medical  Center,  various  locations,  complete  shelled  areas 
for  storage 

557,77,101  Priority;  C Funding  Code;  a 
^f  74.4-  - 


Various  buildings,  -provide  additional  office  space 

557.77.103  Priority:  C Funding  Code;  a 

if  if  if  163.4^ 

Medical  Center,  telephone  equipment  room,  partitioning  for 
storage  space 

557,77.201  Priority:  C Funding  Code;  a 

if  if  if  16^0^-  ^ - 

Medical  Center,  provide  additional  telephone  outlets 

557.77.203  Priority;  C Funding  Code;  a 

if  if  if  8.4"  " * 

Medical  Center,  provide  domestic  cold  v/ater,  hot  v/ater  and 
hot  vyater  return  valves 

557.77.204  Priority;  C Funding  Code;  a 

if  if  if  13.6-  - * 

Medical  Center,  conduct  feasibility  study  and  prepare  plans 
and  specifications  for  finishing  shelled-in  areas 

557.78.103  Priori tv:  C Funding  Code;  a 

if  if  if  220.0--  --  --  * 


Building  1,  Accounting  Department,  provide  new  office  space 
557,77,102  Priority;  C Funding  Code;  a 

if  if  if  if  25.5-  " 
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< P.I.W.  > Priori t3r  ? Punding  Code  ? Fiscal  Years  Belov/ 
-X-  1979-80  1980-81  ---  1981-82  1982-83  --  1983-84  1984-85  - 


1. 


2. 


3. 


5. 


6. 


7. 


8. 


9. 

10, 


11. 


12. 


13. 


14. 


15. 


Medical  Center,  administration  area,  complete  shelled  area 
adjacent  to  Chapel 

557.77.210  Priority:  C Punding  Code:  a 

22.0^-  - - 

Various  locations,  provide  additional  parking  areas 
557.77.301  Priority:  C Punding  Code:  a 
- ^ 85.5“  - 

Building  100,  conduct  feasibility  study  and  prepare  plans 
and  specifications  for  remodeling 
557.78.201  Priority:  C Punding  Code:  a 

■5^  55^0^^  - - 

Building  3,  install  tile  on  morgue  v/alls 

557.78.203  Priority:  C Punding  Code:  a 

* * - 11.0^-  - 

Building  100,  various  areas,  install  fluorescent  lighting 

557.78.204  Priority:  C Punding  Code:  a 

“ 16.5-  " 

Medical  Center,  ground  floor,  provide  staff  assembly  area 

557.77.304  Priority:  C PLuiding  Code:  a 

110.0-^  * 

Medical  Center,  Elevator  Bo.  3,  complete  installation 

557.77.305  Priority:  C Punding  Code:  a 

- - 225.8^^  - 

Medical  Center,  Elevator  Bo,  4,  complete  installation 

557.77.306  Priority:  C Punding  Code:  a 

“ - - - 225.8^^  - 

Medical  Center,  Elevator  Bo.  14,  complete  installation 

557.77.307  Priority:  C Punding  Code:  a 

^ 203.2-  - 

Medical  Center,  Area  C,  provide  ground  floor  storage  area 
557.77.401  Priority:  C Punding  Code:  a 
^ 52.3-  - 

Building  40,  Ward  41,  Solarium,  install  lighting 
557.77.403  Priority:  C Punding  Code:  a 

■5^  2.1^- 


Various  buildings,  install  lav/n  sprinkler  systems 
557.78.301  Priority:  C Punding  Code:  a 

^ 13.2^^  - 

Microbiology  Laboratory,  relocate 

557.77.502  Priority:  C Punding  Code:  a 

-jf  1309.7- 

Prepare  study  for  nev/  auditorium 

557.77.503  Priority:  C Punding  Code:  a 

- ^ 13.3- 

Medical  Center,  Rooms  2150  and  4520A,  B and  C,  provide 

assembly  and  conference  areas 

557.77.505  Priority:  C Pimding  Code:  a 

* -Jr  -Jf  * - 88.1- 


'.o'" 
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< P.I.N,  > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 

-X-  1979-80  1980-81  1981-82  - 1982-83  1983-84  - 1984-85 


1. 


2. 


3. 


4. 


5. 


6 « 


7. 


8. 

9. 


10, 

11. 

12, 

13, 


14. 


FIFE  APTS  MSEUl^lS 

M.  H,  deYoung,  protection  of  art  objects  from  seismic 
disturbances 

621.74.104  Priority:  B Funding  Code:  a 

^ 10,5^^  -5'  * ■=• 

Legion  of  Honor,  various  galleries,  ultraviolet  radiation 
protection 

621.74.106  Priority:  B Funding  Code:  a 

* 12,4* 

M,  H.  deYoLing,  Hearst  Court,  provide  foLir  fan  filter  racks 

621.73.107  Priority:  C Funding  Code:  a 

* 13,0^  * - 

Legion  of  Honor,  various  galleries,  relighting 

621.74.103  Priority:  C Funding  Code:  a 

* * 18.2-^  18.2^^  - * - 

Legion  of  Honor,  remodel  receptionist  area 

621.74.304  Priority:  C Funding  Code:  a 

* * 52. 8^=-  " 

M.  H,  de  Young  and  Asian  Art  Museums,  building  expansion 
program  (former  621.69.101)  (private  subscrintion) 

PROJECT  621.79.  101  SHOULD  BE  HELD  IN  ABEYANCE  PENDING 
--  EVALUATION  OF  PROJECT  PURSUA17T  TO  REC.  AND  OPEN  SPACE 
ELEMENT  OF  MASTER  PLAN  (CITY\7IDE  SYSTEM,  POLICY  1)  AND 
THE  COMPLETION  OF  PLAN  FOR  GOLDEN  GATE  PARE 
621.79.101  Priority:  H Funding  Code:  n 
* * 15000.0^^  * - - 
621.79.101  Priority:  H Funding  Code:  o 
* * 15000.0^-  * - 

M,  H.  deYoung,  connect  roof  and  basin  drains  to  sewer 

621.71.105  Priority:  C Funding  Code:  a 

* -5^  8.8--  - - 

M.  H.  deYoung,  tov/er,  provide  office  area 
621.72.202  Priority:  C Funding  Code:  a 

* 159.7-5^  - " 

M.  H.  deYoung,  Hearst  Court,  install  dimmer  light  control 
system 

621.73.104  Priority;  C Funding  Code:  a 

* * * 6^2^^  - - 

M,  H.  deYoung,  provide  emergency  pov/er  supply  system 
621.73.109  Priority:  C Fimding  Code:  a 

-X-  24.6*  * * * 

M.  H.  deYoung,  Hearst  Court,  install  bronze  rails 
621,73,  110  Priori tvr;  C Funding  Code:  a 

* * * 10.3*  * * * 

M.  H.  deYoung,  construct  information  center 
621.73.112  Priority:  C Funding  Code:  a 

* * * 27.  1*  * * * 

M,  H,  deYoung,  tov/er,  provide  seismic  modifications 
621,74.201  Priority:  C Funding  Code:  a 

* * * 306.  1* 

M.  H.  deYoung,  Hearst  Court,  provide  v/all  display  cases 

621.74.305  Priority:  C Funding  Code:  a 

* * 6.4*  * * * 


■ Jlfct  ' 
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< > Priority  ? Finding  Code  ? Fiscal  Years  Belov/ 

•?f  1979-80  * 1980-81  1981-82  1982-83  1983-84  •>'  1984-85 


1. 


2. 


3. 


4. 


5. 


6. 


7. 


8. 


9. 


10. 


11. 


12. 


13. 


14. 


15. 


Legion  of  Honor,  Court  of  Honor,  prepare  study  and  plans  for 
underground  exhibit  and  storage  area 
621.74.402  Priority:  C Funding  Code:  a 

* -5?-  40.3^^  " 

Legion  of  Honor,  widen  perimeter  road  and  provide  new 
parking  area 

621.74.401  Priori t3^:  C Funding  Code:  a 

* 106.6-5- 

ASIM  ART  I-IUSEm 

Emergency  air  conditioned  storeroom,  nev/  construction 
622.71.106  Priority:  B Funding  Code:  a 
^ ^ 115.9'^  ■ 


Roof  area,  install  security  lighting 
622.74.601  Priority:  B Funding  Code:  a 
^5-  4.8-  -5^ 

Screen  display  platforms,  install  footlighting 
622.71.103  Prioritjr:  C Funding  Code:  a 

■5f  -5^  24.8-  - 


Development  program,  studies  and  plans 
622.74.  102  Priori tvr:  C Funding  Code:  a 
* - - 16^0- 

Main  pov/er  supply,  install  ampmeter 

622.74.602  Priority:  C Funding  Code:  a 

1,5^ 

Main  pov/er  supplvr,  install  voltmeter 

622.74.603  Priority:  C Funding  Code:  a 

* '5-  1^5^^ 


Kitchen  area,  modify  for  installation  of  displavr  cases 
622,71.102  Prioritj^:  C Funding  Code:  a 
- * 18.5- 


Jade  room,  construct  catwalk 

622.73.103  Priority:  C Funding  Code:  a 

■5f  18.8-5^ 

Mirror  room  gallery,  construct  catv/alk 

622.73.104  Priority:  C Funding  Code:  a 

^ 

Passenger- freight  elevator,  convert  to  passenger  use 
622.73.102  Priority:  C Funding  Code:  a 

* 117.3'^ 

Freight  elevator,  nev^  construction 

622.74.101  Priority:  C Funding  Code:  a 

- 389.4^ 

LIBRARY 

Main  library.  Periodical  Dept. , install  heating  and 
ventilating  system 

631.68.101  Priority:  B Funding  Code:  a 

^ 26.7-  - - 

Main  Library,  2nd  floor  and  rotunda  areas,  install  solid 
panels  in  slqrlight  areas;  provide  lighting 

631.78.101  Priority:  B Funding  Code:  a 

117.2-  ^ 


. .U: 


'1 
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< > Priority  ? Pending  Code  ? Piscal  Years  Belov; 

1979-80  ---  1980-81  1981-82  1982-83  ■--  1983-84  * 1984-85  ■’' 


1. 


2. 


3. 


4. 


5. 


6. 


1. 


9. 

10. 


11. 


12. 


13. 


14. 


Main  library,  modernize  passenger  elevator 
631.75.106  Priority:  C Punding  Code:  a 

137.5-  " '' 

Main  library,  various  areas,  improve  lighting 

631.77.108  Priority:  C Punding  Code:  a 

* -X-  15.8-'^  -5'-  * 

Main  library,  various  areas,  provide  ventilating  systems 

631.77.109  Priority:  C Punding  Code:  a 

2.2-^-  ^ * 

Main  library,  improve  staff  toilet  room 

631.77.110  Priority:  C Punding  Code:  a 

* 2.5''  - - - 

45  Hyde  St.,  library-  annex,  Room  310,  improve  ventilation 

631.77.111  Priori tv:  C Punding  Code:  a 

* 


Various  branch  libraries,  improve  book  check-out  facilities 
631.75.110  Priority:  C Punding  Code:  a 

^ 51.7^^  - - - 

Main  librarjr,  provide  electrical  outlets 
631.77.105  Priority:  C Punding  Code:  a 

* -jf  -5^  5^0- 

Main  librar3r,  la\m  sprinklers,  install  automatic  system 
631.77.112  Priori t^r:  C Punding  Code:  a 

* 2.5^^  - - 

Main  Library,  install  public  address  system 

631.78.103  Priori t3^:  C Punding  Code:  a 

26.1-  -5^ 

Main  Library,  Rare  Books  and  San  Prancisco  History  Room, 
install  gas  operated  fire  extinguisher  system 

631.78.104  Priori tjT-:  C Punding  Code:  a 

90.5-  - - 

Main  library,  nev;  construction  (site  undetermined) 

-5'-  PROJECT  631.67.201  SHOULD  BE  COORDINATED  V/ITH  THE  LIBRARY 
--  PACILITIES  SECTION  OP  THE  MASTER  PLAN 
631.67.201  Priority:  C Punding  Code:  n 

-X-  -X-  -x-  -X-  65500.0--  * 

Main  library,  Branch  Department,  relocate 

631.75.102  Priority:  C Punding  Code:  a 

-X-  -X-  31.5'=-  --  ^=- 

Main  library,  Periodicals  Technical  Operations  and  EDP 
Section,  relocate 

631.75.103  Priority:  C Punding  Code:  a 

^ 68.2*  * * 

Main  library.  Stockroom  and  Discard  Room,  relocate 

631.75.104  Prioritv:  C Punding  Code:  a 

" - * * 24.4"  * * 


.;;.r  ‘'U-:.:  .r 
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< P.I.l'I.  > Priority  ? Prmding  Code  ? Fiscal  Years  Belov/ 

* 1979-80  - 1980-81  * 1981-82  --  1982-83  1983-84  * 1984-85 


1. 


2, 


3. 


4. 


5. 


6. 


7. 


8. 


10. 


11. 


12. 


13. 


14. 


RECREATION  AND  PARIC  - MRINA  SMLL  CRAFT  HARBOR 


Various  areas,  rehabilitation  and  improvements 

648.71.101  Priority:  B Funding  Code:  a 

* - 100.0“-  100.0-  100.0^'-  100.0-:«-  100. 0- 

RECREATION  AND  PARIC  - ZOOLOGICAL  GARDENS 

Incinerator,  construct  enclosure 

652.78.201  Priority:  B Funding  Code:  r 

* 25.0*  * * * * 

Zoo  improvement  program 

652.74.201  Prioritv:  C Funding  Code:  n 

* * * 10000.0*  * * * 

02?angutan  exhibit,  nev/  construction 

652.78.101  Priori tv:  C Funding  Code:  r 

* * 975.0*  * * * 

RECREATION  AND  PARIC  - CANDLESTICK  PARK 

Various  areas,  miscellaneous  improvements 

653.74.101  Priority:  A Funding  Code:  r 

* * 50.0*  50.0*  50.0*  50.0*  50.0* 

PROCREATION  AlTD  PARI^  - OPEN  SPACE  ACQUISITION  DIVISION 


Various  locations,  land  acquisition 

654.77.103  Priority:  A Funding  Code:  o 

* 299.2*  * * * * * 

RECREATION  AMD  PARIC  - GENERAL  DIVISION 

Various  locations,  provide  handicapped  access 

656.79.101  Priority:  A Funding  Code:  a 

* 35.0*  35.0*  35.0*  35.0*  * * 

Various  locations,  install  fencing 

656.69.101  Priority:  A Funding  Code:  a 

* * 15.0*  15.0*  * * * 

Various  locations,  provide  athletic  field  floodlighting 
656.69.105  Priority:  B Fimding  Code:  a 

* * 150.0*  150.0*  150.0*  150.0*  150.0* 

Golden  Gate  Park,  maintenance  yard,  construct  nev/  equipment 
shelter 

656.68.107  Priority/-:  C Funding  Code:  a 
* * 132.0* 

Stanford  Heights  Reservoir,  provide  playcourts 
656.68.301  Priority:  C Funding  Code:  a 
* * 130,0*  * 160.0*  * * 

Golden  Gate  Park,  Strybing  Arboretum,  John  Muir  Nature  Trail 
development 

656.74.201  Priori -fcy:  C Funding  Code:  a 
44.0* 

Golden  Gate  Park,  Conseivatory,  construct  grov/ing  house 

656.68.104  Priority:  C Funding  Code:  a 

“ - - 445.5-  - - - 

Palace  of  Fine  Arts,  install  lighting  and  landscaping 
656.68,110  Priority:  C Funding  Code:  a 

-X-  -x-  706.2*  * * 


B-28 


< P,I,K,  > Priority  ? Punding  Code  ? Fiscal  Years  Belov; 
-X-  197S-80  --  1980-81  1981-82  1982-83  1983-84  1984-85  "■ 


1. 


2, 


9. 


5. 

6. 


1. 


8. 


9. 


10. 


1 1. 


12. 


13. 


14. 


Josephine  Randall  Iluseiun,  develop  environmental  center 
656,74.202  Priority:  C Funding  Code:  a 
^ 399. 7^' 

McKinley  Square,  improvements 


656.67.120  Priority:  C 

Funding  Code:  a 

113.2^^  - 

Bernal  Hill,  develop  park 

656.67.506  Priority:  <3 

Funding  Code:  a 

ICi 

CO 

John  McLaren  Park,  construct  domestic  vyater 

supply  system 

656,71.401  Priority:  C 

Funding  Code:  a 

244.5-  - 

MAR  IIEMORIAL 


Veterans'  Building,  first  floor,  enlarge  v/omen's  restroom 
691.73.104  Priority:  B Funding  Code;  a 

-Jr  40.7-  - 

Opera  House-Veterans’  Building,  modernization  and 
rehabilitation 

691.67.101  Priority:  C Fun.ding  Code:  n 

•5^  -5^  23500.0^- 

MUNICIPAL  RAILMAY 

Kirkland  Yard,  construct  seat  cushion  storage  shed 
(former  736.77. 104) 

737.79.203  Priority:  B Funding  Code:  a 

5.5^^ 

Geneva  Carhouse,  enlarge  domains  adjacent  to  pit  area 
(former  736.77.114) 

737.79.204  Priority:  B Funding  Code:  a 

“ - 27.5-  - - - 


Cable  Car  System,  install  frayed  cable  detector  deflection 
devices  (former  736.77.106) 

737.79.205  Priority:  B Funding  Code:  a 
^ 4.0^- 


Potrero  Division,  modify  pits  to  accommodate  converter 
installation 

737.79.207  Priority:  B Funding  Code:  a 

s,V'^  - - 


Kirkland  Division,  install  fuel  overspill  tanlcs  (former 
736.78.101) 

737.79.209  Priority:  B Funding  Code:  a 

-X-  7,0-'^  ■5'-  ---  * 

Presidio  Division,  shop  area,  provide  door  for  steam 
cleaning  room  (former  736.77.107) 

737.79.201  Priority:  C Funding  Code:  a 

6.7^^ 


Presidio  Building,  remodel  payroll,  personnel,  and  lost  and 
found  office  areas  (former  737.74.108,  736.77.201  and 
736.75.204) 

737.79.202  Priority:  C Funding  Code:  a 

- 71.5^  - - 


Presidio  Yard,  bus  v;asher,  extend  v;ater  spray  barrier 
(former  736,78.103) 

737.79.206  Priority:  C Punding  Code:  a 

-X-  -X-  R n-x-  -X-  -5$-  -x- 


•'*  . s'v;. 
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< > Priority  ? Pimding  Code  ? Fiscal  Years  Belov/ 

* 1979-80  - 1980-81  1981-82  - 1982-83  1983-84  1984-85  * 


1.  G-eneva  Division,  upper  storage  level,  install  fences  and 
gates 

737. 79# 208  Priority:  C Funding  Code:  a 

^5-  12.0*  * * * * 

2.  ¥ashington-Mason  Cable  Car  House,  construct  sump  pit  for 
removal  of  oil  and  grease 

737.68.102  Priority:  C Funding  Code:  a 

* * * 14.4*  * 

3.  Various  locations,  landscaping  around  buildings  and 
structures 

737.68.110  Priority:  C Funding  Code:  a 

* -5^  12.5^  '' 

4.  Wasliington-Iiason  Cable  Car  House,  install  cable  tension 
measuring  instrumentation 

737.71.106  Priority:  C Funding  Code:  a 

* -X-  19,0*  * * * 

5.  Cable  car  facilities,  construct  cable  trench,  cleaning 
machinery 

737.72.302  Priority:  C Funding  Code:  a 
^ * * 31.9^^  * - - 

6.  Uashington-Mason  Cable  Car  House,  construct  maintenance  pit 

737.75.103  Priority:  C Funding  Code: --.-a 

* * * 14.3*  * * 

7.  Various  locations,  install  energjr  conservation  devices 

737.79.210  Priority:  C Funding  Code:  a 

-X-  95.0*  * * * 

8.  Potrero,  Presidio  and  Kirkland  Divisions,  install  v/ater 
reclamation  facilities 

737.79.211  Priority:  C Funding  Code:  a 

* * * 560.0*  * * * 

9.  Washington- Mas on  Cable  Car  House,  install  fire  escape  from 
offices 

* DESICH  PREPARA.TI0N  FOR  PROJECT  737.71.105  SHOULD  BE 

* COORDINATED  l.^TH  LANDMARICS  PRESERVATION  ADVISORY  BOARD 

* AND  ART  COIMISSION 

737.71.105  Priority:  C Funding  Code:  a 
“ ^ - * 9.9^^  - 

10.  Uashington-Mason  Cable  Car  House,  construct  second  story 
addition  v/ithin  structure 

737.74.110  Priority:  C Funding  Code:  a 

* * * * 96.8*  * * 

11.  Washington- Mas on  Cable  Car  House,  install  nev/  shop  turntable 
737.76,101  Priority:  C Funding  Code:  a 

* * * 66.0*  * * 
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< P.I.N,  > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 

-)f  1979-80  --  1980-81  * 1981-82  1982-83  1983-84  198^-85 


PUBLIC  UORICS  - TMFFICUAYS 

1.  Various  intersections,  install  traffic  control  devices 
(TPG-b) 

671.75.106  Priority:  A Funding  Code:  g 

30,0---  30.0^'-  30.0---  30. 0--  30. 0^=-  30.0^ 

2.  Various  safety  problem  locations,  provide  traffic  signals 
and  channelization  (TPG-b,i)  (Federal  Aid  Urban) 

671.75.107  Priority:  A Fimding  Code:  g 

-x-  15.0^'-  15.0---  ---  -- 

671.75.107  Priority:  A Funding  Code:  o 

^ 35.0-5^  35.0^^  - 

3.  Transit  Preferential  Streets  Program,  provide  signs,  lane 
markings,  overhead  lane  signals  or  raised  rights- of- v/ay  for 
transit  vehicles  (TPG-d,i)  (FAU) 

671.75.108  Priority;  A Funding  Code:  g 

---  60.0---  60.0---  60.0---  60.0--'  60.0---  60.0^- 

671.75.108  Priority:  A Funding  Code:  o 

-“-  140.0---  140.0---  140.0---  140,0---  140.0---  140.0->^ 

4.  Various  locations,  provide  ramps  for  the  handicapped 
(TPG-h,i,j)  (FAU) 

671.75.109  Priority:  A Funding  Code:  g 

100.0*  * * * * * 

671.75.109  Priority;  A Funding  Code:  o 

* 75.0*  * * * * * 

5.  Various  locations,  install  traffic  signals  and 
channelizations  (TPG-b,i)  (FAU) 

671.75.110  Priority:  A Funding  Code:  g 

* 47.0*  47.7-''-  47.7*  47.7*  47.7*  47.7* 

671.75.110  Priority;  A Funding  Code:  o 

* 111.3*  111.3*  111.3*  111.3*  111.3*  111.3* 

6.  Various  locations.  Federal  Highv/ay  Administration  grant 
projects  for  traffic  safety  and  improvement  (TPG~b,i)  (FW.IA) 

671.75.111  Priority:  A Funding  Code:  g 

* 60.0*  60.0*  60.0*  * * * 

671.75.111  Priority:  A Funding  Code:  o 

* 240.0*  240.0*  240.0*  * * * 

7.  Various  locations,  modify  traffic  and  pedestrian  signals 
(TPG-.b,i)  (FAU) 

671.75.124  Priority:  A Funding  Code:  g 

* 47.5*  15.0*  15.0*  15.0*  15.0*  * 

671.75.  124  Prioritjr;  A Funding  Code:  o 

* 110.9*  35.0*  35.0*  35.0*  35.0*  * 

8.  Various  locations,  construct  undergro^md  v/ired  street 
lighting  facilities  in  street  areas  outside  underground 
districts 

671.75.130  Priority:  A Funding  Code:  g 

* 30.0*  30.0*  30.0*  30,0*  30.0*  30.0* 

9.  Various  bridge  structures,  modifications  for  earthqualce 
safety  (TPG:b)  (FAU) 

671.75.201  Priority;  A Funding  Code:  g 

* 100.0*  * * * * * 

671.75.201  Priority:  A Funding  Code:  o 

* 300.0*  * * * * * 

10,  Alice  St.,  Folsom  to  Shipley,  v/idening  (YBC) 

671.75.202  Priority:  A Funding  Code:  g 

- 87.7*  * * - - - 


B-31 


< P.I.N,  > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 

--  1979-80  1980-81  --  1981-82  1982-83  1983-84  1984-85 


1*  Clara  St.,  4th  to  Fateh,  sidev/alk  narrovang  (YBC) 

671.75.203  Priority:  A Funding  Code:  g 

* 144.0'--  ---  '«■  * 

2.  Shipley  St.,  4th  to  Fitch,  sidewalk  narrov/ing  (YBC) 

671.75.204  Priority:  A Funding  Code:  g 

142.0^  .5-  - 

3.  Various  locations,  install  streetlighting  in  underground 
districts  (TPG— h) 

PROJECT  671.75.207  SHOULD  BE  COORDINATED  V/ITH  DEPARTr-MT 
OF  CITY  PLANNING  RELATIVE  TO  DESIGN  OF  NEIJ  LIGHTING 
FIXTURES  UNDER  POLICY  GUIDELINES  OF  URBAN  DESIGN  ELEMENT 
OF  MS  TER  PLAN 

671.75.207  Priori tjT-:  A Funding  Code:  g 

258.8-"-  300.0'--  300.0-"-  300.0-"'  300.0-"-  300.0-"- 

4.  Upper  Market  Street,  sidev/alk  v/idening  and  heautification 
(TPG:h,s)  (FAU) 

671.79.101  Priority:  A Funding  Code:  e 
^ 281.3^^  * - 

671.79.101  Priority:  A Funding  Code:  o 

- 1374.6-  ^ 

5.  Various  streets,  traffic  signal  interconnections 
(TPG:b)  (FHUA) 

671.79.102  Priority:  A Funding  Code:  g 

-"-  141.0-"-  -"-  ---  * -"- 

671.79.102  Priority:  A Funding  Code:  o 

427.0-  * 

6.  Potrero  Ave. . Division  to  Army,  safety  improvements 
(TPG;h)  (FAU) 

671.79.103  Priority:  A Funding  Code:  e 

35.0^-  - 117.5'^ 

671.79.103  Priority’-:  A Funding  Code:  o 

0.0-  0.0-  274.1-  - - 

7.  Third  St,,  4th  St,  to  Jamestovm,  safety  improvements 
(TPG:b)  (FAU) 

671.79.104  Priori t3^:  A Funding  Code:  e 

-"-  40.0-"-  --  60.0'--  90.0-"-  90.0-"-  -"- 

671.79.104  Priority:  A Funding  Code:  o 

-"-  0.0-"-  0.0---  140.0-”-  210.0-"-  210.0---  -"- 

8.  Portola  Drive,  Burnett  to  Lagima  Honda,  safety  improvements 
(FAU) 

671.78.201  Priori -fcy:  B Funding  Code:  g 

-”-  35.0^-  ---  40.0-”-  -"-  -"- 

671.78.201  Priority:  B Funding  Code:  o 

0.0^^  0.0^^  94.0-  ^ - 

9.  Precita  Ave. , Mission  to  Coso,  sidevmlk  narrov/ing  (TPG-h,t) 
(R70.59) 

671.75.  135  Priori -ty:  A Funding  Code:  g 

143.6-5-  -jf 

10,  Grand  Viev/  Ave. , 24th  to  Clipper,  sidev/alk  narrov/ing 
(TPG-1)  (R67.60) 

671.75.139  Priority:  A Funding  Code:  g 

-5^  218.3- 

11.  Milton  St.,  San  Jose  to  Bosv/orth,  sidev/alk  narrov/ing  (TPG-t) 
(R69.38) 

671.75.140  Priority:  A P-unding  Code:  g 

^ 128.0- 
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< P.I.N.  > Priority  ? Pimding  Code  ? Fiscal  Years  Belov/ 
1979-80  1980-81  1981-82  1982-83  --  1983-84  1984-85 


1.  19th  Ave, , Rossmoor  to  Jmiipero  Serra,  improvement  study 
(TPG-b,d) 

671.75# 141  Priority:  A Funding  Code:  e 

■jf  20.0-^^  - -5- 

2.  Various  traffic  signal  systems,  Energy  Conservation  Program, 
provide  for  flashing  operation  (TPG-h,r) 

671.76.102  Priority:  A Funding  Code:  g 

-i3^74f 

3.  Neighborhood  Traffic  Control  and  Beautification  Program 
(TPG-b,f,h)  (Note:  Work  v/ould  include,  for  example,  the 
installation  of  stop  signs,  traffic  channelization  or 
streetside  landscaping) 

671.77.102  Priority:  A Funding  Code:  g 

- 55. 0--  55. 0--  55.0-"-  55.0-"-  55. 0^=- 

4.  Monterey  Blvd. , Circular  to  Santa  Clara,  safety  improvements 
(study)  (TPG:b) 

671.79.  106  Priori -ty:  A Funding  Code:  e 

■5^  * 8.0-^^  - 

5.  2323  Aimy  St.,  provide  litter  receptacle  cleaning  facilities 
(Street  Cleaning) 

671.79.107  Priority:  A Funding  Code:  g 

- 53.8^^  - - 

6.  Various  dov/ntov/n  alleys,  sidev/alk  narrov/ing  to  provide 
on-street  loading  and  parking  (TPG— g) 

PROJECT  671.75.205  SHOULD  BE  EVALUATED  HNDER  PROPOSED 
CIRCULATION  STUDY  BY  DEPARTIiENT  OF  CITY  PLANNING  FOR 
-"-  FOR  DOWNTOWN  AREA 

671.75.205  Priori -ty:  B Funding  Code:  g 

■5S-  -55-  185.0-  165.0^-  ^ - 

7.  Various  ma;jor  streets,  provide  raised  reflective  pavement 
markers  ( TPG-b , i ) ( FAU ) 

671.76.104  Priority;  B Funding  Code:  g 

-"-  -"-  60.0-"-  60.0^:-  60.0-5'-  -x- 

671.76.104  Priority:  B Fimding  Code:  o 

-5^-  140.0-5'-  140.0-5:-  140.0-5:-  -5:-  -5^ 

8.  Glen  Park  BART  Station  to  Golden  Gate  Park,  provide  bicycle 
lanes  (FAU) 

671.77.201  Priority:  B Funding  Code:  g 
^ 21.5-  '' 

671.77.201  Priori t3^:  B Funding  Code:  0 

- 56.2-5^  - -5^  - - 

9.  Bayshore  Blvd.,  Army  to  Silver,  improvements  (FAU)  (TPG-b, e) 

671.78.103  Priority:  B Funding  Code:  e 

81.6-5^  ■5:-  - - 

671.78.103  Priority:  B Funding  Code:  0 
190.4^:-  ■5:-  -5:- 

10.  Municipal  Asphalt  Plant,  construct  oil  spill  prevention 
control  system 

671.79.201  Priority/:  B Funding  Code:  g 

* 20.0^^  -5^  - * -5^ 

11.  The  Embarcadero,  Broadv/ay  to  Washington,  improvement  study 

671.75.401  Priority:  C Funding  Code:  e 

■5V  -5^  * ^ 20.0*  * ■5:- 

12.  Key  Ave. , extend  roadv/ay  to  Bay  Viev/  Park,  improvement  study 

671.75.402  Priority:  C Funding  Code:  g 

30.0-5-  4V 
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< P.I.N*  > Priority  ? Pimding  Code  ? Fiscal  Years  Belov/ 
1979-80  1980-81  * 1981-82  - 1982-83  1983-84  1984-85 


1. 


2. 


3. 

4* 

5. 


6. 


7. 


9. 


10. 


11. 


12. 


13. 


14. 


15. 


AIRPORTS  COTMISSION 


Landing  field  area,  improvements 

727.69.101  Priority:  A Fimding  Code:  r 

- 6410.0*  3000.0*  2800.0*  2800.0*  1000.0*  1000.0* 

Drainage  facilities,  improvements 

727.69.102  Priority:  A Funding  Code:  r 

* 630.0*  30.0*  30.0*  30.0*  30.0*  30.0* 


Utility  systems,  improvements 
727.70.102  Priority:  A Funding  Code:  r 

* 953.4*  400.0*  2300,0*  2500.0*  50.0*  50.0* 


Landing  field  facilities,  improvements 
727.70.103  Priority:  A Funding  Code:  r 

* 315.0*  40.0*  40.0*  250.0*  40.0*  40.0* 


Passenger  terminal  and  administration  facilities, 
improvements 

727.71.101  Priority:  A Funding  Code:  r 

* 1452.3*  50.0*  850.0*  130.0*  50.0* 

Roads  and  parking  facilities,  improvements 
727.69.104  Priority:  A Fimding  Code:  r 

* * 50.0*  3600.0*  50.0*  50.0* 

V/ATER  DEPARTIIEMT 

Various  locations,  v/ater  main  extensions 

747.68.101  Priority:  A Funding  Code:  r 

* 360.0*  385.0*  385.0*  415.0*  415.0* 


50.0* 


50.0* 


445.0* 


Various  locations,  install  v/ater  services  and  meters 

747.68.102  Priority:  A Fimding  Code:  r 

* 284.0*  370.0*  370.0*  400.0*  400.0*  455.0* 

Various  locations,  install  gate  valves 

747.68.103  Priority:  A Fimding  Code:  r 

* 65.0*  65.0*  65.0*  70.0*  70.0*  70.0* 


Various  locations,  provide  cathodic  protection  for  pipelines 
and  equipment 

747.68.104  Priority:  A Funding  Code:  r 

* 50.0*  50.0*  50.0*  57.0*  57.0*  57.0* 


Various  locations,  survey  property  lines  and  set  monuments 

747.68.105  Priority:  A Fimding  Code:  r 

* 65.0*  65.0*  65.0*  70.0*  70.0*  80.0* 

Varioiis  locations,  construct  feeder  mains 

747.68.106  Priority:  A Fimding  Code:  r 

* 800.0*  900.0*  920.0*  945.0*  945.0*  970.0* 

Various  locations,  erosion  control  on  v/atershed  lands 

747.68.107  Priori tj/-:  A Funding  Code:  r 

* 26.0*  26.0*  27.0*  29.0*  32.0*  32.0* 

Various  locations,  install  drain  and  air  valves 

747.68.108  Priority/:  A Fimding  Code:  r 

* 31.0*  31.0*  31.0*  35.0*  35.0*  35.0* 

Various  locations,  construct  fences 

747.68.109  Priority:  A Fimding  Code:  r 

40.0*  40.0*  45.0*  45.0*  50.0*  50.0* 
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B-34 


< P.I.F,  > Priori t3/‘  ? Fimding  Code  ? Fiscal  Years  Belov/ 

-X-  1979-80  - 1980-81  1981-82  1982-83  “ 1983-84  198^-85 


1.  Alameda  Division,  Turner  Dam  and  San  Antonio  Ranch  Roads, 
pave  gravel  roads 

747.75.105  Priority:  A Fimding  Code:  r 

130*0^^  ■5'- 

2.  Various  Peninsula  reservoirs,  construct  loading  docks 

747.78.201  Priority:  A Fimding  Code:  r 

80.0-^- 

3.  425  Mason  St.,  modifications  to  meet  fire  and  safety  codes 
(required  by  State  of  California) 

747.79.101  Priority:  A Funding  Code:  r 

40.0-”- 

4.  Various  locations,  motorize  large  valves 
747.68,110  Priority:  A Fimding  Code:  r 

50.0-”-  50.0-”-  50. 0--  50.0-"-  50.0-”- 

5.  Rock  River  Lime  Plant,  caretakers  cottage,  additions 

747.79.102  Priority:  A Funding  Code:  r 

-jf  30.0*  * * * * 

6.  Crystal  Springs  Balancing  Reservoir,  construct 
chlorination  station 

747.79.201  Priority:  B Fimding  Code:  r 

* * 200.0*  * * * * 

7.  San  ibitonio  Reservoir,  construct  chlorination  plant 

747.72.201  Priority:  C Funding  Code:  r 

320.0*  * * * 

8.  Various  City  reservoirs,  modif^^  piping 
747.74.203  Priority:  C Fimding  Code:  r 

* * * 535.0*  * * * 

9.  San  Antonio  Pumping  Station  to  Sunol  Treatment  Plant, 
construct  new  T)ipeline 

747.72.501  Priority:  C Funding  Code:  r 

* -5!-  -Jf  3210.0*  * * 

HETCH  HETCHY  MATER  AiTD  POMER 

10.  Kirla/ood-Moccasin  generating  systems,  enlarge  pov/er  capacity 
(study) 

757.76.  105  Priority?-:  A Funding  Code:  r 

* 330.0*  * * * * * 

11.  Various  pipelines  and  tunnels,  install  remote  control  flov/ 
and  pressure  reading  equipment 

757.77.  103  Priority?-:  A Fimding  Code:  r 

55.0*  * * * * * 

12.  0 'Shaughnessy  Dam,  construct  access  ramp  to  base  of  dam 

757.77.  106  Priori -ty:  A Funding  Code:  r 

16,0*  * * * * * 

13.  Various  locations,  install  security  equipment 

757.77.202  Priority:  A Funding  Code:  r 

* 110.0*  ^ ^ - ,, 

14.  Trolley  Coach  Overhead  Program,  turn  back  loops, 
interconnections  and  rerouting  (Urban  Mass  Transportation 
Act) 

757.78.102  Priori tv:  A Funding  Code:  r 

- 331.0*  91.0*  * * * * 

757.78.102  Priority:  A Fimding  Code:  o 

* 1323.0*  363.0*  * * * * 
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< P.I.N.  > Priority  ? Pmding  Code  ? Piscal  Years  Belov; 
--  1979-80  1980-81  1981-82  1982-83  ■--  1983-84  1984-85 


1.  Tesla  Portal,  install  clilorine  scales 
757.78.202  Priority:  A Pending  Code:  r 

- 15.0-5^  * 

2.  Tesla  Portal  Clilorine  Station  Piunp  Building,  constiract 
new  instrument  room 

757.79.101  Priority:  A Funding  Code:  r 

20.0-  - 

3.  Moccasin  Pov/erliouse  Control  Room,  install  automatic  fire 
protection  system 

757.79.  102  Priori t3^:  A Funding  Code:  r 

- 

4.  Old  Moccasin  Pov/erhouse  Crane,  fabricate  and  install  steel 
platforms,  ladders  and  guard  rails 

757.79.103  Priority:  A Funding  Code:  r 
* 8.0-  - - - - 

5.  Marnerville  Complex,  construct  cottage,  maintenance  building 
and  other  operating  facilities 

757.76.201  Priority:  A Funding  Code:  r 

^ 400.0^- 

6.  Moccasin  Shops,  additions  to  auto  shops 

757.78.201  Priority:  A Funding  Code:  r 

- 106.0-  ^ 

7.  Jackass  Creek,  construct  cascade  dams  to  provide  alternate 
route  for  conveying  v/ater  from  Priest  Reservoir  to  Moccasin 
Reservoir 

757.77.  105  Priority?-:  B Funding  Code:  r 

* - 500.0-  - - - 

8.  Troll3?'  Coach  Overhead  Program,  line  extensions, 
interconnections  and  nev;  routes  (Urban  Mass  Transportation 
Act) 

757.78.204  Priority:  B Funding  Code:  r 
- 342.0-"-  726. 0--  926.0---  1020.0-”-  865.0-”- 

757.78.204  Priority:  B Funding  Code:  o 

“ 1370.0-”-  2904.0-”-  3848.0-  4078. 0--  3458.0^5- 

9.  Warnerville  Substation,  construct  shed  for  oil  filtering 
equipment 

757.79.201  Priority:  B Funding  Code:  r 

5.0^^  - - 

10.  Wards  Ferry  and  Clave3;  Pov;er  Complexes,  construct  nev;  pov;er 
generating  facilities  (former  757.67.502  and  757.69.104) 

757.77.301  Priori t3^:  C Funding  Code:  n 

* - - 280000.0-5^  -5-  - - 

11.  Moccasin  Truck  Wash,  install  pumps,  piping  and  instruments 
for  solar  heating  units  (former  756.77.107) 

757.79.301  Priority:  C P-unding  Code:  r 

- -5!- 

12.  San  Joaquin  Pipeline  No.  4,  constiruct  nev;  pipeline 
757.72.601  Priori t3r:  C Funding  Code:  n 

-j;-  -X-  -x-  97500.0-5'-  -5:-  -- 
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< P.I.IT.  > Priority  ? Puriding  Code  ? Fiscal  Years  Belov; 
-jf  1979-80  1980-81  - 1981-82  1982-83  1983-84  * 1984-85  -• 


PORT  COmSSION 

1.  Pier  70,  improvements 

775.79.101  Priority:  A Fvmding  Code:  r 
* 85.0^- 

2.  Various  piers,  alterations  or  improvements  as  required  by 
tenants 

775.70,114  Priority:  A Fimding  Code:  r 

* 75.0-  75.0-:^  75.0-  75. 0-^'-  75.0* 

3.  Various  piers,  construct  collecting  sev/ers  and  provide 
connection  to  City's  sanitary  sewer  system 
775.70.307  Priority:  A Funding  Code:  r 

-X-  100,0*  * * * * 

4.  Various  piers,  alterations  to  facilitate  continued  maritime 
use 

775.78.101  Priority:  A Funding  Code:  r 

* * 25.0*  25.0*  25.0*  25.0*  25.0* 

5.  Various  piers,  enlarge  doors  of  v/areliouse  sheds 
775.70,110  Priority:  B Funding  Code:  r 

* * 65.0*  65.0*  65.0*  65.0*  65.0* 

6.  Various  piers,  construct  ship  sev;er  connections 
775. 72, 301 Priority:  B Funding  Code:  r 

* 50,0*  50,0*  50,0*  50,0*  50.0* 

7.  Ferry  Building,  improvements 
775.76.201  Priority:  B Funding  Code:  r 

* * 1000.0*  1000.0*  1000,0*  1000.0*  * 


V,  ■■  V 


SECTION  C 


FACILITIES 

MAINTENANCE 

PROGRAM 


1979-80  THROUGH  1984-85 


C-1 


FISCAL  SUMIARY:  TOTAL  PROG-RAII  COSTS-”- 
FACILITIES  MINTENANCE  PROGRAM:  1979-80  TPIROUGH  1984-85 


1979-80  = 

20002.2 

1980-81  = 

•■;2961.3 

1981-82  = 

30686, 6 

1982-85  = 

23702.0 

1983-84  = 

20068.8 

1984-85  = 

15027.8 

TOTAL  PROGPJIM  COSTS  = 152448,7 


NOTE:  A3,l  costs  shoim  in  the  Facilities  Maintenance 
Program  are  in  thousands  of  dollars. 
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PIS  CAL  SUIPIARY:  BY  PIMDINCt 

PACILITIES  MAIPTEmTCE  PROGRAM:  1979-80  THROUGH  1984-85 


Ad  Valorem  Taxes 


Gas  Taxes  and  Road  Pimds 


Revenue 


Proposed  Bonds 


Other  Sources 


TOTAL 

1979-80 

1806.4 

1980-81 

= 

7561.5 

1981-82 

= 

5316.0 

1982-83 

= 

3845.3 

1983-84 

= 

3572.0 

1984-85 

= 

3495.0 

TOTAL 

1979-80 

1783. 1 

1980-81 

= 

2619.4 

1981-82 

= 

3371.3 

1982-83 

= 

3232.9 

1983-84 

= 

1599.9 

1984-85 

= 

1656.9 

TOTAL 

1979-80 

10290.9 

1980-81 

= 

15546.5 

1981-82 

= 

10817.0 

1982-83 

= 

8701.0 

1983-84 

= 

7403.0 

1984-85 

= 

7468.0 

TOTAL 

1979-80 

0.0 

1980-81 

= 

0.0 

1981-82 

= 

0.0 

1982-83 

= 

0.0 

1983-84 

= 

0.0 

1984-85 

= 

0.0 

TOTAL 

1979-80 

6121.8 

1980-81 

= 

17233.9 

1981-82 

= 

11 182.3 

1982-83 

= 

7922.8 

1983-84 

= 

7493.9 

1984-85 

= 

2407.9 

25596.2 


14263.5 


60226.4 


0.0 


52362.6 
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FISCAL  SUIFIARY;  BY  PRIORITY 
FACILITIES  MINTERANCE  PROGRAll:  1979-80  THROUGH  1984-85 


Priority  A 


Priority  B 


Priority  C 


Priority  D 


Priority  H 


TOTAL 

1979-80 

= 

19402.2 

1980-81 

= 

35385.1 

1981-82 

= 

24971.0 

1982-83 

= 

19158.0 

1983-84 

= 

19552.0 

1984-85 

= 

14531.0 

TOTAL 

1979-80 

78.0 

1980-81 

= 

3631.9 

1981-82 

= 

2844.5 

1982-83 

= 

^-53.7 

1983-84 

= 

384.8 

1984-85 

= 

441.8 

TOTAL 

1979-80 

522.0 

1980-81 

3944.3 

1981-82 

= 

2871.1 

1982-83 

= 

4090.3 

1983-84 

= 

132.0 

1984-85 

= 

55.0 

TOTAL 

1979-80 

0.0 

1980-81 

= 

0.0 

1981-82 

= 

0.0 

1982-83 

= 

0.0 

1983-84 

= 

0.0 

1984-85 

= 

0.0 

TOTAL 

1979-80 

0.0 

1980-81 

= 

0.0 

1981-82 

= 

0.0 

1982-83 

= 

0.0 

1983-84 

= 

0.0 

1984-85 

= 

0.0 

132999.3 


7834.7 


11614.7 


0.0 


0.0 


■-  01*5  S' 


•^rj..'  i 


f!"  -'/SO  l'X'. 


^ ,"'V 


■ 


C-4 


< P.I.N.  > Priority  ? Pending  Code  ? Fiscal  Years  Belo’/ 
- 1979-80  1980-81  1981-82  --  1-'^82-83  1983-84  * 1984-85  * 


ART  COMIPESSION 


1.  Various  community  cultural  facilities,  miscellaneous 
Facilities  Maintenance  projects 
113^79.101  P- iority:  A Funding  Code:  a 
* 15.0-”-  0.0^^  0.0-^  0.0-=^  0.0-”- 

DISTRICT  ATTORNEY 


Hall  of  J-  stice,  misc.  reconstruction  and  repair 
141.78,  103  P:.;iority:  C Funding  Coc"e:  a 

-X-  * -]  ^ 3-5f  -X-  -5f  -X- 


FIPvE  DEPARTMENT 


3.  Various  locations,  repair  underground  cisterns 
145.77.114  Priori tv:  A Finding  Code:  a 

3.0-"-  10.0---  10,0->«-  10.0-”-  10.0* 


PujTip  Station  No.  1,  repair  intake  tunnel 
145.77.  112  Pi'iority:  B Finding  Code: 
“ * ^7.7-  * 


5.  Pumping  Station  No,  1, 
145“.  78.  104  P-norit-^r; 
-”-  10.6* 


replace  floor  plate  supports 
B Funding  Code:  a 

-X-  -x-  -X- 


6.  Pumping  Stations  No.  1 and  No.  2,  rehabilitate  pumps 
145.78.105  Priority:  B Funding  Code:  a 
* * 7.0*  * * * 


MUNICIPAL  COURT 


0.0* 


10.0* 


* 


* 


7,  City  Hall,  third  floor,  renovate  courtrooms  and  chambers 
155.67.102  Prioritv:  B Finding  Code:  a 

* * 208.3*  2 A 1.7*  * * * 

8.  Hall  of  Justice,  renovate  courtrooms  and  chambers 
155,78.101  Priority:  C Finding  Code;  a 

-X-  73.4*  * * * * 

POLICE  DEPARTIIENT 


Three  district  stations,  replace  gasoline  pumps 
161.73.101  Priority:  C Finding  Code:  a 
* * 12.0*  * * * 

SHERIFF 

10.  Jail  No.  3,  jail  grounds,  replace  roadway  lighting 
173.70.505  Priority:  C Funding  Code:  a 

* -”-  2 1 . 2*  -”- 

11.  Jail  No.  3,  Men’s  Facility,  replace  floor  covering 
173.71.206  Priority:  C Funding  Code:  a 

* * * 105.8*  110.5*  77.0* 
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< > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 

-;f  1979-80  1980-81  * 1981-82  1982-83  * 1983-84  * 1984-85  * 


SUPERIOR  COURT 


1.  Citv  Hall,  various  courtrooms,  painting 


179.78.103  Priority:  C 

* 3.0*  * 

2.  City  Hall,  fourtH  floor, 

179.75.101  Priority:  B 

* * 82.1* 

BOARB  OF  SUPERVISORS 

3.  Miscellaneous  facilities 

181.78.102  Priority:  C 

* * 1 . 0* 

JUVENILE  COURT 


Funding  Code:  a 

* -)f  * 


various  courtrooms,  remodel 
Fur.ding  Code:  a 
164.3^'^  * 


maintenance  projects 
. Funding  Code:  a 
* 


4,  Log  Cat) in  Ranch,  various  buildings,  dry  rot  repairs 

186.78.102  Priority:  A Funding  Code:  a 

-X-  -)f  157.6*  * * * 

5.  Log  Cabin  Ranch,  resurface  roadv/ays 
186,74.403  Priority:  C Fimding  Code:  a 

-X-  * 39.3*  * * * 


6,  Log  Cabin  Ranch,  resurface  play  yard 

186.75.101  Priority:  C Funding  Code:  a 

-;f  2A,1*  * * * 


ACADEI'^  OF  SCIENCES 


* 


* 


* 


* 


7.  Various  areas,  miscellaneous  facilities  maintenance  projects 

213.77.101  Priority:  A Funding  Code:  a 

* 40.0*  100.0*  100.0*  100.0*  100.0*  100.0* 

8.  Hall  of  Justice,  main  office,  replace  linoleum  floor 
covering 

223.79.101  Priority:  C Funding  Code:  a 

* * ^;.8*  * * -X-  * 

DEPARTMENT  OF  ELECTRICITY 

9.  Various  locations,  siren  warning  system,  rehabilitation 

231.78.102  Priority:  C Funding  Code:  a 

* * 14.0*  14.0*  14.0*  14.0*  1^.0* 

REAL  ESTATE 

10.  Civic  Auditorium,  main  floor,  repair  terrazzo  floors 

245.73.102  Priority:  B Finding  Code:  a 

-X-  -)f  94.5*  * * * * 

PUBLIC  WORKS  - BUILDING-  REPAIR 

Various  public  buildings  and  structures,  miscellaneous 
facilities  maintenance  projects 

417.77.101  Priority:  A Funding  Code:  a 

* 658.9*  1500.0*  1500.0*  1500.0*  1 500.0*  1500.0* 
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< P.I.N.  > Priority  ? Funding  Code  ? Fiscal  Years  Below 

1979-80  1980-81  1981-82  1982-83  1983-84  - 1984-85  * 


1. 


2. 


3. 


5. 


7. 


8. 


9, 


10. 


11. 


12. 


13. 


14. 


PUBLIC  WORKS  - G-ENERAL  OFFICE 

City  Hall,  general  exterior  masonry  and  related  repair  work 

423.76.101  Priority:  A Fimding  Code:  a 

■5(-  * 288.6*  * * * * 

Civic  Center,  reconstruct  steam  supply  loop 
423.71.103  Priority:  B Funding  Code:  a 

* * 157.6*  184.4*  * * 

45  Hyde  St.,  2nd  and  3rd  floors,  renovation 

423.78.102  Priority:  B Funding  Code:  a 

* -)f  ^ * -K-  * -X- 

Hall  of  Justice,  reconstruct  pneumatic  tube  system 
423.76.201  Priority:  C Funding  Code:  a 

* * 103,4*  * * * 

PUBLIC  WORKS  - WATER  POLLUTIOH  CONTROL  - PUMPING  AND  TREAT. 


Various  locations,  maintenance  and  repair  of  specialized 
systems  and  equipment  (Sewer  Service) 

-26.78,101  Priority:  A Funding  Code:  o 

* 95.0*  100,0*  100.0*  100.0*  100.0*  100.0* 

Various  locations,  maintenance  and  repairs  of  sanitary 
processing  instrumentation  (Sewer  Service) 

426.78. Iu2  Priority:  A Funding  Code:  o 

* 83.0*  75.0*  75.0*  75.0*  75.0*  75.0* 

Various  locations,  misc.  facilities  maintenance  projects 
(Sev/er  Service) 

■'•'26.78.  103  Priority:  A Funding  Code:  o 

* 93.0*  100.0*  100.0*  100.0*  100.0*  100.0* 

PUBLIC  \J0RICS  - WATER  POLLUTION  CONTROL  - SEWER  REPAIR 

Various  locations,  repair  to  sev/ers  and  structures 
429.77.  101  P2?iority:  A Funding  Code:  o 

* 70.0*  170.0*  170.0*  170.0*  170.0*  170.0* 

Various  locations,  maintenance  and  repair  of  side  sewers 
429.77.102  Priority:  A Fimding  Code:  o 

* 197.0*  170.0*  170.0*  170.0*  170.0*  170.0* 

Various  locations,  repair  of  other  sewers  and  structures 
(Sev/er  Service) 

429.78.101  Priority:  A Fimding  Code:  o 

* 70.0*  100.0*  100,0*  100.0*  100.0*  100.0* 

Various  locations,  sewer  trench  paving  (Sewer  Service) 

429.78.102  Priority:  A Funding  Code:  o 

* * 100.0*  100,0*  100.0*  100.0*  100.0* 

PUBLIC  HEALTH  - ADMNSTRATION 


101  Grove  St.,  replace 
513.77.106  Priority: 
* * 38.0* 

101  Grove  St. , replace 

513.77.301  Priority: 

-x-  -X- 

101  Grove  St,,  replace 

513.77.302  Priority: 

* X-  -X- 


roof 

B Fimding  Code:  a 

X-  X- 


lY}r  Street  exit  doors 
C Funding  Code:  a 
35.0*  * 

Ivy  Street  garage  door 
C Fimding  Code:  a 
9.6*  * 


X- 


X 


X 


X 


X 


i'K  .^.^  ■ ; O'  .^^0 


.1-1.  L- 

ro  -or 

t ./.  -'. 

',  ■>  . . ■ 5 ^ -:/0  re'. 

■ o'o  oeo’.  .0.,. 

4 * 

, • ■ ih.  f'-  Oc  .'  i.on 
•0  .c;- 30,00 ■• 


■ . . ,y  '.; 

'•■;  ••  ■ . ■ 

r ‘ ' • ?'V 

,V.  ..00- 

'0 . - ' ' '• 

0’  s./k  ■ 

•■■  ■ ■ , V 0 , o ' 


.O.U  ..'  ' - ■ 


y - ^'.  r 


.'  ■.vn.aXo;;'-:;  . " '•’vc,'-  0 fOT 


C-7 


< P.I.N.  > Priority  ? Piinding  Code  ? Fiscal  Years  Below 
1979-80  * 1980-81  1981-82  1982-83  1983-84  1984-85  * 


1. 


2. 


4. 


5. 


o. 


7. 


10. 


11. 


12. 


13. 


14. 


PUBLIC  HEALTH  - HEALTH  CENTERS 

Health  Center  Ho.  5,  repair  piping  for  heating  system  and 

replace  damaged  ceiling  panels 

535.78.  101  Priority:  B Ennding  Codeiv^^a 

- 15,4^f 

PUBLIC  HEALTH  - LACUNA  HONDA  HOSPITAL 

Morgue,  replace  refrigeration  system 

555.77.111  Priority:  B Funding  Code:  a 

-;$■  13.5*  * * * 


Vanious  ward  dining  rooms,  replace  floor  covering 
555.77.112  Priority:  C Funding  Code:  a 

-X-  -X-  15^  Y*  -X-  * -X- 

Main  corridors,  replace  resilient  flooring 

555.77.307  Priority:  C Funding  Code:  a 

* * 247.8*  * * * 

Various  wards,  kitchen  alterations 

555.77.308  Priority:  C Funding  Code:  a 

-X-  -X-  65.0*  * * * 

Various  areas,  reconstruct  ventilation  system 

555.77.409  Priority:  C Fimding  Code:  a 

-X-  .X-  * 50.4*  * * 

Various  areas,  replace  lavatory  sinks 

555.77.410  Priority:  C Funding  Code:  a 

V 112.2  * * 

Various  areas,  reconstruct  paging  system 

555.77.411  Priority:  C Finding  Code:  a 

* * * 158.6*  * 


-X- 


-X- 


■X- 


PUBLIC  HEALTH  - SAN  FRANCISCO  CENERAL  HOSPITAL 


Various  buildings,  misc.  Facilities  Maintenance  projects 
557.78.106  Priority:  A Finding  Code:  a 
* 135.0*  200.0*  200.0*  200.0*  200.0*  200.0* 

Bldg.  200,  replace  elevator 

557.77.308  Priority:  C Funding  Code:  a 

* * 234.7*  * * * * 


Building  80,  ground  floor,  replace  lintel  supporting  bricks 
over  v/indov/s 

557.78.302  Priority:  C Finding  Code:  a 

* -;f  11,0*  * * * 


FINE  ARTS  MUSEUI^S 


Various  areas,  miscellaneous  facilities  maintenance  projects 
621,77.101  Priority:  A Funding  Code:  a 

* 70.0*  70.0*  70.0*  70.0*  70.0*  70.0* 

M.  H.  de  Young,  exterior  painting 
621.75.401  Priority:  C Funding  Code:  a 

■5(-  -X-  13.3*  * * * * 

Legion  of  Honor,  Little  Theater,  rehabilitation 
621.74.306  Priority:  C Funding  Code:  a 

* 423.5*  -Jf  * * 
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< P.I.H.  > Priority  ? Pimding  Code  ? Fiscal  Years  Belo\/ 
-X-  1979-80  --  1980-81  --  1981-82  ---  1982-83  1983-84  1984-85  * 


2. 


5. 


6. 


7. 


C. 


9. 


10. 


11. 


12. 


13. 


14. 


ASIAN  ART  IFJSEUM 

Various  areas,  miscellaneous  facilities  maintenance  projects 

622.77.101  Priority:  A Funding  Code:  a 

* 10.0*  20.0*  20.0*  20.0*  20.0*  20.0* 

LIBRARY 

Main  library,  stack  areas,  replace  glass  floors 

631.68.102  Priority:  C Funding  Code:  a 

* * 110.0*  * * * * 

RECREATION  AND  PARE  - MARINA  SMALL  CRAFT  HARBOR 

Various  areas,  miscellaneous  facilities  maintenance  projects 

648.77.101  Priority:  A Funding  Code:  r 

* ^’9.0*  50.0*  50.0*  50.0*  50.0*  50.0* 

RECREATION  AND  PARK  - GENERAL  DIVISION 

Various  locations,  resurface  courts  and  play  areas 

651.67.102  Priority:  A Funding  Code:  a 

* 30.0*  60.0*  60.0*  60.0*  60.0*  60.0* 

Various  locations,  resurface  v/alks,  pa  tbs  and  parking  areas 

651.67.103  Priority:  A Funding  Code:  a 

* 20.0*  50.0*  50.0*  50.0*  50.0*  50.0* 

Various  locations,  rehabilitate  lighting  systems 

651.69.103  Priority:  A Fimding  Code:  a 

* 60.0*  50.0*  50.0*  50.0*  50.0*  50.0* 

Various  locations,  reconstruct  or  replace  existing  fencing 
651.70.113  Priority:  A Funding  Code:  a 

* 15.0*  15.0*  15.0*  15.0*  15.0*  15.0* 

Various  park  and  recreation  facilities,  miscellaneous 
facilities  maintenance  projects 

651.77.101  Priority:  A Funding  Code:  a 

* 150.0*  .'OO.O*  400.0*  400.0*  400.0*  400.0* 

Various  locations,  reconstruct  irrigation  systems 

651.70.104  Priority:  A Funding  Code:  a 

* * 100.0*  100.0*  100.0*  100.0*  100.0* 

Various  locations,  reconstruct  children’s  play  areas 

651.70.105  Priority:  A Funding  Code:  a 

* * 50.0*  50.0*  50.0*  50.0*  50.0* 

Various  locations,  rehabilitate  recreation  buildings 

651.71.102  Priority:  A Fimding  Code:  a 

* * 90.0*  90.0*  90.0*  90.0*  90.0* 

Various  parks,  squares  and  playgrounds,  reconstruct  or 
replace  park  furnishings 

651.77.202  Priority:  A Fimding  Code:  a 

* * 25.0*  25.0*  25.0*  25.0*  25.0* 

Bernal  Heights  Playground,  reconstruct  retaining  v/all 
651.70. 118  Priority:  B Funding  Code:  a 

* * 46.2*  66.0*  * * * 

Palace  of  Fine  Arts,  rotunda  roof,  rehabilitate 
651.78.101  Priority:  B Fimding  Code:  a 

•5<-  46.2*  * * * * 
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< > Priority  ? Poinding  Code  ? Fiscal  Years  Belov/ 

* 1979-80  * 1980-81  * 1981-82  1982-83  --  1983-84  * 1984-85 


1.  Golden  Gate  Park,  Music  Concourse  and  Alvord  Lake, 
reconstruct  tunnels 

651.78.201  Priority:  B Funding  Code:  a 

-X-  66.0’^  * 

2.  Golden  Gate  Park,  Dutch  (north)  and  Murphy  Windmills, 
reconstruct 

651.67.120  Priority:  C Funding  Code:  a 

* -X-  66.0*  * 228.8*  * * 

3.  Golden  Gate  Park,  Nursery  and  North  Mill  Reservoir, 
rehabilitate 

651.70.109  Priority:  C Funding  Code:  a 

* * 12.1*  22.0*  * * * 

4.  Civic  Center  Plaza,  rehabilitate 
651.77.401  Priority:  C Funding  Code:  a 

* -X-  99.0*  * * * * 

RECREATION  AND  PARK  - ZOOLOGICAL  GARDENS 

5.  Various  areas,  reconstruct  facilities 

652.71.101  Priority:  A Funding  Code:  r 

* AO.O*  75.0*  75.0*  75.0*  75.0*  75.0* 

6.  Various  areas,  miscellaneous  facilities  maintenance  projects 

652.77.101  Priority:  A Funding  Code:  r 

* 40.7*  35.0*  35.0*  35.0*  35.0*  35.0* 

RECREATION  AND  PARIC  - CANDLESTICK  PARIC 


7.  Various  areas,  miscellaneous  facilities  maintenance  projects 

653.77.101  Prioritv:  A Funding  Code:  r 
* 184.0*  70.0*  70.0*  70.0*  70.0*  70.0* 


Parking  lot  repaving 

653.73.101  Prioritv:  A Funding  Code:  r 

* * 50.0*  50.0*  50.0* 

Lighting  tov/ers , rehabilitate 

653.78.101  Priority:  A Funding  Code:  r 

* * 30.0*  30.0*  * 


50.0--' 


50.0* 


RECREATION  AND  PARIC  - OPEN  SPACE  ACQUISITION  DIVISION 

10,  Various  locations,  renovation  of  park  facilities 
654.77.104  Priority:  A Funding  Code;  0 
475.0*  * 


RECREATION  AND  PARIC  - CAMP  MATHER 


11.  Various  areas,  miscellaneous  facilities  maintenance  projects 

659.77.101  Priority:  A F^mding  Code:  a 
* 38.0*  10.0*  10.0*  10.0*  10.0*  10.0* 

WAR  MEMORIAL 


12.  Opera  House-Veterans’  Building,  miscellaneous  facilities 
maintenance  projects 

691.77.101  Priority:  A Funding  Code:  a 

* 70.0*  150.0*  150.0*  150.0*  150.0*  150.0* 

Opera  House-Veterans’  Building,  exterior  terra  cotta  v./alls, 
resurfacing  and  related  exterior  repairs 
691.73,103  Priority:  A Funding  Code:  a 

-x^  632.5*  * * * * 
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< P.I.N.  > Priori tj?"  ? Pimding  Code  ? Fiscal  Years  Below 

1979-80  1980-81  --  1981-82  1982-83  * 1983-84  1984-85  * 


1. 


2. 


3. 


5. 

6. 


7. 

8. 


9. 


10. 

11. 


12. 

13. 


14. 


15. 

16. 


Opera  House,  stage  rigging  and  cycloramas,  rehabilitation  or 
replacement 

691.73.101  Priority:  C Funding  Code:  a 

* 247,5*  * -St  * 

Opera  House,  rehabilitate  stage  lighting 

691.73.102  Priority:  C Funding  Code:  a 

-:s-  4f  211. 2*  * * * * 

MMICIPAL  RAILWAY 

Replacement  of  transit  operating  equipment  (MTC  Grant  Funds) 

736.69.102  Priority:  A Funding  Code:  o 

* 4451.4-x-  4800.0*  4800,0*  A800.0*  4800.0*  * 


Various  locations,  misc.  Facilities  Maintenance  projects 
736,78.104  Priority:  A Funding  Code:  a 
* ''^75.0*  500.0*  500,0*  500.0*  500.0*  500.0* 


Kirkland  Yard,  replace  concrete  slab 

736.77.111  Priority:  A Funding  Code:  a 

4(-  -X-  14.3*  * 

Geneva  Carhouse,  repave  track  area 

736.77.112  Priority:  A Funding  Code:  a 

* * 27.5^^'- 

Geneva  Yard,  repair  ladder  track 

736.77.113  Priority:  A Funding  Code:  a 

-x-  -;?•  36.3*  * * 


* 


-X- 


Presidio  Building,  replace  Gilley  Room  toilet  facility 
736,75.203  Priority:  B Funding  Code:  a 

^5-  -X-  19.8*  * * * * 


Kirkland  Yard,  rehabilitate  yard  lighting 
736. 77.  105>'-  Priority:  B Fimding  Code:  a 

■X-  3.8*  * * * 


Kirkland  Yard,  repair  and  relocate  roof  drains  and  gutters 
736.77.  109  Priority:  B Fujiding  Code:  a 

-K-  -X-  1,9*  * * * * 

Va,rious  locations.  Operators^  restrooms,  repair  and  secure 
commode  doors 

736.77.110  Priority:  B Funding  Code:  a 

X-  /.4.0*  * * * * 


Kirkland  Yard,  service  pits,  rehabilitate  fuel  v/aste  tanks 
736,78.102  Priority:  B Fvmding  Code:  a 

X-  X-  9.9*  * * * * 

Kirkland  Division,  rehabilitate  fueling  system 

736.79.201  Priority:  B Funding  Code:  a 

* * 55.0*  * * * * 

Various  locations,  replace  and  repair  cable  carrying 
machinery  (former  736.73.105) 

736.79.202  Priority:  B Funding  Code:  a 

X-  -)f  169.0*  * * * * 

Presidio  Building,  replace  v/ater  lines 
736.76.108  Priority:  C Funding  Code:  a 

X-  * s^8*  * * * * 

Geneva  Division,  rewire  service  pits 

736.79.203  Priority:  C Fimding  Code:  a 

X-  X-  4.8*  * * * * 


I ^ ■ 
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< P.I.N.  > Priority  ? Punding  Code  ? Fiscal  Years  Belov/ 

-X-  1979-80  * 1980-81  * 1981-82  -"■  1982-83  1983-84  1984-85 


2. 


5. 


7. 


0. 


9^ 


10. 


11. 


12. 


13. 


14. 


15. 


16. 


Presidio  Division,  repair  roofs 


736.79.204 

Priority:  C 

Funding 

Code:  a 

X X 

24.2* 

X 

-)<■ 

X 

Presidio  Division,  repair 

fences 

736.79.205 

Priority:  C 

Fimding 

Code:  a 

X-  X 

6.6* 

x 

X 

Presidio  Division,  repair 

drainage 

system 

736.79.206 

Priority:  C 

Funding 

Code:  a 

X -)5- 

8.3* 

X 

X 

Presidio  Division,  repave 

garage  area 

736.79.207 

Priority:  C 

Fimding  Code:  a 

X-  x^ 

8.8* 

X 

X- 

Potrero  Division,  Paint  Shop,  repair  doors  and  rehabilitate 
skylights 

736.79.208  Priority:  C Funding  Code:  a 

-X-  -X-  13.4*  * * * * 

Potrero  Division,  repair  fences  and  gates 

736.79.209  Priority:  C Punding  Code:  a 

* -X-  25.3*  * * * * 

Cable  Car  S^rstem,  reconvert  G-ypS3/  and  switches  at  California 
and  Hyde  Streets 

736,76.105  Priority:  B Funding  Code:  a 

-x-  * -X-  44,0*  * * * 

Various  buildings,  replace  floor  coverings 
736.69.109  Priority:  C Funding  Code:  a 

* * * 6,4*  * * * 

Washington-Mason  Cable  Carbarn,  fill-in  subsurface  sidewalk 
area 

736.73.  103  Priority/:  C Funding  Code:  a 

-j'-  -x-  5,3*  * * * 


Elkton  Shop,  convert  rail  bender  to  hydraulic  system 
736.73.111  Priority;  C Funding  Code:  a 

X-  X-  X-  9^8*  * * * 

Washington-Mason  Cable  Carbarn,  replace  water  piping  system 
736.74.104  Priority:  C Funding  Code:  a 

X-  X-  'x-  24.0*  * * * 


Vfashington-Mason  Cable  Carbarn,  rehabilitate  fire  sprinkler 
system 

736.74.107  Priority:  C Funding  Code:  a 

X-  -:f  -;j-  18^  8X-  x x- 


Various  locations,  renovate  interior  operating  areas 
736,75.  102  Pi'iorlty:  C Funding  Code:  a 
X X-  58,1*  * * 


Washington-Mason  Cable  Carbarn,  reconstruct  Gilley/  Room 
736.75.201  Priority:  C Fimding  Code:  a 

X-  X-  X-  / ^ 'i  X-  -X- 


Washington-Mason  Cable  Carbarn,  reconstruct  restroom 
736.75.202  Priority:  C Funding  Code:  a 

X X-  X-  3,2*  * * X 


Presidio  Building,  repair  air  conditioning  system 
736.75.205  Priority:  C Funding  Code:  a 

X X * 13.0*  * * * 
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< P.I.N.  > Priority  ? PLinding  Code  ? Fiscal  Years  Belov/ 
* 1979-80  * 1980-81  1981-82  1982-83  1983-84  1984-85  '=<■ 


1.  Washington- Mas on  Cable  Carbarn,  rehabilitate  money  room 
736*75*303  Priority;  C Funding  Code:  a 

•5f  -;f  -X-  2,3^^  * 


2.  Cable  Cars,  replace  axle  bearings 

736,76*101  Priority:  C Fimding  Code:  a 

* * 16*  0--^  16.0-5'-  16.0^'-  16.0- 


Washington-Mason  Cable  Carbarn,  convert  area  to  paint  shop 
736*76.102  Priority:  C Funding  Code:  a 
* ^ 12*2-«- 


•';■*  17ashington-Mason  Ca,ble  Carbarn,  enlarge  entry  to  cable 
storage  room 

736.76*104  Priori tv:  C Funding  Code:  a 

- -5^  C.4-5^- 


5,  Phelan-Ocean  Avenue  Terminal,  replace  chain  link  fence 
736*76,106  Priority:  C Funding  Code:  a 
-;?■  W 7*0-*'‘- 

6*  Presidio  Building,  front  entrances,  repair  rolling  doors 
736.77.108  Priority:  C Funding  Code:  a 

* -X-  -X-  * 


7*  Cable  Cars,  rehabilitate  trucks  and  standardize  brakes 
736*77.202  Priority:  C Funding  Code:  a 

25.0^'-  25, 0-'^  25.0*  25*0* 


8*  Railv/ay  property,  Fillmore  and  Turk,  demolish  structures  and 
construct  fence 

736,76,107  Priority:  C Fimding  Code:  a 

* -5^  W 11,0*  * * 
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< P.I.N.  > Priority  ? Punding  Code  ? Fiscal  Years  Belov/ 
* 1979-80  ---  1980-81  1981-82  ---  1982-83  1983-84  1984-85  * 


5. 


6. 


7. 


8. 


10. 


11. 


12. 


13. 


14. 


PUBLIC  ¥0RICS  - TRAFPICUAYS 


Stoneman  St. , Folsom  to  Manchester,  reconstruction 
670.75.115  Priority:  A Funding  Code:  g 
* 59.1''''  * 

G-reenv/ich  St.,  Jones  to  Leavenworth,  reconstruction 
670.75.124  Priority:  A Funding  Code:  g 
136.7-^ 


Park  Presidio  Blvd. , reconstruct  landscaping  irrigation 
system 

670.75.138  Priority:  A Funding  Code:  e 

163.0-"-  * 

York  St. , Holladay  to  Montcalm,  reconstruction 
670.75.211  Priority:  A Funding  Code:  g 
--  88.6--  -- 


Various  locations,  resurfacing  of  Select  System  streets 
670.76.102  Priority:  A Funding  Code:  e 

800.0-"-  800.0-"-  800.0-^  800. 0--  800,0-'^  800.0* 

Various  locations,  traffic  signal  replacement  program  (FAU) 
670.76.105  Priority:  A Funding  Code:  g 

* .’5.0-"-  ^5.0*  45.0-"-  45.0-"-  45.0->^  45.0* 

670.76.105  Priority:  A Funding  Code:  o 

* 105.0*  105.0*  105.0*  105.0*  105.0*  105.0* 

Elizaheth  St. , Hoffman  to  Grandviev/,  reconstruction 
670.76.201  Priority:  A Funding  Code:  g 

* 144,2-"-  -"-  -"-  * 


Various  locations,  resurfacing  of  FAU  system  streets  (FAU) 
670.77.101  Priority:  A Funding  Code:  g 
* 120.1*  120.1*  120.1*  120.1*  120.1*  120.1* 
670.77.101  Priority:  A Funding  Code:  o 

379.9*  379.9-"-  379.9---  379.9^-  379.9*  379.9* 

Broadway,  Leavenworth  to  Jones,  reconstruction 
670.77.201  Priority:  A Funding  Code:  g 

100.5*  * ^ - 


Sixteenth  St, , Castro  to  Flint,  reconstruction 
670.78.104  Priority:  A Funding  Code:  g 
* 86.9*  * * * * 


Elk  St,  , Bosv/orth  to  Sussex,  reconstruction  (FAU) 

670.78.201  Priority:  A Funding  Code:  e 

* 39.0*  * * * 

670.78.201  Priority:  A Finding  Code:  o 

* 102.5*  * * * 


Green  St. , Polk  to  Larkin,  reconstruction 
670.75,122  Prioritv:  A Finding  Code:  g 
* * 135.6*  * * * 


Goettingen  St. , Ward  to  Harkness,  reconstruction 
670.75.125  Priority:  A Funding  Code:  g 
* 111.1*  * 


Grace  St.  and  Washburn  St. , Mission  to  Hov/ard, 
reconstruction 

670.75.128  Priority:  A Funding  Code:  g 
* 144.8*  * * 


Filbert  St.,  Larkin  to  Van  Hess,  reconstruction 
670.75.134  Priority:  A Funding  Code:  g 
* * 256.6*  * * * * 


15. 


1 
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C-14 


< P.I.N.  > Priority  ? Funding  Code  ? Fiscal  Years  Belov; 

* 1979-80  * 1980-81  * 1981-82  -5'-  1982-83  1983-84  1984-85 


1. 


2. 


3. 


5. 


7. 


10. 


11. 


12. 


13. 


14. 


15. 


16. 


Broderick  St,,  Jackson  to  Pacific,  reconstruction 
670.75.213  Priority:  A Funding  Code:  g 

45-  111.  0*  * 

Miguel  St. , Chenery  to  Laidley,  reconstruction 
670.76,202  Priority:  A Funding  Code:  g 

* * 59. 7'-- 


Various  locations,  surface  sealing  of  roadway  pavements 

670,78.102  Priority:  A Funding  Code:  g 

250.0-''-  250.0*  250.0*  250.0*  250.0* 


Jeffferson  St.,  Baker  to  Broderick,  reconstruction 
670.78.105  Priority:  A Funding  Code:  g 
* * 118,4^  - 


Diamond  St. , 
670.78. 108 
* -X- 


20t]i  to  21st,  reconstruction 
Priori tv:  A Funding  Code:  e 
149.1*  * * 


-X- 


Mission  St, , 
cro  ssv/alks 
670.78. 109 

-X-  -Jf- 


16th  and  24th  Streets,  reconstruct  brick 

Priority:  A Funding  Code:  e 

126.0*  * * * 


Sunset  Blvd. , So,  Drive  to  Lake  Merced  Blvd, , replace 
irrigation  main 

670.78,202  Priority:  B Funding  Code:  e 
* * 192.0*  152,0*  164.0*  177.0*  208.0* 


Ta^rlor  St.,  Columbus  to  Francisco,  reconstru.ction 
670,75.107  Priority:  B Funding  Code:  e 
-X-  -:f  87.  1*  * 


Eighteenth  St.,  DeHaro  to  Rhode  Island,  reconstruction 
670,75.120  Priority:  B Finding  Code:  g 
* * * 00.7'^-  * 


Burrov/s  St. , Hamilton  to  Holyoke,  reconstruction 
670.75.135  Priority:  B Funding  Code:  g 

-X-  -X-  -X-  101.9*  * * * 

Ward  St. , Goettingen  to  Girard,  reconstruction 

670.75.137  Priority:  B Funding  Code:  g 

-x-  -X-  -X-  190.3*  * * * 

Great  Highway,  Lincoln  to  Sloat  Blvd,,  reconstruct 

landscaping  irrigation  system 

670,75.201  Priority:  B Funding  Code:  e 

* * * 164.2*  184.7*  207.8*  233.8* 

Bright  St. , Randolph  to  Sargent,  reconstruction 
670,75.206  Priority:  B Funding  Code:  g 

* -5^  * 165.5*  * * * 

Manchester  St, , Stoneman  to  Ripley,  reconstruction 
670,75.212  Priority:  B Funding  Code:  g 

* -X-  87.9*  * * * 

Pacific  Ave. , Lyon  to  Presidio,  reconstruction 
670.75.214  Priority:  B Funding  Code:  g 

* * 124.6*  ^5-  ^ * 


Powell  St.,  Sutter  to  Ellis,  reconstruction  (FAU) 

670.77.103  Priority:  B Funding  Code:  g 

* * * 84.7*  * 

670.77.103  Priority:  B Funding  Code:  0 

* * 241.4*  * 
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C-15 


< P.I.IT,  > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 
* 1979-80  1980-81  --  1981-82  1982-83  1983-84  * 1984-85  * 


U 


2. 


3. 


5. 


7. 


8. 


10. 


11. 


12. 


13. 


14. 


15. 


16. 


York  St. , Precita  to  Peralta,  reconstruction 

670.77.205  Priority:  B Fmiding  Code:  g 

-X-  -X-  45-  49.8*  * * 

Tv/enty- fifth.  St. , DeHaro  to  Kansas,  reconstruction 

670.77.206  Priority:  B Fujiding  Code:  g 

* * * 155.3*  * * 

Shields  St. , Byxhee  to  Beverly,  reconstruction 

670.77.207  Priority:  B Funding  Code:  g 

4c-  * 140.5''- 

Banks  St.,  Pov/hattan  to  Eu.genia,  reconstruction 

670.77.209  Priority:  B Fujiding  Code:  g 

* * * 106.5*  * * 

Orizaba  St.  , Montana  to  Tlirift,  reconstruction 

670.77.210  Priority:  B Funding  Code:  g 

* * * 89.7*  * * 

Natoma  St.,  Fremont  to  1st,  reconstruction 

670.75.303  Priority:  C Funding  Code:  g 

-X-  -X-  * 82.1*  * * 

Clementina  St. , 4th  to  5th,  reconstruction 

670.75.304  Priority:  C Funding  Code:  g 

* * * 193.3*  * * 


Perr3r  St. , 3rd  to  550  ft.  easterly,  reconstruction 
670.75.305  Priority:  C Funding  Code:  g 
* * * 90. 1*  * ^ 


Mason  St. , Sacramento  to  0 
670,75.105  Priority:  C 

670.75.  105^^  Priority;  C 

HYde  St. , Chestnut  to  Bay, 
670.77.208^  Priority:  C 

670.77.208  Priority;  C 

-X-  -X<-  -X- 


ceen,  reconstruction  (FAU) 
Funding  Code:  g 

* 301.6*  * 

Finding  Code:  0 

* 352.5*  * 

reconstruction  (FAU) 
Finding  Code:  e 

* 56.1*  * 

Finding  Code:  0 

* 155.4*  * 


Funston  St, , Lav/ton  to  Moraga,  reconstruction 

670.79.301  Priority;  C Funding  Code:  g 

* * * * 233.0* 

Moscou  St.  , Excelsior  to  Avalon,  reconstruction 

670.79.302  Priority:  C Finding  Code:  g 

* * * * 153.0* 


Rutledge  St.,  Peralta  to  Alabama,  reconstruction 
670.79.303  Priority;  C Finding  Code:  g 
* * * * 112.1* 


Ridgev/ood  Ave.  , Joost  to  Mangels,  reconstruction 
670.79.304  Priority:  C Finding  Code:  g 

-X-  -X-  -X-  89. 5*  * 


Baden  St.,  Monterey  to  Joost,  reconstruction 
670.79.305-^-  Priority:  C Funding  Code:  g 
* * * 84. 3* 


Nevada  St. , Crescent  to  Ogden,  reconstruction 
670,79.306  Priority:  C Funding  Code:  g 
* * * -^  104.9* 


* 


-X- 


C-16 


< P.I.N.  > Priority  ? Funding  Code  ? Fiscal  Years  Belov; 
-:f  1979-80  * 1980-81  '•5'-  1981-82  1982-83  * 1983-84  1984-85  ■' 


1. 


Nevada  St,,  Jarboe  to  Tompkins,  reconstruction 

670,79,307  Priority:  C Funding  Code:  g 
-X-  * -sf  116,9* 


2. 


Dv;ight  St.,  Brussels  to  Goettingen,  reconstruction 

670.79,308  Priority:  C Funding  Code:  g 

82.6* 


3.  Duncan  St, , Douglass  to  Diamond,  reconstruction 

670.79.309  Priority:  C Funding  Code:  g 

* * * * 213.2* 

4.  Jones  St.,  Green  to  Union,  reconstruction 

670.79.310  Priority:  C Funding  Code:  g 

* * * * 121.9* 


/.I. 
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C-17 


< P.I.N.  > Priori t37-  ? Fimding  Code  ? Fiscal  Years  DeloT-/ 
-X-  1979-80  - 1980-81  - 1981-82  1982-83  1983-84  1984-85  * 


1. 


9 


3. 


5. 


6. 


7. 


10. 

11. 

12. 

13. 


14. 


15. 


16. 


AIRPORTS  COMIISSION 


Landing  field,  aprons  and  road  pavement,  reconstruction 
726.70,102  Priority:  A Funding  Code:  r 

112.2*  400.0*  ^'00.0*  ^100.0*  400.0*  400.0* 

Various  locations,  emergenc^r  repairs 

726.79.101  Priori t3^:  A Funding  Code:  r 

* 97.5*  100.0*  100.0*  100.0*  100.0*  100.0* 

Various  terminal  buildings,  painting 

726.79.102  Priority:  A Funding  Code:  r 

* 100.0*  * * * * * 


Various  areas,  utilities  relocation  and  replacement 

726.71.101  Priority:  A Funding  Code:  r 

* * 50.0*  50.0*  50.0*  50.0*  50.0* 

Various  terminal  facilities,  reconstruction 

726.76.101  Priority:  A Funding  Code:  r 

* * 50.0*  50.0*  50.0*  50.0*  50.0* 


Various  areas,  miscellaneous  facilities  maintenance  projects 

726.77.101  Priority:  A Fimding  Code:  r 

* * 200.0*  200.0*  200.0*  200.0*  200.0* 

V/ATER  DEPARTMENT 

Various  locations,  renev;  v/ater  services 

746.68.101  Priority:  A Fimding  Code:  r 

* 1200.0*  1380.0*  1550.0*  1550.0*  1625.0*  1625.0* 

Various  locations,  relocate  and  realign  v/ater  mains 

746.68.102  Priority:  A Funding  Code:  r 

* 100.0*  100.0*  250.0*  250.0*  300.0*  300.0* 

Various  locations,  relocate  and  realign  v.^ter  services 

746.68.103  Priority:  A Funding  Code:  r 

* 100.0*  100.0*  175.0*  175.0*  200.0*  200.0* 

Various  locations,  replace  v/ater  mains 

746.68.104  Priority:  A Funding  Code:  r 

* 1800.0*  2000.0*  2100.0*  2200.0*  2300.0*  2400.0* 

Various  locations,  reconstruct  and  restore  fences 

746.68.105  Priority:  A Funding  Code:  r 

* 50.0*  50.0*  55.0*  55.0*  60.0*  60.0* 

Various  locations,  grade  and  resurface  roads 

746.68.106  Priority:  A Funding  Code:  r 

* 25.0*  25.0*  30.0*  30.0*  35.0*  35.0* 

Various  locations,  v/ater  lines,  cement  mortar  lining 

746.68.108  Priority:  A Funding  Code:  r 

* 120.0*  380,0*  380.0*  410,0*  410,0*  440.0* 

Various  locations,  reconstruct  drains  and  air  valves 

746.68.109  Priority:  A Funding  Code:  r 

* 20.0*  21.0*  22.0*  24.0*  25.0*  26.0* 

Venious  buildings,  miscellaneous  facilities  maintenance 
projects 

746.68.110  Priority:  A Funding  Code:  r 

* 60.0*  50.0*  55.0*  55.0*  60.0*  60.0* 

City  Distribution  Division,  various  stations,  rehabilitate 
hydropneumatic  tanks 

746.76,102  Priority:  A Fimding  Code:  r 

•52-0-;^  -X-  * -X-  -X-  -X- 
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C-18 


< P.I.N.  > Priority  ? Fujiding  Code  ? Fiscal  Years  Belov/ 

1979-80  1980-81  1981-82  1982-83  1983-84  1984-85  * 


1. 


2. 


9. 


10. 


11. 


12. 


13. 


14. 


15. 


Various  locations,  maintenance  and  repair  of  streets  and 
sideTvalks 

746.77.101  Priority:  A Funding  Code:  r 

350.0-"-  425.0-^-  450.0-"-  450.0-"-  ^75.0-^:-  475.0-:^ 

City  Distribution  Division,  various  stations,  replace  roofs 

746.79.102  Priority:  A Fiuiding  Code:  r 

20.0-  -5^  - 

San  Andreas  Treatment  Plant,  repair  and  paint  v/ash  v/ater 
tank 

746.78.201  Priori B Funding  Code:  r 

20.0- :'"  -"-  -"-  --- 

Diles-Irvington  Pipeline,  rehabilitate  exterior  coating 

746.75.201  Priority:  A Funding  Code:  r 

^ 195.0^  ^ ^ ^ 

City  Distribution  Division,  various  stations,  replace 
chlorination  equipment 

746.79.101  Priority:  A Funding  Code:  r 

^!0.0^^  40.0-  -5^ 


Bay  Division  pipelines  and  trestles,  Edgev/ood  Poad,  painting 

746.77.201  Priority:  B Funding  Code:  r 

^5-  220.0-  ■ 

College  Hill  Reservior,  replace  roof 

746.79.201  Priori -by:  B Funding  Code:  r 
- 156.0^-  - * 

Dlrombarton  Pipeline  Bridge,  repair  v/alla/ay 

746.79.202  Priority:  B Funding  Code:  r 

360.0^^  - - 

San  Antonio  Reservior,  Turner  Dam  access  road,  repave 

746.79.203  Priori tj/-:  B Funding  Code:  r 

" - 45.0-  ^ ^ - 

Lake  Merced  Pump  Station,  replace  gate  valves 
746.76.202  Priori t^^:  C Funding  Code:  r 
^ 310.0-  ^ . 


College  Hill  feeder  main,  San  Jose  Ave. , replace 
746.78,301  Priority:  C Funding  Code:  r 
--  --  500.0-"-  -"-  -"- 


Lake  Merced  Pump  Station,  replace  pump  and  modify  discharge 
piping 

746.76.204  Priority:  C Funding  Code:  r 
^ 350.0^  - - 


Central  Pump  Station  building,  alterations 
746.78,302  Priority:  C Funding  Code:  r 
^ - - 40.0-:^ 


University  Mound  Reservoir,  North  and  South  Basins,  replace 
roof  expansion  joint  sealant 

746.79.301  Priority:  C Funding  Code:  r 

185.0-  - 

Sunset  reservoir.  South  Ba.sin,  rehabilitate  lining 

746.76.301  Priority:  C Funding  Code:  r 

-5^  ^5-  1300.0-:^ 


C-19 


< P.I.N,  > Priority  ? Pimding  Code  ? Piscal  Years  Belova 

1979-80  - 1980-81  1981-82  1982-83  1983-84  * 1984-85 


HETCH  HETCHY  l/ATER  MD  P017ER 

1.  Moccasin-Nev/ark  transmission  line,  paint  tovrers 

756.70.102  Priority:  A Eimding  Code:  r 

50,0-^-  55. 0--  SO.O-  65.0*  70.0*  75.0* 

2.  Various  city  locations,  replace,  repair  and  paint  trolley 
poles 

756.74.102  Priority:  A Eunding  Code:  r 

* 200.0*  200.0*  200.0*  200.0*  200.0*  200.0* 

3.  Trolley  coach,  overhead  facilities,  reconstruct  and  replace 
(Urban  Mass  Transit  Act) 

756.77.108  Priority:  A Eunding  Code:  r 

* * 783.0*  310.0*  329.0*  348.0*  277.0* 

756.77.108  Priority:  A Eunding  Code:  o 

* * 3134.0*  1241.0*  1315.0*  1394.0*  1108.0* 

4.  Various  buildings,  repair,  replace  and  refurbish  interiors 
756.77.302  Priority:  A Eunding  Code:  r 

* 61.0*  66.0*  73.0*  * * * 

5.  Scj.1  Joaquin  Pipelines,  repair  lining 

756.78.101  Priority:  A Funding  Code:  r 

* 500.0*  1300.0*  1400.0*  * * * 

6.  Moccasin  to  Alameda  East  Portal,  tunnels  and  pipelines, 
general  repairs 

756.78.102  Priority:  A Eunding  Code:  r 

* 20.0*  20.0*  20.0*  20.0*  20.0*  20.0* 

7.  Ketch  Hetchy  Project,  various  locations,  resurface  roads 

756.78.103  Priori t\^:  A Eunding  Code:  r 

* 25.0*  25.0*  25.0*  25.0*  25.0*  25.0* 

8.  Standiford  Substation  (Modesto),  replace  air  brake  sv/itch 
units 

756.79.  101  Priority-:  A Eimding  Code:  r 

* 35.0*  * * - 

9.  Moccasin  Poi/erhouse,  air  handling  units,  replace 
heating  coils 

756.79.102  Priority:  A Eimding  Code:  r 

* 5.0*  * * * 

10.  San  Joaquin  Pipelines,  provide  corrosion  protection 

756.79.103  Priori tv:  A Eunding  Code:  r 

90.0^f  4 

11.  Canyv''n  Portal  Valvehouse,  replace  and  relocate  service 
transformers 

756.79.105  Priority:  A Eimding  Code:  r 

O.O*  ^5-  .v. 

12.  V/est  Portal,  roconflltion  penstock  valve  operators  and 
controls 

756,78,205^^  Priority:  B Eimding  Code:  r 

13.  Bryant  Street  Substation,  reroof 
756.78.207  Priori B Braiding  Code:  r 

32.5*  * 4$-  -X- 

' rewind  generator  stator  windings 
7'^6. /6.  102  Priority:  C Eimding  Code:  r 

'''■  519.0*  800.0*  -X-  -X-  -x-  * 
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< P.I.K.  > Priority  ? Pimding  Code  ? Fiscal  Years  Belov/ 
* 1979-80  1980-81  ---  1981-82  - 1982-83  " 1983-84  1984-85  * 


1.  Txansit  System  Pov/er  Improvement  Program,  replacement  of  DC 
distribution  system  (Urban  Mass  Transit  Act) 

756*69# 106  Priority:  A Funding 
* * 2000. 0’-^'-  900.0-"- 

756.69.106  Priority:  A Funding 

8000.0^-  3600.0* 

2.  Canj/on  Portal,  verticle  rock  face, 

756.75.201  Priority:  A Funding 

* 120.0-^  -- 

3.  Hetcb  Hetchy  Pov/er  System,  replace 
control  systems 

756.75.202  Priority;  A Funding 

* * 275.0*  * 

4.  Hii.ghes-Leitbold  and  Foothill  v/ater 

756.75.204  Priority:  A Funding 

* * 220.0*  * 

5.  Holm,  Kirla'/ood  and  various  gate  tov/ers  and 
dams,  miscellaneous  repairs 

756.78.203  Priority:  A Funding  Code:  r 

^ 10.0*  * * * * 

6.  Moccasin  Pov/erhouse,  various  areas,  replace  floor  covering 

756.79.104  Priority:  A Funding  Code:  r 

-55-  if  7^0*  if  if  if  * 

7.  Moccasin  and  Intake  housing  units,  various  cottages, 
rehabilitate  heating  systems 

756.71.408  Priority:  B Funding  Code:  r 

if  if  52.0*  * * * * 

8.  Overhead  Lines  Section,  1401  Bryant  St. , reconstruct  office 
and  Gilley  Room;  modif3/  security  system 

756.75.102  Priority;  B Funding  Code:  r 

if  if  32.5if  if  if  if  if 

9.  0 ’ Shaughnessy  Dam,  repair  outside  stairv'/ay  and  handrail 

756.76.107  Priority:  B Finding  Code:  r 

if  if  12.0*  * * * * 

10.  Cherr^/"  Valve  House,  paint  valves  and  associated  piping 

756.76.202  Priority:  B Finding  Code:  r 

if  if  38.0*  * * * * 

11.  Tesla  Portal  Generator  Pump  Building,  install  co2  fire 
protection  system 

756.78.201  Priori t^^:  B Finding  Code:  r 

if  if  8.0*  * * * * 

12.  Tesla  Portal,  replace  domestic  v/ater  system 

756.78.202  Priority:  B Funding  Code:  r 

if  if  16.0*  ^ 

13.  Moccasin  Pov/erhouse,  paint  crane  and  generator  housing 

756.78.204  Priority:  B Finding  Code:  r 

-'f  if  30,0*  * * * ->f 

14.  Moccasin  Pov/erhouse,  fabricate  and  install  box-like 

enclosure  around  flange  of  transformer 
756,78.206  Priority:  B Funding  Code:  r 

* if  6.0*  * * * * 

15.  Kirlcv/ood  Pov/erhouse,  replace  rheostats 

756.79.201  Priority/:  B Finding  Code:  r 

* if  7.0*  * * * -f 


Code:  r 

if  if  if 

Code:  o 


rock  bolt  and  gunite 
Code:  r 

if  if 


carrier  and  supervisory 
Code:  r 


lines,  replace  and  repair 
Code:  r 

if  if  i 


- ' ''  . :» ; ■*  r <■  J c ■■  t 


v'T 


• ■•  v .,  <.;  ■’  - '■ 


.■•.I  '.o  1 « 


.:i;f  ”!.:•<■  ' •' 


■r.  O'-. 

. 3'",,  S'!  '- 


:-(■■ 


• £ 


r.,;..  . ..  ■ -.f  : • /:•  T 


, . j /..vv  : 


• ..  V-  - O'-: 

r ■•_  ^ ;;  ; •■•;  ?jri  ' .. 


i.’:rva  •■; 

. i-v  . " 


-.rj.  ■ V,-.,  ;v:£:!  .••■  •••  ■•■.:. 0 ' o;..-  ; 

. l:'  j:V  ■■;.  t >'.V  Z ’ ■'  »<-'  . 

■ V 

V c f'  ■■'•' .v.'uc''vvi  . > ' '■■'  -i^'’ • •'  "•*• ' ' 

Vm  -j.  • .V'--.;.  ‘ j ' 

V .-■•:•  •••.•  •;.  '■•'  ,,  '1  ■ 

■■■■  “ , - ■’  • ■■'■■  ■ ■ ■' 

■1,)/:;: H'.i  >.  ‘Tji:  "■  . r>v”.'.fOfP:eo.'0\l  j^oovot*:r.t?l 

v.fSO’  ‘ vc' 

•■“  -0,.;  I 


C-21 


< P.I.N.  > Priority  ? Punding  Code  ? Fiscal  Years  Belov/ 
-X-  1979-80  1980-81  1981-82  1982-83  1983-84  " 1984-85  * 


1.  Holm,  Kirlrv/ood  and  Moccasin  Pov/erhouses,  replace  main 
generator  exciters  (former  757.78.203) 

756.79.202  Priority:  B Funding  Code:  r 

■5^  1200.0^^  - 

2.  Abandoned  Moccasin  Switchyard,  relocate  pov/er  and 
commmications  facilities 

756.71.301  Priority:  C Funding  Code:  r 

■5S-  70.0^^  -5'  ^ 

3.  Intake  Sv/itchyard,  Warnerville  Substation,  and  Holm  and 
Kirlrv/ood  Pov/erhouses,  paint  exterior  sv/itchyard  equipment 
756,74.204  Priority:  C Funding  Code:  r 

■5f  ^ 57.0^  - “ * 

4.  Eleanor  Dam,  repair  and  seal  concrete  face 

756.75.301  Priority:  C Funding  Code:  r 

^5-  ^ 500.0-^  ^ ^ 

5.  Moccasin  Village,  resurface  roads 

756.71.402  Priority:  B Funding  Code:  r 

- - 112.0^-  - ^ 

6.  Moccasin  Village,  replace  street  lighting 

756.70.113  Priori tv:  C Funding  Code:  r 

- - 17.0^^  - 

7.  Mocassin  Village,  various  cottages,  replace  plumbing, 
bathroom  fixtures  and  tile 

756.71.403  Priority:  C Finding  Code:  r 

-;f  30.0-"-  30.0^-  ^ 

8.  Kirlavood  Pov/erhouse,  repaint  structure  and  equipment 
756.76.304  Priority:  C Finding  Code:  r 

* 68,0-''-  ^ 

9.  Moccasin  Pov/erhouse,  generator  and  turbine  bearings,  replace 
capillary  thermal  devices  v/ith  thermo-couples 

756.77.201  Priority:  C Funding  Code:  r 
* 6.0^^  ^ 

10.  Moccasin  and  Priest  Peservoirs,  replace  remote  control 
system 

756.77.301  Priority:  C Funding  Code:  r 

14.0-^-  ^ 

11.  Me.ther  Transmission  Line,  replace  poles  and  line  hardv/are 

756.79.301  Priority:  C Finding  Code:  r 

220.0^^  ^ ^ 

12.  Early  Intake,  reconstruct  portions  of  Cherry  Diversion 
System 

756.79.302  Priority:  C Funding  Code:  r 

* 400.0-5- 

13.  Camp  Mather  to  0 'Shaughnessy  Dam,  resurface  access  road 

756.74.203  Priority:  B Funding  Code:  r 

* -5^  ^ - 105.0-5-  ^ 

14.  0 ’ Shaughnessy  Dam,  replace  telephone  system 

756.71.404  Priority:  C Funding  Code:  r 

''  - 35.0^ 

15.  Coast  Range  Tunnel,  replace  fan  and  fan  housings 

756.76.303  Priority:  C Finding  Code:  r 

* 10.0-^  ^ 
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< P.I.N.  > Priority  ? Punding  Code  ? Piscal  Years  Belov/ 
-:f  1979-80  - 1980-81  1981-82  1982-83  - 1983-84  1984-85 


1.  Moccasin  Shop  area,  replace  maintenance  Building 
756.77.501  Priority:  C Punding  Code:  r 

* * -X-  -)c-  88,0^'-  '«• 


2.  Moccasin  Pov/erhouse,  reconstruct  bypass  inlet  structure 
756.78.401  Priority:  C Punding  Code:  r 

-X-  -X-  -X-  -X-  45.0-='-  -=*■ 
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< P.I.N,  > Priority  ? Pimding  Code  ? Piscal  Years  Belov; 
1979-80  1980-81  --  1981-82  1982-83  - 1983-84  1984-85 


PORT  COIMISSIOB 


1.  Various  locations,  glazing  and  sash  repair 
775.79*102  Priority:  A Bunding  Code:  r 
* 140. 0-^-  * 

2.  The  Emharcadero,  various  locations,  paving 

775.79.103  Priority:  A Bunding  Code:  r 

50.0-  -- 

3.  Various  piers,  painting  and  sidewall  repairs 

775.79.104  Priority:  A Bunding  Code:  r 

29.0^- 


4.  Various  piers,  repair  ship  damage 

775.70.115  Priority:  A Bunding  Code:  r 

- 50.0-:^  50.0-  50.0-  50.0-"- 


50. 0-- 


5.  Various  streets,  miscellaneous  facilities  maintenance 
pro;iects 

775.77.101  Priority:  A Bunding  Code:  r 

--  10.0-"-  10.0*  10.0-''^  10.0-;-  10.0-"- 

6.  Various  structures,  miscellaneous  facilities  maintenance 
projects 

775.77.102  Priority:  A Bunding  Code:  r 

-"-  100.0-;-  100.0-;-  100.  o-;;-  100.0*  100.0* 

7.  Various  locations,  equipment  maintenance 
775.78^102  Priority:  A Bunding  Code:  r 

* * 10.0*  10.0*  10.0*  10.0*  10.0* 
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CITY  MD  COIMTY  OP  SM  PRANCISCO 

-SSS^CAPITAL 

IMPROVEMENT 

AND 

PACILITIES 

MAINTENANCE 

PROORAMS 

1980-81  through  1985-86  fiscal  years 

Submitted  by  the 

CAPITAL  H^DPROVEIIENT  ADVISORY  COMMITTEE 
pursuant  to  Administrative  Code  Section  3 ,09 


June  15,  19fe) 


DOCUf^lEMTS  DEPT. 

OCT  ^ 1980 

GAM 


CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Office  of  the  Chief  Administrative  Officer 


Mayor  Dianne  Feinstein 
Board  of  Supervisors 

Ladies  and  Gentlemen: 


Subject:  .transmittal  of  Annual 

Facilities  Maintenance  and 
Capital  Improvement  Program 

The  annual  report  by  the  Capital  Improvement  Advisory 
Committee  on  the  maintenance  and  improvement  of  public  buildings 
and  structures,  pursuant  to  Section  3.09  of  the  Administrative 
Code,  is  herein  submitted. 

The  report  includes  the  Capital  Improvement  and  Facilities 
Maintenance  projects  as  approved  by  the  Board  of  Supervisors  for 
the  1980-81  budget,  and  a five-year  listing  of  future  maintenance 
and  improvement  projects.  The  report  serves  primarily  as  a source 
of  needs  identified  by  departments  relative  to  the  maintenance  and 
improvement  of  the  City's  physical  plant.  The  report  will  also 
serve  as  a preliminary  guide  for  the  development  of  1981-82  budget 
requests. 

The  Committee  in  the  past  has  issued  a separate  document  early 
in  the  budget  revievj  process  listing  recommended  project  priorities 
Due  to  significant  budgetary  reporting  changes,  the  Committee's 
recommendations  were  issued  as  part  of  the  budgetary  process  for 
1980-81  rather  than  as  a separate  document.  Additionally,  requests 
from  General  Fund  departments  for  Facilities  Maintenance  and 
Capital  Improvement  projects  were  consolidated  into  a capital 
budget  section  of  the  annual  budget  document.  The  Committee  found 
the  new  Section  to  be  a valuable  addition  to  the  budgetary  review 
process,  and  requests  that  it  be  continued. 

Approved  Budgetary  Allocations 

The  follovring  table  summarizes  the  budgetary  allocations 
approved  by  the  Board  of  Supervisors  for  the  fiscal  year  1980-81 
for  the  Capital  Improvement  and  Facilities  Maintenance  programs 
with  comparative  data  for  1979-80,  Several  important  funding 
changes  have  occurred  between  these  two  years , The  decrease  in 
the  Gas  Tax  program  is  caused  by  the  reduction  in  gasoline  usage 
which  results  in  a reduction  in  gas  tax  receipts,  and  by  the 
budgetary  requirements  of  the  street  maintenance  programs  of  the 
Department  of  Public  Works,  The  significant  change  in  the  funding 
category  for  revenues  is  the  principal  result  of  the  increased 
allocation  of  approximately  $27,000,000  for  the  airport's  improve- 
ment program. 


Consolidated  Comparative  Table 


Funding  Category 

1979-80 

1980-81 

% Change 

General  Fund 

$ 2,116,197 

$ 2,856,365 

+ 35% 

Gas  Tax 

3,448,700 

597,500 

- 83% 

Revenues 

26,191,486 

55,224,610 

+111% 

Special  Funds 

13,838,975 

13,138,080 

- 5% 

TOTALS 

$45,595,358 

$71,816,555 

i 


Future  Concerns  of  the  Coinmittee 


The  Coinmittee  has  noted  in  the  past  their  concern  over  the 
inadequate  amount  of  funds  appropriated  to  protect  the  invest- 
ment in  the  City's  capital  plant.  The  Committee  recognizes 
that  this  year's  appropriations  represents  an  increased  aware- 
ness of  the  need  to  maintain  the  physical  plant  of  the  City. 
However  the  Committee  continues  its  concern  over  the  relative 
amount  of  financing  being  made  available  compared  to  the  great 
needs  in  the  General  Fund  and  Gas  Tax  categories. 

A related  concern  of  the  Committee  is  the  plight  of  the 
general  obligation  bond  financing  under  Proposition  13. 
Subsequent  to  Proposition  13,  the  use  of  general  obligation 
bonds  for  the  construction  of  public  improvements  was  sub- 
stantially curtailed,  if  not  entirely  eliminated.  To  remedy 
this  situation,  the  State  Legislature  has  approved  a constitu- 
tional amendment  for  inclusion  in  the  November  1980  General 
Election  that  if  approved  would  place  the  payment  of  bond 
interest  and  redemption  outside  of  the  one  per  cent  ad  valorem 
tax  limitation.  The  constitutional  amendment  would  not  alter 
the  requirement  of  a two-thirds  approving  vote  of  the  electorate 
voting  on  the  bond  proposition.  The  Committee  views  the  general 
obligation  bond  as  an  important  financing  vehicle,  and  requests 
the  Mayor  and  Board  of  Supervisors  to  support  the  proposed 
constitutional  amendment. 

The  Committee  requests  that  all  departments  and  agencies 
review  carefully  the  five-year  program  recommendations  contained 
in  this  report.  Through  this  review  process,  important  needs 
of  each  agency  can  be  focused  upon  during  the  preparation  of 
the  1981-82  budget  to  assure  that  the  most  efficient  utilization 
of  the  City's  limited  fiscal  resources  is  achieved. 


Respectfully  submitted 


Roger  Boas , Chairman 
John  Farrell,  Controller 
Jeffrey  Lee,  Public  Works 
Thomas  Malloy,  Recreation  and  Park 
Rai  Okamoto,  City  Planning 
Richard  Sklar,  Public  Utilities 
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SECTION  A 


CAPITAL 

IMPROVEMENT 

AND 

P ACIDITIES 
MAINTENANCE 
P R 0 0 R A M S 

1980-81  THROUGH  1985-86 


Introduction 


A-1 


EXPLANATION  OF  SYTffiOLS 


General  Priorities 


A - ESSENTIAL; 

An  ’essential’  rating  is  assigned  to  a project  v^hich 
is  included  in  the  budget  vear  of  the  program  onlv. 

The  rating  is  assigned  to  a project  which  )^ould  imple- 
ment a declared  legislative  policy,  is  critical  to  the 
health,  safety  and  welfare  of  the  general  public,  v/ill 
resolve  a critical  operational  deficiency  or  v/ill  re- 
solve a critical  physical  condition  of  the  physical 
plant. 


B - DESIRABLE: 

A ’desirable’  rating  is  assigned  to  a project  included 
in  the  first  or  second  year  of  the  program.  The  rating 
is  assigned  to  a project  v/hich  is  important  to  the 
general  convenience,  operation  or  condition  of  the 
physical  plant,  but,  because  of  its  intent,  purpose  or 
proposed  timing,  the  project  is  not  critical  relative 
to  the  operation  or  condition  of  the  physical  plant. 


C - ACCEPTABLE: 

An  ’acceptable'  rating  is  assigned  to  a project  which 
would  provide  for  a \/orthv/hile  improvement  to  the 
physical  plant,  but  because  of  its  purpose  or  scheduling 
of  the  proposed  project,  it  is  not  critical  or  important 
v/hen  considered  in  relationship  to  other  program  require- 
ments, need  or  the  City’s  fiscal  capabilities. 

D - DEFERPJIBLE: 

A ’ deferrable’  rating  is  assigned  to  a project  v/hich 
is  v/ithout  full  documentation  as  to  need,  justification 
or  submission  of  additional  data. 

H - HOLD: 

The  ’hold’  rating  is  assigned  to  a project  which  should 
be  held  in  abeyance  pending  consideration  of  Master 
Plan  questions  or  the  completion  of  a study. 


Source  of  Financing 


a ~ Ad  Valorem  Property  Taxes  or  Sales  Taxes 


Gas  Taxes  and  Road  Funds 
g - Gas  Tax: 
e - 1.04  Cent  Fund 
s - Road  fund 


r - Revenues 


n - Proposed  Bonds 


0 - Other  Sources 

(e.g.,  bequest  funds,  federal 
or  state  subventions) 


PROJECT  IPENTIEICATION  NUMBER 


A- 2 


The  project  identification  number  (P,I,N.)  is  designed  to 
apply  to  a particular  capital  improvement  project  and  only  that 
one  proposal.  Its  pu2rposes  arej  1)  to  relate  a specific  project 
to  the  submitting  department;  2)  to  identify  the  capital  improve- 
ment program  in  which  the  project  will  first  appear;  3)  to 
identify  the  fiscal  year  (1st  through  6th  ^/'ear;  vathin  that 
program  v/hen  the  department  seeks  funding;  and  4)  to  indicate  the 
departmental  priority  rating  for  that  project  on  its  first 
submission.  In  subsequent  capital  improvement  program  reports 
the  same  identification  number  v/ill  be  repeated  through  all 
phases  of  the  the  project’s  development  and  execution,  A nev/ 
identification  number  v/ould  be  assigned  only  if  the  scope  of  a 
project  is  changed  substantially  upon  resubmission. 

The  project  identification  number  consists  of  eight 
digits  arranged  in  three  major  components  as  shov/n  in  the 
follov/ing  example: 


500.80. 101 

The  first  component,  ’500’  in  the  example,  is  the  budget 
index  number  assigned  to  the  requesting  department. 

The  second  component,  ’80’  in  the  example  identifies  the 
year  (1980-81)  the  particular  project  was  initially  submitted. 

The  present  report  covers  six  fiscal  years  betv/een 
July  1,  1980,  and  June  30,  1986,  and  ’80’  appears  as  a constant 
for  all  initial  submissions.  Last  year  ’79’  was  a constant  for 
new  subm.issions,  and  next  year  ’81’  will  be  the  constant. 

The  third  component,  ’101’  in  the  example,  consists  of  two 
elements  without  separation.  The  first  digit,  which  may  range 
from  1 to  6,  indicates  that  fiscal  year  within  the  six-year 
capital  improvement  program  v/hen  the  requisitioning  department 
asks  that  the  project  be  initiated.  The  second  element,  ’01’  in 
the  example,  consists  of  two  digits  v/hich  reflects  the 
departmental  order  of  priority  for  projects  in  that  particular 
fiscal  year,  v/henever  such  a sequence  is  feasible.  The  lower 
this  tv/o-digit  number  may  be,  the  higher  the  departmental 
priority  that  v/as  assigned  to  the  project  on  its  first  submission. 
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All  projects  are  in  conformity  v/ith  the  Plaster  Plan 
except  as  noted. 

Projects  included  in  the  Capital  Improvement  Program  Report 
are  approved  in  concept  only. 

Projects  involving  the  acquisition  of  land  or  changes 
in  sidev/alk  v/idths  are  subject  to  further  review  by  the  City 
Planning  Commission. 

Notes  appearing  in  BOLD  TYPE  are  policy  statements 
approved  by  the  City  Planning  Commission  for  inclusion  in  the 
Capital  Improvement  Program  Report, 

Projects  which  have  previously  been  reviewed  by  the 
City  Planning  Commission  for  conformity  with  the  Master  Plan 
are  identified  by  an  individual  Referral  number,  such  as 
(R72.44)  at  the  end  of  the  project  description. 

All  project  costs  shown  in  the  program,  unless  otherv/ise 
noted,  are  in  thousands  of  dollars. 

The  ’A’  or  ’essential’  priority  rating  applies  only  to  a 
project  recommended  for  the  first  year  of  the  program.  Projects 
in  subsequent  years  of  the  program  \/ill  be  re-evaluated  as  they 
move  forward  for  inclusion  in  the  budget  year. 

An  appropriate  general  priority  rating  v/ill  be  substituted 
for  the  designation  ’hold’  after  further  review  of  the  proposal. 

The  assignment  of  a priority  rating  of  ’ essential ’ to  a 
major  capital  improvement  proposed  for  future  bond  financing  is 
an  endorsement  only  of  the  general  concept  of  the  proposal 
(City  Planning  Commission  Resolution  No.  6068), 


I 


NOTES  AND  GUIDELINES 

T2?ansportation  Policy  Group  Reviev/  Criteria 


A-'! 


The  Transportation  Policy  Group  (TPG) , consisting  of  the 
Director  of  Pu.hlic  Uorks,  the  Director  of  Pla:aning  and  the 
General  Manager  of  Inollc:  Utilitj.es,  has  adopted  transportation 
policy  criteria,  as  i.isced  be.l. ow,  in  order  to  evaluate  transpor- 
tation-prelate d oapitai  lmnycve.;rient  and  reconstruction  and  re- 
placement projects-  '.Lhe  j.rtc.nt  has  an  to  Indicatie  tlie  rela- 
tionship hetween  the  Oity'o  transportatio.n  policies  and  expendi- 
ture for  individual  projects^ 

The  City’s  transportation  policies  are  continuously 
reviev/ed  by  TPG,,  whi.oii  moots  regularly  to  discuss  policy  and 
major  projects  in  relation  to  policy,  TPG  established  three 
broad  caregories  of  priority  (highest,  high,  medium)  for  those 
transportation  policy  criteria  likely  to  bea.r  directly  on 
capital  improyements.  The  criteria  were  taken  in  most  part 
from  policies  of  the  Transportation  element  of  the  San  Erancisco 
Comprehensive  Plan;  hov/ever,  vhere  the  Master  Plan  is  not 
specific  or  is  silent,  criteria  v/ere  taken  from  the  operating 
policies  of  the  transportation  operating  department  and  other 
declared  City  objectives,  TPG  may  propose  additions  or 
changes  to  these  policy  criteria  as  the  needs  of  the  City  are 
accommodated  or  as  the  needs  change. 

There  has  been  no  attempt  to  'ra.nk’  the  criteria  v/ithin 
each  of  the  three  priority  categories,  nor  is  the  number  of 
criteria  met  an  indication  of  ranking.  Therefore,  there  is 
an  alphabetical  rather  than  numerical  index  to  the  criteria 
(with  each  criterion  being  assigned  a letter). 

Each  project  in  the  Trafficwa3rs  section  of  the  Capital 
Improvement  Program  (CIP)  and  each  project  in  the  Municipal 
Railway  section  of  the  CIP  has  been  evaluated  in  terms  of  these 
criteria.  After  each  such  budget  3^ear  project  in  the  CIP  appears 
the  identification  letter(s)  of  the  most  relevant  criterion  (a) 
which  the  project  vjas  adjudged  to  have  met  (e.g,  ,TPG  a). 


PCLICY  CRITERIA 
Highest  Priority  Criteria 


a - Provides  access  by  street  or  transit  v/here  no  service 
previously  existed  vrhen  requested  by  those  to  be  nev/ly 
served,  in  order  to  provide  more  equal  access  to 
transportation  facilities  for  all  citizens. 

b - Reduces  danger  to  people  and  eliminates  or  reduces 
the  cause  of  accidents  to  pedestrians,  autos  and 
transit  vehicles, 

c - Provides  clearly  needed  maintenance  for  the  existing 
street  and  transit  s^'-stems,  required  to  protect  the 
public  investment  in  existing  transportation  facilities, 

d - Reduces  auto-transit  conflicts  in  favor  of  transit, 

e - Improves  transit  operations  for  increased  efficiency, 
reliability,  decreased  travel  time,  savings  in  money 
and  manpower,  decreased  maintenance  costs,  and  ease 
and  convenience  of  transit  use. 
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Highest  priority  Criteria  (continued) 


f - Diverts  excessive  traffic  from  residential  streets. 

g - Reduces  congestion  dovmtovyn. 

h - Has  a high  level  of  community  support  while  also 

fulfilliNg  at  least  one  other  TPG— CIP  policy  criterion. 

i - Is  a portion  of  a larger  project  v/hich  has  previously 
received  legislative  approval  and  is  the  City’s  ’local- 
share’  commitment,  or  is  necessary  to  complete  or 
fulfill  the  objectives  of  cr  overall  balanced 
t:L--.n.3portation  program;  alLo  .11; st  fulfill  at  least  one 
otlicr  TPG-CIP  polic3^  criterio/'.o 

High  pr^.oi'ity  Cri.teria 


j - Expands  mobility  for  the  disadvantaged„ 

k - Reduces  pollution  and  noise^ 

1 - Improves  pedes  r.riar.  use,  aooessiblll  ty  or  convenience 

and/or  the  pedos-jc.ian,  resident;  or  commercial  environment. 

m - Supplements  and/or  intvensifies  ox:  suing  transit  service, 
particularly  in  nhe  ’central’  area„ 

n - Establishes  easily  identifiable  transit  ''centers’, 
terminals  and  loading  areas  for  convenient  access 
and  transfer. 

0 - Discourages  non-recreational  avv'  non-local  tra’-el  in 
and  around  parks  and  along  shore recreation  areas. 

p - Develops  transit  to  connect  other  major  centers  of 
activity  with  doimtonai. 

Medium  Priority  Criteria 


q - Provides  transit  service  from  residential  areas  to  major 
employment  centers  outside  the  downtovn. 

r - Eliminates  unnecessary  cross  traffic  conflicts  and 
improves  traffic  flov/  along  major  thoroughfares, 

s - Provides  for  the  role  of  the  bicycle  as  transportation 
between  and  within  major  recreation  areas,  residential 
areas  and  major  emplo^/ment  centers  and  for  bicycle 
parking  in  conjunction  with  other  parking  facilities, 

t - Increases  parking  for  residents, 

u - Increases  parking  for  outlying  neighborhood  shopping 
areas, 

V - Maintains  other  drpartmental  facilities  not  directly 
part  of  the  operating  transportation  system  in  order 
to  preserve  the  public  investment  in  these  facilities. 
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CAPITAL 

IMPROVEMENT 

PROGRAM 


1980-81  THROUGH  1985-86 


riSCAI  SUmiARY:  TOTAL  PROGRAM  COSTS-"- 
CAPITAL  IMPROVEMEITT  PROGRAII:  1980-81  THROUGH  1985-86 
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1980-81 

54278.5 

1981-82 

= 67513.4 

1982-83 

= 354705.3 

1983-84 

= 184720.5 

1984-85 

= 205483.3 

1985-86 

= 113722.7 

TOTAL  PROGRAM  COSTS  = 

980423.7 

NOTE;  All  costs  shov.ni  in  the  Capital  Improvement 
Program  are  in  thousands  of  dollars. 
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FISCAL  SUIFIARY:  BY  FUBDIMCr 
CAPITAL  II'fPROVEl'lENT  PROCRAMi  1980-S1  THROUGH  1985-86 


Ad  Valorem  Taxes 

TOTAL 

38524.3 

1980-81 

1237.9 

1981-82 

= 

12274.4 

1982-83 

= 

7905. 1 

1983-84 

= 

5953.9 

1984-85 

= 

6869.3 

1985-86 

= 

4283.7 

Gas  Taxes  and  Road  Funds 

TOTAL 

5699.3 

1980-81 

= 

252.0 

1981-82 

= 

2135.9 

1982-83 

= 

8/15.8 

1983-84 

= 

1000.2 

1984-85 

= 

852.7 

1985-86 

= 

612.7 

Revenue 

TOTAL 

98905.8 

1980-81 

44575.3 

1981-82 

= 

17237.0 

1982-83 

= 

12361.5 

1983-84 

= 

8376.0 

1984-85 

= 

10391.0 

1985-86 

= 

5965.0 

Proposed  Bonds 

TOTAL 

795950.0 

1980-81 

0.0 

1981-82 

= 

31700.0 

1982-83 

= 

330000.0 

1983-84 

= 

150600,0 

198/1-85 

= 

183650.0 

1985-86 

= 

100000.0 

Other  Sources 

TOTAL 

41344.3 

1980-81 

8213.3 

1981-82 

= 

4166.  1 

1982-83 

= 

3592.9 

1983-84 

= 

18790.4 

1984-85 

= 

3720.3 

1985-86 

= 

2861.3 

FISCAL  SUMIARY:  BY  PRIORITY 
CAPITAL  IIIPROmiCNT  PROCPvAri:  1980-81  THROUGH  1985-86 


Priority  A 


Priority  B 


Priority  C 


Priority  I) 


Priority  H 


TOTAL 

1980-81  = 
1981-82  = 

1982- 83  = 

1983- 84  = 

1984- 85  = 

1985- 86  = 


TOTAL 

1980-81  = 
1981-82  = 

1982- 83  = 

1983- 84  = 

1984- 85  = 

1985- 86  = 


TOTAL 

1980-81  = 
1981-82  = 

1982- 83  = 

1983- 84  = 

1984- 85  = 

1985- 86  = 


TOTAL 

1980-81  = 
1981-82  = 

1982- 83  = 

1983- 34  = 

1984- 85  = 

1985- 86  = 


TOTAL 

1980-81  = 
1981-82  = 

1982- 83  = 

1983- 84  = 

1984- 85  = 

1985- 86  = 


53399,9 

18183.0 

12987.0 
8512.0 
8825.0 
5075.0 


878.6 

26269.9 

1285.5 

1559.6 

116  :.o 

1149.0 


0.0 

23060.5 

340432.8 

144648.9 
195494.3 
105098.7 


0.0 

0.0 

0.0 

0.0 

0.0 

0.0 


0.0 

0.0 

0.0 

30000.0 

0.0 

2400.0 
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106981.9 


32306.6 


808735.2 


0.0 


32400.0 


FISCAL  SUMMARY:  PROPOSED  BOND  PROGRAM 
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CAPITAL  IMPROVEMENT  PROGRAI4:  1980-81  THROUGH  1985-86 


Because  of  the  effect  of  Proposition  13  on  the  ability  of  a 
local  public  agency  to  use  general  obligation  financing  for  bond 
items  not  approved  by  the  electorate  prior  to  July  1,  1978,  the 
following  schedule  of  capital  improvements  is  shown  as  two  separate 
categories.  The  first  category  represents  those  future  bond 
proposals  which  can  be  paid  from  revenues  for  purposes  of  meeting 
debt  service.  The  second  category  contains  those  future  proposals 
which  must  be  funded  through  other  forms  such  as  lease  revenue  bonds, 
or  be  subject  to  indefinite  deferment. 


PROPOSED  REVENUE  BONDS 


Date  of 

Submission 

Description 

Amount 

1982-83 

Wards  Ferry  - Clavey  Power 
Complexes 

$ 

330,000.0 

1983-84 

Peak  Pov;er  Generating 

Facilities 

100,000.0 

1984-85 

San  Joaquin  Pipeline 

100,000.0 

Total 

OTHER  POSSIBLE  CAPITAL  IMPROVEMENTS 

$ 

530,000.0 

Date  of 

Submission 

Description 

Amount 

1981-82 

Fire  Department  (AWSS) 

Emergency  Operating  Center 

$ 

18.400.0 

13.300.0 

1982-83 

Subtotal 

No  bond  proposals 

$ 

31,700.0 

1983-84 

M.  H,  deYoung-Asian  Art  Museums 
Police  Facilities 

Street  Improvements 

$ 

15.000. 0 
17,600.0 

18.000. 0 

Subtotal 

$ 

50,600.0 

1984-85 

Heating  and  Cooling  Plant 

Main  Library 

$ 

18.150.0 

65.500.0 

Subtotal 

$ 

83,650.0 

1985-86 

Zoological  Gardens 

War  Memorial  Modernization 
Courts-Of f ice  Building 

$ 

10,000.0 

23.500.0 

66.500.0 

Subtotal 

$ 

100,000.0 

Total 

$ 

265,950.0 

< P.I,]\T.  > Priority  ? Piinding  Code  ? Piscal  Years  I3elo\/ 
1980-81  1981-82  1982-83  * 1983-84  198^-85  * 1985-86 


2, 


3. 

4. 


5. 


6. 


7. 


9. 


10. 


11. 


12. 


13. 


APT  COMUSSION 


165  Grove  St.,  Art  Gallery,  improve  lighting 

113.78.101  Priority;  C ' Pimding  Code;  a 

ASSESSOR 


City  Hall,  install  partions,  air  conditioning,  electric 
panelling  and  new  ceiling 

115.73.101  Priority;  C Pimding  Code;  a 
- 261.4^  - " 

CITY  ATTORNEY 


City  Hall,  second  floor,  relocate  stenopool  and  library 

117.78.101  Priorit-'^;  B Pimding  Code;  a 

102.4'"-  * 

City  Hall,  second  floor,  office  alterations 

117.74.101  Priority;  C Pimding  Code;  a 

586.7^  - 


CONTROLLER 


City  Hall,  EBP  Section,  provide  alternative  source  of 
electrical  service 

124.72.102  Prioritv;  B Pimding  Code;  a 
* 618.0- 

City  Hall,  General  Office,  study  for  alterations  to  office 
area 

124.77.101  Priority;  B Pimding  Code;  a 

" - 19.5^' 

240  Van  Ness  Ave, , EBP  Section,  office  alterations 

124.69.101  Priority;  C Funding  Code;  a 

-if  259.9- 

City  Hall,  EBP  Section^  install  cooling  v/ater  conservation 
facilities  (Phase  2)  (078.0  appropriated  1977-78) 

124.79.101  Priori t''?-;  C Pimding  Code;  a 

- 45.0^^  - - 


EMERGENCY  SERVICES 

Emergency  O-^erating  Center,  nei/  construction  (Note;  Site 
for  proposed  Center  is  under  review) 

131.72.101  Priority;  B Funding  Code;  n 

13300.0-"-  --  -- 

BISTRICT  ATTORNEY 

Hall  of  Justice,  Room  No.  11,  Municipal  and  Superior  Courts, 
construct  Records  Room  (C2.0  appropriated  1978-79  for  study) 

141.78.102  Priority;  B Pimding  Code;  a 

* 31.1*  * * * * 

Hall  of  Justice,  clerical  pool,  misc.  modifications 

141.78.104  Priority;  B Funding  Code;  a 

-X-  ->f  36,0*  * * * * 

Hall  of  Justice,  attorneys’  offices,  modifications 

141.78.105  Priority;  C Funding  Code;  a 

* * * 56.7*  * * * 


Hall  of  Justice,  investigators'  offices,  remodeling 

141,78.106  Priority;  C Funding  Code;  a 

^5-  - - 64.0*  * * 
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< P.I.N.  > Priority  ? Pimding  Code  ? Fiscal  Years  Belova 
1980-81  - 1981-82  - 1982-83  1983-84  1984-85  1985-86 


1. 


2. 


3- 


5. 


6. 


7. 


8. 


9. 


10. 


11. 


12. 


13. 


14. 


15. 


16. 


Hall  of  Justice,  various  offices,  raise,  alterations 
141.78.107  Priority;  C Funding  Code;  a 

- 35, 7^^ 

FIRE  DEPARTIIENT 


Various  stations,  provide  security  doors  and  screens 
145.77.106  Priority;  A Funding  Code;  a 
- 10.0-  ^ - - 

Various  locations,  install  fire  hydrants 
145.77.113  Priority;  A Funding  Code;  a 

- 40.0-  40.0---  40.0*  40.0---  /lO.O-”-  40.0*^ 


Various  stations  and  facilities,  building  safety 
improvements 

145.80, 102  Priority;  A Funding  Code;  a 
3.7*  * * 


Various  stations,  install  security  provisions 
145.79.  101  Priority;  A Fimding  Code;  a 

•5?-  3,6^^-  -vf 


VarioLis  stations,  install  battery-opeirated  emergency 
lighting 

145.71.103  Priority;  B Funding  Code;  a 

41.3^f 


Various  stations,  install  acoustical  tile 
145.75.102  Priority;  B Funding  Code;  a 
10.4*  * 


Station  Ho.  22,  1290  - 16th  Ave. , provide  clothes  drying 
room 

145.77.111  Priority;  B Funding  Code;  a 

" ^ 5.5-  * * * 


Various  fire  stations,  install  salvage  cover  drying  racks 
and  duckboards 

145.79.  103  Priority/;  B Funding  Code;  a 


Various  stations  and  facilities,  minor  improvements 
145.80.201  Priority;  B Funding  Code;  a 
* * 25.0*  25.0*  25.0*  25.0*  25.0* 

Auxiliary  l^ater  Supply  System,  improvements  and  extensions 
145.73.601  Priority;  C Funding  Code;  n 
* * 18400.0*  * * * * 

Various  stations,  improve  interior  lighting 
145.75.103  Priority;  C Funding  Code;  a 

* * 14.4*  * * * 

Various  stations,  storage  facilities 
145.76.101  Priority;  C Fimding  Code;  a 

10.4*  * * 

Various  facilities,  provide  plumbing  improvements 
145.77.107  Priority;  C Funding  Code;  a 

* * 2.7*  “ * - 

Various  facilities,  provide  partitions 
145.77.109  Priority;  C Funding  Code;  a 

* * 9.4*  * - * - 


Station  Ho.  31,  install  hose  rack  heater 
145.79.102  Prioritv;  C Funding  Code;  a 
-X-  * 0.9*  * * 
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< > Priori tv  ? Pimding  Code  ? Piscal  Years  Belo’^ 

1980-81  1981-8^  1982-83  1983-84  - 1984-85  * 1985-86  -■ 


2. 

3. 


4. 


5. 


7. 


8. 


9. 


10. 


12. 


13. 


14. 


15. 


16. 


Various  fire  stations,  misc.  door  revisions 
145.79.104  Priority:  C Funding  Code:  a 

-;5- 


-;(■ 


Various  fire  stations,  install  copper  uater  piping 
145.79.105  Priority:  C Funding  Code:  a 
8. 3^' 


Various  fire  stations,  improve  kitchen  ventilation 
145.79.106  PrioritA'-;  C Funding  Code:  a 
- 8.3^^  - 


if- 


Various  stations,  install  shov/er  doors 
145.79.201  Priority:  C Funding  Code:  a 
- 2.6^  * 


Various  stations,  install  garbage  disposal  units 
145.79.202  Priority:  C Funding  Code:  a 
* * 

Station  No.  39,  1091  Portola,  install  overhead 
apparatus  doors 

145.70.  102  PrioritA'-*  B Funding  Code:  a 
- ^ 

VarioLis  stations,  install  radio  controls  for  overhead 
apparatus  doors 

145.72.  101  PrioritA,^;  C Funding  Code:  a 

■5^  84.8^-  - - 

Tv/in  Peaks  Reservoir,  install  intrusion  alarm 
145.77.103  Priority:  C Funding  Code:  a 
- - - 51.0-  - 

Various  facilities,  miscellaneous  imnrovements 
145.77.105  Priority:  C Funding  Code:  a 

- -jt  14.1-  - ^ 

Bureau  of  Equipment,  2501  25th  St.,  install  new  apparatus 
doors 

145.78.102  Priori t^^:  C Funding  Code;  a 

- - 30.3-  - ^ 

Training  Center,  Brill  Tov/er,  fourth  floor,  plumbing 
improvements 

145.78.  103  PrioritA,/-:  C Fun.ding  Code:  a 

- 4.4*  * * * 


Station  No.  8,  36  BlLOcome,  pave  and  fence  parking  area 
145.79.107  Priori tv:  C Funding  Code;  a 
- - - 5.3-  - * 


Headquarters  Building,  260  Golden  Gate,  IntervieA-/  Room 
(No.  313),  soundproof  v/alls 
145.80.101  PrioritAT-;  C Funding  Code:  a 
* * * 2.0-  - ^ 


Tv/in  Peaks  Reseirvoir,  pave  access  road  and  parking  area 
145.67.123  Priority:  C Funding  Code:  a 
* * * * 12.8^-  - 


Station  No.  8,  36  Bliucome,  provide  studAr  room  in  basement 
145.69.105  Priori tv:  C Funding  Code:  a 

* * * * 15.0-  - ^ 


Station  No.  31,  441  - 12th  Ave. , construct  fire  hose  storage 
building  and  masonrA/-  wall 
145.69.107  Priority:  C Funding  Code:  a 
* * * * 27.1-  - 


B-8 


< > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 

1980-81  ---  1981-82  1982-83  1983-8/]  198/’-85  * 1985-86 


1. 


2. 


3. 


4, 


5. 


6. 


7, 


8, 


9. 


10, 


11. 


12, 


13. 


14. 


Chief’s  residence,  870  Bush  St.,  remodel  and  modernize 
kitchens  and  bathrooms 

145.72,102  Priority;  C Funding  Code;  a 

15,0-!^  - ” 

Training  Center,  2310  Folsom,  lov^/  pressure  hydrant, 
provide  nev/  connection 

145.73.202  Priority;  C Funding  Code;  a 

^ 35.2^^ 

Training  Center,  2310  Folsom,  install  high  pressure  hydrant 
145.77.104  Priority;  C Funding  Code;  a 

* 13,0-5^ 

Training  Center,  2310  Folsom  St.,  Drill  Tov/er,  install 
ceiling,  flooring,  v/all  covering  and  storage  cabinets  in 
classroom  area 

145*78,101  Priority;  C Funding  Code;  a 

-5^  11.2*  * * 

Pvimp  Station  No,  1,  Islais  Creek,  convert  to  automated 
operations 

145.77.101  Priority:  C Funding  Code;  a 

^ 514,8*  * 

ITUNICIPAL  COURT 

City  Hall,  clerk  offices,  install  acoustical  tile 

155.68.101  Priority;  C Funding  Code;  a 

26,0*  * * * * 


Hall  of  Justice,  Room  101,  construct  soundproof  machine  room 
155,76,101  Priority;  C Funding  Code;  a 

17.6*  * * * ^ 

PERIIIT  APPEALS 


City  HcJ.1,  Room  154-A,  install  dropped  ceiling 
159.78,101  Priori tv;  C Funding  Code:  a 

^5-  3^8*  * * * * 


POLICE  DEPARTMENT 


Hall  of  Justice,  various  areas,  electrical  improvements 
161.76.104  Priority;  A Funding  Code;  a 

* -X-  ^ 2*  * * * * 

Hall  of  Jvistice,  Crime  Lab.,  miscellaneous  alterations 
(04,5  appropriated  1978-79  for  study) 

161.70.116  Priority;  B Funding  Code;  a 

* * 235.8*  * * * * 

Traffic  Bureau,  alterations  and  improvements  (former 
161.68.104,  161.70.117,  161.71. 1 13  and  161.73.108) 

161,77.201  Priority;  B Funding  Code;  a 

-X-  80.4*  * * * * 

Bureau  of  Architecture,  planning  services 
161.70.128  Priority;  C Funding  Code;  a 

* * 17.4*  4.  ^ ^ 

Hall  of  Justice,  various  locations,  partitions  and 
acoustical  tile 

161.71,107  Priority;  C Funding  Code;  a 
^ 19,8*  ^ * 

Hall  of  Justice,  Planning  and  Research,  install  partitions 
161.71.109  Priority;  C Funding  Code;  a 

-X-  -X-  20.0*  * * * * 


B-9 


< P.I.l'T.  > Priority  ? Pimding  Code  ? Fiscal  Years  Belov; 
- 1980-81  1981-82  1982-83  1983-84  --  198/1-85  1985-86 


1. 


2. 


3. 


4, 


5. 


6. 


7. 


8. 


9. 


10. 


11. 


12. 


13. 


14. 


15. 


16. 


Richmond  Station,  men’s  toilet  room,  alternations 
161,73.  105  Priori C Funding  Code;  a 

Various  facilities,  install  nev;  lighting  fixtures 

161.74.105  Priority:  C Funding  Code;  a 
- 82.0*  * * * 

Hall  of  Justice,  Commission  Hearing  Room,  extend  podium 
161.76.103  Priority;  C Funding  Code;  a 

^ * 11.9*  * * - 

Hall  of  Justice,  various  areas,  miscellaneous  improvements 

161.77.102  Priority!  C Funding  Code;  a 

- * 7.8*  * * * 

Various  stations,  miscellaneous  improvements 

161.77.103  Priority;  C Funding  Code;  a 

* * 1.5*  * * * 

Hall  of  Justice,  various  locations,  relocate  telephone  and 
electrical  outlets 

161.78.103  Priority:  C Funding 

* * 22.0*  * 

Richmond  Station,  space  study 

161.74.103  Priority;  C Funding 

* * * 4.8* 

Richmond  Station,  remodeling 

161.74.104  Priority;  C Funding 

* * * 66.0* 

Southeast  Station,  alterations 

161.74.106  Priority;  C Funding 

* * * 117.2* 

Hall  of  Justice,  Criminal  Information  Bureau,  install  air 
cooling  for  computer 

161.76.101  Prioritv;  C Funding  Code;  a 

* * * 60.5*  * * * 

Hall  of  Justice,  basement  parking  area,  construct  garage 
office 

161.78.101  Prioritv;  C Funding  Code;  a 

* * * 123.2*  * -jf 

Ingleside  Station,  remodel  various  offices 

161.69.103  Priority;  C Funding  Code:  a 

* * * * 87.2*  * * 

Police  Range,  install  overhead  safety  baffles 
161,71.110  Priority;  C Funding  Code;  a 

■jf  * * 58.1*  * * 

Hall  of  Justice,  Communications  Center,  improve  air 
conditioning  system 

161.71.112  Priority;  C Funding  Code:  a 

* * * * 43.6*  * * 

Police  Range,  install  automatic  fire  sprinl'ler  system 
161,71.203  Priority;  C Funding  Code;  a 

* * * * 31.7*  * * 

Police  facilities,  various  locations,  improvements 

161.75.104  Prioritv;  C Funding  Code;  n 

* * * * 17600.0*  * * 


Code;  a 


Code;  a 


Code;  a 


Code;  a 

-X-  -K-  -x- 
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< P.I.B,  > Priority  ? Pimding  Code  ? Fiscal  Years  Belou 

1980-81  - 1981-82  - 1982-83  1983-84  1984-85  “ 1985-86  * 


1. 


2, 


3. 


4. 


5, 


6. 


7. 


8, 


10. 


11. 


12. 


13. 


14. 


Central  Station,  install  cabinets  and  shelving 
161.71.205  Priority;  C Funding  Code:  a 

9.2^^ 


Taraval  Station,  provide  nev/  restroom  and  interrogation  room 
161,71.206  Priority;  C Funding  Code:  a 

-Jr  9,8^^  ^ 


Taraval  Station,  provide 
basement 

161.71.302  Priority;  C 


training  and  utility  rooms  in 

Funding  Code:  a 

- 82.5^^ 


Police  Range,  install  heating  system 
161.73.203  Priority:  C Funding  Code:  a 

30.6^^ 


PUBLIC  DEFENDER 


Yotith  Guidance  Center,  Administration  Building,  office 

improvements  in  basement  area 

165.78.  101  Priori t^^:  C Fujiding  Code:  a 

^ 3, 

SOCIAL  SERVICES 

150  Otis  St.,  building  renovation  and  improvement  (Phase  3) 
(01,100.0  previously  appropriated) 

169.77.101  Priority;  A Funding  Code:  a 

■5^  360.0^ 


1680  Mission  St, , improvements  to  heating  and  ventilating 
systems 

169.70.101  Priority:  C Funding  Code:  a 

43. 0--  25.0-  48.0-”-  -- 

SHERIFF 

Jail  No.  3,  mi sc.  improvements 

173.77.111  Prioritv:  A Fmiding  Code^  a 

- 11.4-  ^ 


Jail  No.  1,  provide  centralized  basement  booking  area 
173.78.103  Priority;  C Funding  Code:  a 

- 882.0^-  * 


City  Hall,  Room  331,  remodel  Civil  Division  office  area 
173.79.202  Priority:  C Ftmding  Code:  a 

^ -5^  10.0-  -2^ 

Jail  No,  3,  Men’s  Facility,  install  new  automatic  elevators 
173.70,503  Priority;  C Funding  Code;  a 

-5^  178.8- 


Jail  No.  3,  Men’s  Facility,  Tiers  1-8,  improve  lighting 

173.72,101  Priority:  C Funding  Code:  a 

- - 29.4- 


Jail  No.  3,  Men’s  Facility,  kitchen  area,  improvements 
173.76,103  Priority:  C Fimding  Code:  a 

174.6-  - - 


Jail  No,  3,  Men’s  Facility,  recreation  area,  construct 
retaining  wall 

173.67.109  Priority:  C Funding  Code:  a 

^ - 132.0-  - * 


B-11 


< P.I.N.  > Priority  ? Piuiding  Code  ? Fiscal  Years  Belov/ 

1980-81  1981-82  * 1982-83  1983-84  198^] -85  1985-86  * 


1. 


2. 


3. 


4. 


5, 


6. 


7. 


8. 


10. 


11. 


12. 


13. 


14. 


Jail  No.  3,  construct  feed  storage  building 
173.67.112  Priority;  0 Pimding  Code:  a 

^5-  140.0^'-  “ * 

Jail  No.  3,  construct  vehicle  storage  building 
173.71.204  Priority:  C Funding  Code:  a 

-X-  143.0->^ 

SUPERIOR  COURT 

City  Hall,  fourth  floor,  install  air  conditioning  in  various 
courtrooms  and  adjacent  judges’  chambers 

179.67.101  Priority:  B Fujiding  Code:  a 

300.0^-  * -5^ 

BOARD  OF  SUPERVISORS 

Miscellaneous  improvement  projects 

181.78.102  Priority;  C Funding  Code:  a 

-X-  -;f  2.5*  * * * * 

City  Hall,  second  floor,  provide  additional  office  space 

181.72.101  Priority:  C Funding  Code:  a 

491.9*  353.5-^  * 

TREASURER 

Treasurer's  Office,  cashiers  cages,  modify  v/indov/s 

183.78.101  Priority:  C Funding  Code:  a 

-X-  -X-  2.9*  * * * * 

City  Hall  (Tax  Collector),  Room  107,  miscellaneous 
improvements  (former  261,79.101) 

183.80.101  Priority:  C Funding  Code:  a 

•jf  1^2*  * * * * 

JUVENILE  COURT 

Youth  Guidance  Center,  various  cottages,  install  kitchen 
hoods  and  fans  over  steam  tables 
186.78,104  Priority:  A Fujiding  Code:  a 

5.2*  * * * * * 


Youth  Guidance  Center,  various  locations,  install  auxiliary 
heaters 

186.80.102  Priority;  A Funding  Code:  a 

* 60.0*  * * * * * 

Log  Cabin  Ranch,  install  emergency  electrical  system 

186.74.102  Priority:  C Funding  Code:  a 

* 38.3*  * * * * 


Log  Cabin  Ranch,  install  outdoor  playground  lights 

186.75.102  Priority:  C Funding  Code:  a 

■X-  -X-  59.0*  * * * * 


Youth  Guidance  Center,  yarious  areas,  improve  lighting 
186,77.101  Prioritv:  C Funding  Code:  a 
^ * 


Youth  Guidance  Center,  Cottage  U-1,  remodel  for  office  area 
186.78.101  Priority:  C Funding  Codet  a 

115.0*  * * * 


Log  Cabin  Ranch,  construct  recreation  hall  addition 
186.74.201  Priority:  C Funding  Code:  a 

->5-  -X-  94.5*  * * * 
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< P.I.IT.  > Priority  ? Fimding  Code  ? Fiscal  Years  Belov 
-5^  1980-81  - 1981-82  --  1982-83  1983-84  198^! -85  * 1985-86  " 


1,  Log  Cabin  Ranch,  improve  sev/age  treatment  facilities 
186. 74# 202  Priority:  C Fimding  Code:  a 

99, 9^^ 


2,  Log  Cabin  Ranch,  vehicle  fuel  service  facility,  install 
gasoline  storage  tanl:  (former  186.75.107) 

186,77.105  Priori t^^:  C Funding  Code:  a 

5.0^^  - 

3.  Youth  Guidance  Center,  construct  garage  for 
Citv-ovmed  vehicles 

136,68.101  Priority:  C Funding  Code:  a 
- 79,2^t 


4.  Youth  Guidance  Center,  service  building,  remodel  existing 
storeroom  facilities 

186.73.102  Priority:  C Funding  Code:  a 

132.0- 


5.  Log  Cabin  Ranch,  modernize  i/ater  and 
chlorination  facilities 

186.74.404  Priority:  C Funding  Code:  a 
- - - 173.0^^ 


6.  Log  Cabin  Ranch,  install  nev/  v/alh-in  refrigerator 
186.74.405  Priority:  C Funding  Code:  a 

■jf  11.6- 


ACADEMY  OF  SCIEtTCES 


7.  Steinhart  Aquarium,  provide  reptile  quarantine  area 
213.67.104  Priority:  C Funding  Code:  a 

^ 79,6^^  - 

8.  Hall  of  Sciences,  second  floor,  provide  additional 
laboratory/-  and  office  space 

213.67.116  Priori tv:  C Funding  Code:  o 

/t  -I  4^  * 

9.  North  ihnerican  Hall,  conduct  prelimtnar/^  feasibility,/-  study 
for  use  of  partiallv  excavated  basement  area 

213.70.101  Priority:  C Funding  Code:  a 

* ^ Vi.  5-  - ^ 

10,  Various  facilities,  provide  for  install.ation  of  solar 
heating  syz-stem 

213.78.101  Priority/:  C Funding  Code:  a 

- ^ - 38.5-  58.3^'  1201.4'^ 

11.  Steinhart  Aouarium,  complete  facility/ 

PROJECT  213.75.601  SHOULD  BE  HELD  IN  ABEYANCE  PENDING 

* EVALUATION  OF  PROJECT  PURSUANT  TO  REC,  AND  OPEN  SPACE 
ELEMENT  OF  MASTER  PLAN  (CITYIIIDE  SYSTEM,  POLICY  1)  AJ^ID 

- COMl^LE^ION  OF  PLAN  FOR  GOLDEN  GATE  PARE 
213.75.601  Priority:  H Funding  Code:  o 


2400.0* 
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< P.I.F,  > Priority  ? Pimding  Code  ? Fiscal  Years  Belov/ 

1980-81  1981-82  1982-83  1983-84  198/1-85  * 1985-86  •” 


CORONER 

1.  Hall  of  Justice,  miscellaneous  improvements 

223.77.101  Priority;  B Pimding  Code:  a 

- ” 

2.  Hall  of  Justice,  expand  laboratory  space 

223.78.201  Priori tv;  C Funding  Code:  a 

" 

BEPARTI'IENT  OF  ELECTRICITY 

3.  Central  Radio  Station,  underground  electrical  and 
communications  v/iring 

231.77.101  Priority:  C Funding  Code:  a 

^ -5^  118.3-5^  - - - 

4.  Central  Fire  Alarm  Station,  construct  garage  for 
communications  van 

231.77.102  Priority:  C Funding  Code:  a 

- 19.4-  - " 

5.  Central  Fire  Alarm  Station,  motorise  drivei/ay  gate 
231.77.  103  Priority:  C Fvuiding  Code:  a 

S.5“-  - - 

6.  Central  Fire  Alarm  Station,  provide  additional  parking  area 
231.77.104  Priority;  C Funding  Code:  a 

8.1^^  - - 

COUNTY  ACtRICULTURE 

7.  Farmers  Market,  relocate  and  extend  fence 

241.78.101  Priority;  C Funding  Code:  a 

- - 5,0^^ 

CONVENTION  FACILITIES 

8.  Civic  Auditorium-Brooks  Hall,  provide  utilitv  system 
improvement s ( former  245.76,.  101) 

247.80.101  Priority:  B Fuiding  Code:  a 

9.7'^'  - * 

9.  Civic  Auditorium,  install  apparatus  for  automatic  changing 
of  curtains  in  main  area  ( 1959  Civic  Auditorium  Bond  Fund) 
(former  245.67.102) 

247.80^102-,;-  Priority:  C Fujiding  Code:  a 
^ 79.5^  - " - - 

247.80.102  Priority:  C Fimding  Code:  o 

* 17.0^^  - - - 

REGISTRAR  OF  VOTERS-RECORBER 

10.  City  Hall  (Registrar),  Room  135.^  re.Tv.iel 

255.75.101  Priority:  C Funding  Code:  a 

33.0*  * * * * 

11,  City  Hall  (Registrar),  Room  155,  install  acoustical 
materials 

255.76.101  Priority:  C Fimding  Code:  a 

* * 3^71^  * 
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< P.I.N,  > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 

1980-81  1981-82  ^ 1982-83  1983-84  ^ 198^-85  * 1985-86  * 


1. 


2, 


3. 


5. 


Is 


8s 


9s 


10. 


11. 


12. 


13. 


14. 


PURCHASING 


Central  Shops,  improve  ventilation  in  automobile  shops 

311.67.102  Priority:  B Funding  Code:  a 
* * 162.0^- 


Central  Shops,  enclose  service  station  v/ork  area 

311.67.112  Priority:  B Funding  Code:  a 

-)f  -X-  25.7^:-  “ * 


Central  Shops,  install  lov/  pressure  fire  hydrant  and  v/ater 
line 

311.67.111  Priority:  C Funding  Code:  a 
* * 41.0-  -=<■  * * 


Central  Shops,  miscellaneous  improvements 

311.76.102  Priority;  C Funding  Code:  a 

* 3^  2"'^ 


Central  Shops,  construct  shed  for  storage  of  ladders  and 
lumber 

311.67.103  Priority:  C Funding  Code:  a 

* 45^4^ 


Central  Shops,  install  new  gasoline  storage  tanks 
311.75.102  Priority:  C Funding  Code:  a 

88. 0--  - * 

Central  Shops,  construct  covered  automobile  storage  area 
311.67.106  Priori ti/:  C Funding  Code;  a 

* -5^  110.0-^  * - 


Purchaser’s  Uarehouse,  conduct  feasibility  study  for  new 
central  v/arehouse 

311.75.201  Priority:  C Funding  Code:  a 

-X-  -X-  32.7'''-  * * 


Various  locations,  install  Diesel  bulk  storage  tanks 

311.76.101  Priority:  C Funding  Code:  a 

“ - 265.  1-  ^ 

DEPARTMENT  OF  PUBLIC  UORICS  - GENERAL  OFFICE 

Earthquake  safety  survey  of  major  City-ov/ned  buildings 

423.80.101  Priority:  A Funding  Code:  a 

75.0-''-  175.0'^-  * 

City  Hall,  space  utilization  study 

423.80.103  Priority:  A Funding  Code;  a 

-X.  25.0*  --  --  * * 

City  Hall,  enlarge  electrical  service 

423.73.102  Priority:  B Funding  Code:  a 

---  350.0-"-  * * 


Various  locations,  underground  districts,  install  fire  and 
police  alarm  systems 

423.75.107  Priority:  B Funding  Code:  a 
-”-  100.0-"-  150. 0-^-  170.0-"-  200.0*  230.0*  265.0* 


Hall  of  Justice,  main  electrical  distribution  system, 
provide  ground  fault  protection;  install  electronic  trips 
for  circuit  breakers 

423.75.103  Priority;  B Funding  Code:  a 

-X-  72.0*  -"-  * * * 


13-15 


< P.I.N.  > Priority  ? Pimding  Code  ? Fiscal  Years  Belov/ 
--  1980-81  1981-82  1982-83  1983-84  --  1984-85  1985-86 


1. 


2. 


3. 


4* 


5. 


6. 


7. 


8. 


9. 

10. 


11. 


12. 


13. 


14. 


15. 


Hall  of  Justice,  install  boiler  safety  control  annmiciator 
panels 

423.75.105  Priority:  B Fvmding  Code:  a 

26. 8-  - -5^ 


City  Hall,  modify  firehose  cabinets 

423.77.109  Priority:  B Fnnding  Code:  a 

- - 7.7-  - - 

Various  public  buildings,  fire  safet3/’  modifications  (fire 
alarms,  fire  escapes  and  misc.  life  safety/-  equipment) 

(Cal.  Admin.  Code,  Title  19) 

423.77.201  Priority:  B Funding  Code;  a 

- “ 350,5^^  - 

City  Hall,  Van  Hess  Avenue  entrance,  install  nev/  entrance 
doors 

423.79.101  Priority:  B Funding  Code:  a 

" - 153.8-  . 

Hall  of  Justice,  stud^r  of  heating,  ventilating  and  air 
conditioning  systems 

423.73.105  Priority:  C Funding  Code:  a 

w - 15.0^^  - - - 

Various  locations,  install  boiler  fuel  storage  tanks 
423.74.103  Priority:  C Funding  Code:  a 

- - 136.7-  - - * 

Hall  of  Justice,  modify  sanitary  v/aste  plumbing  system 
423.75.  106  Priori tv^:  C Funding  Code;  a 

“ 215.4'^  ^ . 

Hall  of  Justice,  utility  sj/stems,  miscellaneous  improvements 

423.77.102  Priority:  C Funding  Code:  a 

■ 

240  Van  Hess  Ave. , improve  ventilation  and  lighting 
423.77.  108  Prioritj^:  C Funding  Code:  a 

- * 5.6*  * * * 

Cit37-  Hall,  various  areas,  provide  additional  power  circuits 

423.77.110  Priority;  C Funding  Code;  a 


Various  locations,  modify  elevators  for  earthquake  safety 
(requirement  of  State  of  Calif.,  Division  of  Industrial 
Safety/) 

423.79.301  Priority:  C Funding  Code:  a 

* * 225.6*  * * * 


450  McAllister  St.,  install  heating  and  ventilating  system 

423.67.105  Priority:  C Funding  Code:  a 

“ - * 49.7*  * * * 

City  Hall,  Bureau  of  Engineering,  install  ventilation  system 
423.67.103  Priority:  C Finding  Code:  a 

^ 16,9^  * * 

Utilities  undergrounding,  study 

423.68.106  Priority:  C Funding  Code;  a 

* * * 16.9*  ^ ^ 

460  McAllister  St. , Division  of  Traffic  Engineering,  modifv^ 
air  conditioning  system 

423.70.108  Priority;  C Funding  Code:  a 

* * * 31.4*  * * 


< P.I.N,  > Priority  ? Fimding  Code  ? Fiscal  Years  Belo\/ 
1980-81  1981-82  1982-83  1983-84  --  1984-85  1985-86  ”■ 


1.  City  Hall,  Division  of  Surveys  and  Napping,  Room  61,  install 
ventilation  system 

423. 73#  106  Priori t.y:  C Funding  Code:  a 

'•  11.9'^  - '• 

2.  Hall  of  Justice,  south  facade,  install  solar  film 
423.76.202  Priori tv;  C Funding  Code:  a 

23.7-  - “ - 

3.  450  McAllister  St. , ventilation  svstem,  miscellaneous 
improvements  (former  423.70.102) 

423.77.103  Priori tv:  C Funding  Code;  a 

- - 4.2^  - ^ - 

4.  450  McAllister  St. , 3rd  to  6th  floors,  improve  lighting  in 
lobby  areas 

423.77.105  Priori tv;  C Funding  Code;  a 

''  “ 2.5-  - 

5*  City  Hall,  various  areas,  improve  lighting 

423.77.106  Priority:  C Funding  Code:  a 

14.2- 

6.  Varioiis  public  buildings,  modify  elevators  to  accommodate 
handicapped  persons 

423.78.201  Priority;  C Funding  Code;  a 

231.0^^  - ^ 

7.  Street  improvements 

423.74.102  Priority;  C Funding  Code;  n 

- 18000.0-  - 

8.  Civic  Center,  construct  nev/  central  heating  and  cooling 
plant 

423.70.107  Priority:  C Funding  Code:  n 

18150.0^^  ^ 

9.  Civic  Center,  construct  combined  courts-office  building 
(site  undetermined) 

423.70.105  Priority;  C Funding  Code;  n 

- - - - 66500.0^- 

PUBLIC  ILEALTH  - ADMIHISTRATIOH 

10.  101  G-rove  St.,  prepare  stu.dy  and  preliminary  plans  for 
auditorium  egress  (Title  19,  Cal.  Admin.  Code  Sec.  7.33) 

513.77.101  Priority;  B Funding  Code;  a 

- 14.4*  * * * * 

11.  101  G-rove  St.,  Microbiolog3r  Lab.,  protection  of  equipment 
from  seismic  disturbance 

513.77.102  Priority:  B Funding  Code;  a 

* - 32.4-  - - - - 

12.  101  Grove  St.,  various  areas,  partitioning 

513.77.105  Priority:  C Funding  Code:  a 

* * 9.2'"'  - - - * 

13.  101  Grove  St.,  Room  414,  install  exhaust  hood  for  glassv/are 
v/asher  and  dryer 

513.78.101  Priority;  C Funding  Code:  a 

* * 3.3*  * * * * 

14.  101  Grove  St.,  Room  204  (library),  provide  biiilt-in 
bookshelves 

513.78.103  Priority:  C Fimding  Code:  a 

* * 1.5*  * * * * 
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< P.I.N,  > Priority  ? Piuiding  Code  ? Fiscal  Years  Belo^; 
- 1980-81  - 1981-82  1982-83  1983-84  1984-85  1985-86  ■- 


U 


2. 


5. 


6. 


7. 


9. 


10. 


11. 


12. 


13. 


14. 


101  Grove  St.,  Room  No^  204H,  improve  lighting 

513.80,101  Priority:  C Funding  Code:  a 

0.5''  '' 

101  Grove  St.,  modernize  elevators 
513.77.104  Priority:  C Fimding  Code:  a 
--  - 198.0-"-  210. 1-^- 

PUBLIC  HEALTH  - HEALTH  CEHTEF^ 


Health  Center  No,  5,  prepare  lolans  and  specifications  for 
additional  floor 

535.78.102  Priority:  B Funding  Code:  a 

88. 0-^-  ^ ^ 


Health  Center  No,  2,  Room  213,  provide  additional  fire  exit 
535.78,104  Priority;  B Funding  Code:  a 
^ - 19.2^^ 

Health  Center  No,  2,  1301  Pierce  St.,  provide  windov/  glass 
protection 

535.77.102  Priority:  C Funding  Code:  a 

* 6,9-  “ - ^ ' 

Various  district  health  centers,  install  burglar  alarm 
systems 

535.77.201  Priority;  C Funding  Code:  a 

- ^ 31.4:5^  ^ , 

Health  Center  No,  2,  Nuxsing  Office,  telephone  area,  provide 
sound  control  partitions  and  provide  cabinet  space 

535.78.103  Priority:  C Funding  Code;  a 
^ 

Health  Center  No,  1,  3850  - 17th  St.,  remodel  reception  area 

535.80.201  Priori tv;  C Fimding  Code;  a 

- 2.5-  ^ ^ . 


District  Health  Center  No,  2,  1301  Pierce,  acquire  land  for 
parking  area 

535.77.202  Priori tv;  C Funding  Code:  a 

- “ 77.0-  - 

Ba-^nriew-Hunters  Point,  district  mental  health  facility,  nev; 
construction  (site  undetermined) 

535.77.301  Priority:  C Funding  Code;  a 

- - - 159.7-  2397.0- 

PUBLIC  HEALTH  - EflERGENCY  IIEDICAL  SERVICE 

Central  Emergency,  improve  patient  care  areas 
551.80,101  Priority;  B Funding  Code;  a 

3,8^  - - 

Central  Emergency,  office  alterations 

551.77.202  Priority;  C Funding  Code:  a 

- 17.4*  * * * 

Central  Emergenc3^,  conduct  study  for  modernization 

551.77.301  Priority:  C Funding  Code;  a 

* * 16.5*  * * * 

Central  Emergency,  provide  for  emergency  dental  clinic 
551.77.201  Priority:  C Funding  Code;  a 

- - - 66.6*  * 
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< P.I.N*  > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 
1980-81  --  1981-82  1982-85  1985-84  1984-85  ■>'  1985-86 


PUBLIC  HEALTH  - LAGUNA  HONDA  HOSPITAL 

1,  Laundry  Building,  install  automatic  fire  sprinkler  system 
555# 77, 102  Priority;  B Funding  Code;  a 

^ 159#0-  -5-  ^ - 

2,  Refrigerator  Room,  convert  to  freezer  facility  (former 
500,67,150) 

555.79.101  Priority;  B Fvmding  Code;  a 

•jf  81,0*  * * * * 

5,  Main  Building,  kitchen  area,  modify  steam  system  controls 
for  space  heating 

555.80.101  Priority;  B Funding  Code;  a 

* * 11,2*  ^ * 

4,  Laundrv^  Building  and  Pharmacvr,  install  burglar  alarm  system 

555*77,407  Priori tjr;  C Folding  Code;  a 

*•  * 19,0*  * * * * 

5,  Pharmacy,  install  air  conditioning  system 
555,77,408  Priority;  C Funding  Code;  a 

-X-  48, 4--  * 

6,  Emergenc3r  pov/er  sv/stem,  overhaul  and  increase  pov/er  capacity 

555.77.105  Priority;  C Funding  Code;  a 

* * * 649.0*  1285.0*  896,0*  905.0* 

7,  Main  lobby,  modernize  existing  elevators;  provide  nev/ 
elevators 

555,77,205  Priority;  C Funding  Code;  a 

* * * 806.5*  - - 

8,  Front  lav/ns,  install  automatic  sprinlfLer  system 
555,77.404  Priority;  C Funding  Code;  a 

-;c-  -;f  -5c-  46.6*  * * * 

9,  Laundry  building,  construct  new  facility 

555.77.501  Priori t3r;  C Funding  Code;  a 

•5^  * * * 575.5*  * 

PUBLIC  HEALTH  - SAN  FPJUICISCO  GENERAL  HOSPITAL 

10,  Medical  Center,  back-up  v/aker  supplvr  system,  conduct 
feasibility  studj’-  and  prepare  plans  and  specifications 

557.78.102  Priori tj/-:"  A Funding  Code;  a 

- 75.9'^  - ^ ^ 

11,  Medical  Center,  Operating,  Recovery  and  Delivery  Rooms, 
studv/  of  Line  isolation  Monitoring  sjrstem  to  determine 
possible  electrical  leakage 

557.80.102  Priority;  A Funding  Code;  a 

it  20.0*  * * 

12,  Medical  Center,  second  floor,  complete  shelled  area  for 
Clinical  Laboratorj?- 

557.77.105  Priori  tv/;  B Funding  Code;  a 

* 526,0*  5588.4*  - “ ” '' 

15,  Service  Building,  Boiler  Room,  install  acoustical  paneling 
for  noise  control 

557.77.  108  Priori  tv/-;  B Funding  Code;  a 

* 102.6*  * it  * it  it 

14.  Medical  Center,  first  floor,  provide  for  improved 

psychiatric  emergency  treatment  area  and  holding  units 
557.80.10.!  Priority;  A Funding  Code;  a 

-X-  it  461.0*  * * * * 
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< P.I.N.  > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 
1980-81  1981-82  * 1982-83  1983-84  1984-85  1985-86 


1.  Service  Building,  Boiler  Room,  provide  additional  air 
compressor 

557#77,109  Priority:  B Funding  Code:  a 
-)$■  * 36,8-“- 

2.  Various  parking  areas,  install  security  lighting 
557. 77# 208  Priority:  B Funding  Code:  a 

* 165.0-"-  -"-  * 

3.  Various  locations,  construct  security  fencing  and  gates 
557.77.209  Priority:  B Funding  Code:  a 

-X-  44,5^^  -'<• 

4.  Medical  Center,  Bum  Unit  4-J,  extend  oxygen  line  into 
Hubbard  tank  room 

557.80,103..  Priority:  B Funding  Code:  a 
21,0^^ 

5.  Hev/  parking  facilities,  planning  and  feasibility  studies 
(Note:  Project  v/ill  study  need,  feasibility  and  impact  of 
ne\j  parking  facilities  at  Hospital,  and  v/ill  evaluate 
feasibili-fcy  of  providing  helicopter  landing  area) 

557.77.107  Priority:  C Funding  Code:  a 

60,5^  * * 

6.  Medical  Center,  provide  domestic  cold  v/ater,  hot  v/ater  and 
hot  v/ater  return  valves 

557.77.204  Priority:  C Funding  Code:  a 

■5^  - 13,6^^  * 

7.  Building  100,  basement  area,  install  ventilating  system 
557,78,105  Priority:  B Funding  Code:  a 

•5^  112,2-5-  ^ * 

8.  Medical  Center,  various  locations,  complete  shelled  areas 
for  storage 

557.77.  101  Priori-by:  C Funding  Code:  a 

“ - “ 74.4-  -5^  -5^ 

9.  Medical  Center,  telephone  equipment  room,  partitioning  for 
storage  space 

557.77.201  Priority:  C Fimding  Code:  a 

20,0^^  ^ 

10,  Medical  Center,  provide  additional  telephone  outlets 
557.77,203  Priority:  C Funding  Code:  a 

-X-  -X-  -X-  8,4-5^  “ * 

11,  Medical  Center,  conduct  feasibility  study  and  prepare  plans 
and  specifications  for  finishing  shelled- in  areas 
557.78,103  Priority:  C Fvmding  Code:  a 

* 220,0-5-  ^ 

12,  Medical  Center,  relocate  Clinical  Study  Center  into  Medical 
Center 

557.80.201  Priority:  C P-ijinding  Code:  a 

30,0*  * * * 

13,  Building  1,  Accounting  Department,  provide  new  office  space 
557.77,102  Priority:  C Fvmding  Code:  a 

■5^  25.5*  * * 

14,  Medical  Center,  administration  area,  complete  shelled  area 
adjacent  to  Chapel 

557. 77. 210-x-  Priority:  C Funding  Code:  a 

22.0*  * * 
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< P.I.R,  > Priority  ? Pending  Code  ? Piscal  Years  Belov; 

1980-81  1981-82  - 1982-83  - 1983-84  1984-85  * 1985-86  * 


1. 


2. 


3. 


5. 


6. 


1. 


8. 


9, 


10. 


11. 


12. 


13. 


14. 


15. 


Building  100,  conduct  feasibility  study  and  prepare  plans 
and  specifications  for  remodeling 
557.78,201  Priority;  C funding  Code:  a 

-){■  -;?■  -K-  -K-  55.0'^  ■”  * 

Building  3,  install  tile  on  morgue  v/alls 

557.78.203  Priority;  C funding  Code;  a 

* -JS-  -5^  11.0-^ 

Biiilding  100,  various  areas,  install  fluorescent  lighting 

557.78.204  Priority;  C funding  Code;  a 

it  16^5*  ^ 


VarioLis  locations,  provide  additional  parking  areas 
557.77.301  Priority:  C funding  Code;  a 

it  ^ .t  85.5^^ 

Medical  Center,  Elevator  No.  3,  complete  installation 

557.77.305  Priority;  C funding  Code;  a 

4t  -jt  ^t  * ^t  225.8* 

Medical  Center,  Elevator  No,  4,  complete  installation 

557.77.306  Priority;  C funding  Code;  a 

* * * * 225.8* 


Medical  Center,  Elevator  No.  14,  complete  installation 
557.77.307  Priority;  C funding  Code;  a 
* * 203.2* 


Medical  Center,  -Area  C,  provide  ground  floor  storage  area 
557.77.401  Priorit^r;  C funding  Code;  a 

- * * * * 52.3*  * 

Various  buildings,  install  lavm  sprinlcler  systems 
557.78,301  Priori t3^:  C funding  Code;  a 

4t  -t  -jt  ^t  * 13^2*  * 

Microbiology  Laboratory,  relocate 
557.77.502  Priority;  C funding  Code;  a 

't  * * * * * 1309.7* 

Medical  Center,  Rooms  2150  and  4520A,  B and  C,  provide 
assembly  and  conference  areas 
557.77.505  Priority;  C funding  Code:  a 
* * * * * * 88. 1* 

PINE  ARTS  MUSEUMS 

M,  H.  deYoung,  protection  of  art  objects  from  seismic 
disturbances 

621.74.104  Priority;  B funding  Code;  a 

* * 15.3*  * * * * 

Legion  of  Honor,  various  galleries,  ultraviolet  radiation 
protection 

621,74.106  Priority;  B funding  Code;  a 

* * 18.7*  -5^ 

M.  H.  deYoung,  connect  roof  and  basin  drains  to  sev/er 

621.71.105  Priority;  C funding  Code;  a 

* * 8.8*  ^ 


M.  H.  deYoung,  Hearst  Court,  install  dimmer  light  control 
system 

621.73.104  Priority;  C funding  Code;  a 
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< > Priority  ? Punding  Code  ? Fiscal  Years  Belov/ 

* 1980-81  1981-82  1982-83  1983-84  1984-85  * 1985-86  - 


1. 


2. 


3. 


5, 


6. 


7. 


9. 


10. 


11. 


12. 


13. 


14. 


M.  H,  deYoung,  provide  emergency  pov/er  supply  system 

621.73.109  Priority:  C Funding  Code:  a 

- ^ 24.6*  * * * * 

II.  H.  deYoung,  Hearst  Court,  install  Bronze  rails 

621.73.110  Priority:  C Fimding  Code:  a 

* -5^  10.3*  * * * 

M,  H,  deYoung,  construct  information  center 
621,73.112  Priority:  C Funding  Code:  a 

* *27.1*  * * * * 


II.  H,  deYoung,  Hearst  Court,  provide  v/all  display  cases 
621.74.305  Priority:  C Funding  Code:  a 

* * 6.4‘^  * * * " 

M.  H.  deYoung,  tov/er,  provide  office  area 
621.67.301  Priority;  C Funding  Code:  a 

* * * 360.0*  * * ^ 

M,  H,  deYoung,  tov/er,  provide  seismic  modifications 
621.74.201  Priority:  C Funding  Code:  a 

* * * 306.  1*  * * ^ 

Legion  of  Honor,  Court  of  Honor,  prepare  study  and  plans  for 
underground  exHiBit  and  storage  area 
621.74.402  Priority:  C Funding  Code:  a 
■^  * * 40.3*  * * ^ 

Legion  of  Honor,  v/iden  perimeter  road  and  provide  nev/ 
parking  area 

621.74.401  Priori tjr;  C Finding  Code:  a 
* * * * 106.6*  * ' 


II.  H.  de  Young  and  Asian  Art  Huseums,  Building  expansion 
program  (former  621.69.101)  (private  suBscription) 

* PROJECT  621.79.101  SHOULD  BE  HELD  IIT  ABEYANCE  PEraiHG 

* EAT-ALUATIOH  OF  PROJECT  PURSUANT  TO  REC.  AND  OPEl^T  SPACE 

* ELEIIENT  OF  lUETER  PLAN  (CITWIDE  SYSTEM,  POLICY  1)  AND 

* THE  COMPLETION  OF  PLAN  FOR  G-OLDEN  G-ATE  PARK 

621.79.101  Priority;  H Funding  Code:  n 

* * * * 15000.0*  * 


621,79.101  Priority;  H Finding  Code:  o 
* * * * 15000.0* 


* 


* 


ASIAN  ART  IIUSEUM 


Emergencj^  air  conditioned 
622,71.106  Priori tv:  B 

* * 167.1* 

Screen  display  platforms, 
622.71,103  Priority:  C 

* * 24.8* 


storeroom,  nei/  construction 
Funding  Code:  a 

install  footlighting 
Funding  Code:  a 

-X-  -K- 


* 


Storage  area,  instal.l  haylon  fire  extinguisher  system 

622.80,101  Priority:  C Funding  Code;  a 

41  * 65,0*  * * * 


Kitchen  area,  modif3r  for  insta.llation  of  display  cases 

622.71.102  Priority;  C Funding  Code:  a 

-X-  -X-  -X.  18.5*  * * * 

Jade  room,  construct  cati'/alk 

622,73.105  Priority:  C Funding  Code:  a 

4^  4f  * 18.8*  * * * 
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< P,I.N,  > Priority  ? Funding  Code  ? Fiscal  Years  Belov; 
1980-81  * 1981-82  1982-83  1983-84  1984-85  1985-86  * 


1. 


2, 


3, 


5, 


6. 


7. 


9- 


10^ 


11. 


12. 


13. 


14. 


15. 


16. 


Mirror  room  gallerj^  construct  catwalk 
622.73.104  Priorit3^:  C Funding  Code:  a 

Development  program,  studies  and  plans 

622.74.102  Priority:  C Funding  Code:  a 

^ * * 

Passenger- freight  elevator,  convert  to  passenger  use 

622.73.102  Priority:  C Funding  Code;  a 

117.3'^ 

Freight  elevator,  nev;  construction 

622.74.101  Priority:  C Funding  Code:  a 

389.4“  * 

LIBRARY 

Main  Library,  2nd  floor  and  rotunda  areas,  install  solid 
panels  in  slcylight  areas?  provide  lighting 

631.78.101  Priority;  B "Funding  Code:  a 

165.4^^  ^ 

Main  library,  Periodical  Department,  install  ventilating 
system 

631.80.101  Priority:  B Funding  Code:  a 

^ 8.0^^  - -5^  * 

Main  library,  modernize  passenger  elevator 
631.75.106  Priority;  C Funding  Code:  a 
194.3'^ 

Main  library,  various  areas,  improve  lighting 

631.77.108  Priority:  C Funding  Code;  a 

- 4^  17^34^  4f  4^  4^  4^ 

Main  librai^/-,  various  areas,  provide  ventilating  systems 

631.77.109  Priority:  C Funding  Code:  a 

4^  4f  2.6- 

Main  library,  improve  staff  toilet  room 

631.77.110  Priority:  C Funding  Code:  a 

4.  4J-  3,0-  4^  4^  4f  4. 

Main  librain/.  Branch  Department,  relocate 

631.75.102  Priority;  C Funding  Code:  a 

4{-  4^  4^-  31.5-^  “ * 

Main  librarjr,  Periodicals  Technical  Operations  and  EDP 
Section,  relocate 

631.75.103  Priority:  C Funding  Code:  a 

4^  4f  4c  68.2^- 


Main  library,  Stoclcroom  and  Discard  Room,  relocate 

631.75.104  Priority:  C Funding  Code:  a 

4^  4e  4^  24.4"  - “ 

Various  branch  libraries,  improve  book  check-out  facilities 
631.75.110  Priority:  C Funding  Code:  a 

4^  4f  4f  5^,74^  4t  4f  4^ 

Main  library,  provide  electrj.cal  outlets 

631.77.105  Priority:  C Funding  Code:  a 

4c-  4(-  4(-  5,0*  * 

Main  library,  lawn  sprinlclers,  install  automatic  system 
631.77.112  Priority;  C Funding  Code:  a 

45-  4f  4<-  2.5“-  - * 
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< P,I,N,  > Priority  ? Timding  Code  ? Fiscal  Years  Belov/ 
1980-81  --  1981-82  1982-83  - 1983-84  * 1984-85  * 1985-86  * 


1. 


2. 


3. 


4. 


5. 


6. 


7. 

8. 


9. 

10, 


11. 


12, 

13, 


Main  Library,  Rare  Books  and  San  Francisco  History  Room, 
install  gas  operated  fire  extinguisher  system 
631.78,104  Priority;  C Fvmding  Code:  a 

-X-  90.5^'-  * 

Main  library,  new  constiuction  (site  undetermined) 

PROJECT  631.67.201  SHOULD  BE  COORDINATED  V/ITH  THE  LIBRARY 
FACILITIES  SECTION  OF  THE  MASTER  PLAN 
631.67.201  Priority:  C Fimding  Code;  n 
- - - 65500,0^^ 

RECREATION  AND  PARK  - MRINA  SMALL  CRAFT  HARBOR 


Various  areas,  misoelleaieous  imT/roTcmerLts 
648^71.101  Prioritv'!  A Funding  Co^e^  r 

299.0-”-  100,0^:-  100. 0--  10C.0*  100. 0-^-  100,0-"' 

RECREATION  AND  PARK  - ZOOLOGICAL  GARDEITS 

Incinerator,  cor  struct  enclosure 

652.78.201  Priority?  B Funding  Code:  r 

^ 30,0-  - 

Orangutan  exhibit,  nev/  construction 
652.78,101  Priori-i:3,^:  C Funding  Code:  r 
“ 975.0^^  ^ 

Zoo  improvement  program 

652.74.201  Priori t3^;  C Funding  Code;  n 

^ ^ -5^  10000,0- 

RECREATION  AND  PAPJC  - CANDLESTICK  PARIt 


Various  areas,  miscellaneous  improvements 

653.74.101  Prioritv;  B Funding  Code;  r 

-"-  50,0-"-  50,0-"-  50. 0--  50,0-"-  50.0- 

Varicus  elevato.us^  modify  for  earlhci'caka  safety/ 

653.80.101  Priorirv?  B Funding  Code;  r 

-sf  20.0-  - - * 

RECREATION  AND  PARE  - OPEN  SPACE  ACQUISITION  DIVISION 

High  need  neighborhoods,  land  acquisition 

654.77.102  Priority;  A Funding  Code;  o 

^ 1750,0-^  - 

Various  locations,  land  acquisition 

654.77.103  Priority;  A Funding  Code;  o 
-"-  690.0-'-  --  -- 

RECREATION  AND  PARK  - GENERAL  DIVISION 


Golden  Gate  Park,  construct  agricultural  debris  recoveir/ 
facility?- 

656.80.101  Priority;  A Funding  Code;  a 

-X-  44.5'--  * * * 

Various  locations,  provide  handicapped  access 

656.79.101  Priority;  A Funding  Code;  a 

* -"-  35.0-”-  35,0-”-  35. 0--  35.0*  35.0* 

Various  locations,  install  fencing 

656.69.101  Priority;  B Funding  Code;  a 

-”-  -X-  20. 0--  20,0-x-  20. 0--  20.0-"- 


20. 0-- 


B-24 


< P,I*1T.  > Priority  ? Funding  Code  ? Fiscal  Years  Below 
1980-81  ->^  1981-82  1982-83  1983-84  1984-85  1985-86  * 


1. 


2. 


3. 


4. 


5. 

6. 


7. 


9* 


10. 


11. 


12. 


13. 


14. 


15. 


Golden  Gate  Park,  maintenance  yard,  construct  nev/  equipment 
shelter 

656.68.107  Priority:  C Funding  Code;  a 

- 200.0^  - - 

Stanford  Heights  Reservoir,  provide  playcourts 
656.68.301  Priority;  C Funding  Code;  a 
* 156.0^-  192.0^'-  --- 

Various  locations,  provide  athletic  field  floodlighting 
656.69.105  Priority;  C Funding  Code;  a 
--  150.0--  150.0*  150.0*  150.0*  150.0* 

Golden  Gate  Park,  Stryhing  Arboretum,  John  Muir  Nature  Trail 
development 

656.74.201  Priority;  C Funding  Code;  a 

* * 44.0*  ^ ^ ^ 

Golden  Gate  Park,  Conservatory,  construct  grov/ing  house 
656.68.104  Priority;  C Funding  Code;  a 
“ - - * 445.5-^'  ^ 

Josephine  Randall  Museum,  develop  environmental  center 

656.74.202  Priority;  C Funding  Code;  a 

- - ^ ^ 399.7*  * 

McKinley  Square,  improvements 
656.67.120  Priority;  C Funding  Code;  a 

113.2*  * 

Bernal  Hill,  develop  park 

656.67.506  Priority:  C Funding  Code;  a 

* * * * * 185.9*  * 

Palace  of  Fine  Arts,  install  lighting  and  landscaping 
656,68.110  Priority;  C Funding  Code;  a 

^ -5^  706.2*  * 


John  McLaren  Park,  construct  domestic  v/ater  supply  system 
656,71.401  Priority;  C Funding  Code;  a 

- * * * * 244. 5- 

WAR  MEMORIAL 


Veterans’  Building,  first  floor,  enlarge  women’s  restroom 
691.73.104  Priority;  C Funding  Code;  a 

40.7*  * * * * 


Opera  House-Veterans’  Building,  modernization  and 
rehabilitation 

691.67.101  Priority;  C Funding  Code;  n 

* -x-  -X-  -55-  * 23500.0* 

ITUNICIPAL  RAILWAY 


Kirkland  Yard,  construct  seat  cushion  storage  shed 
(fonner  736.77.104) 

737.79.203  Priority;  B Finding  Code;  a 

-X-  -X-  6.0*  * * * 


Geneva  Carhouse,  enlarge  drains  adjacent  to  pit  area 
(former  736.77.114) 

737.79.204  Priority;  B Funding  Code;  a 


Presidio  Division,  shop  area,  provide  door  for  steam 
cleaning  room  (former  736.77.107) 

737.79.201  Priority;  C Funding  Code;  a 

45-  * 6.8*  * * * 


B-25 


< P.I.N.  > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 
* 1980-81  * 1981-82  1982-83  1983-84  1984-85  1985-86  "■ 


1. 


2. 


3. 


4. 


5. 


6. 


7. 


8. 


9. 


10. 


11. 


12. 


Presidio  Building,  remodel  payroll,  personnel,  and  lost  and 
found  office  areas  (former  737.74.108,  736.77.201  and 
736.75.204) 

737.79.202  Priority:  C Funding  Code;  a 
82.5^ 

Presidio  Yard,  Bus  v/asher,  extend  v/ater  spray  barrier 
(former  736.78.103) 

737.79.206  Priority:  C Funding  Code:  a 
- - 9.0^  - 


V/ashington-Lfeson  Cable  Car  House,  construct  sump  pit  for 
removal  of  oil  and  grease 
737.68.102  Priority;  C Funding  Code:  a 
-x-  14.4^  ^ 


Various  locations,  landscaping  around  buildings  and 

737.68.110  Priority:  C Funding  Code:  a 
^ 12.5*  * * 


V^ashington-Mason  Cable  Car  House,  install  fire  escape  from 
offices 

* DESIGN  PREPARATION  FOR  PROJECT  737.71.105  SHOULD  BE 

* COORDINATED  WITH  LANDMRICS  PRESERVATION  ADVISORY  BOARD 

* AlTD  ART  COIMSSION 

737.71.105  Priority;  C Funding  Code:  a 

-x-  * -X-  9.9*  * * * 


Uasliington-Ilason  Cable  Car  House,  install  cable  tension 

measuring  instrumentation 

737.71.106  Priority:  C Funding  Code:  a 

-X-  -X-  4;-  19.0*  * * * 


Cable  car  facilities,  construct  cable  trench  cleaning 
machinery 

737.72.302  Priority:  C Funding  Code:  a 

* * * 31.9*  ^ ^ 

\/ashington-IIason  Cable  Car  House,  construct  second  story 

addition  v/ithin  structure 

737.74.110  Priority:  C Fimding  Code:  a 

* * * 96.8*  ^ ^ * 

l/ashington-rfe^son  Cable  Car  House,  construct  maintenance  pit 
737.75.103  Priority:  C Funding  Code:  a 

* * * 14.3*  * 


Washington- Mason  Cable  Car  House,  install  nev;  shop  turntable 
737.76.101  Priority;  C Funding  Code:  a 

- 66.0*  * * 


Various  locations,  install  energy  conservation  devices 

737.79.210  Priority:  C Fuiding  Code;  a 

-X-  -X-  -X-  95.0*  * * 

Potrero,  Presidio  and  Kirkland  Divisions,  install  \vater 
reclamation  facilities 

737.79.211  Priority;  C Funding  Code:  a 

-X-  -X-  -x-  -X- 


560.0* 
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< P,I,N.  > Priority  ? Punding  Code  ? Fiscal  Years  Belov/ 
--  1980-81  1981-82  1982-83  1983-84  1984-85  '='•  1985-86  - 


PUBLIC  WORKS  - TRAFFICWAYS 


Various  intersections,  install  traffic  control  devices 
(TPG-L) 

671.75*106  Priority?-;  A Funding  Code:  g 

30.0*  30.0*  30.0*  30.0*  30.0* 


30.0* 


Transit  Preferential  Streets  Program,  provide  signs,  lane 
markings,  overhead  lane  signals  or  raised  rights- of- v/ay  for 
transit  vehicles  (TPG— d,i)  (FAU) 

671.75.108  Priority:  A Funding  Code:  g 
* 28.0*  60.0*  60.0*  60.0*  60.0*  60.0* 

671.75.108  Priority:  A Funding  Code:  o 

* 172.0*  140.0*  140.0*  140.0*  140.0*  140.0* 

Various  locations,  provide  ramps  for  the  handicapped 
(TPG-h,i,j)  (FAU) 

671.75.109  Priority:  A Funding  Code:  g 

* 15,0*  * * * * * 

671.75.109  Priority:  A Funding  Code:  o 
^ 85.0*  * 

Various  locations.  Federal  Highv/ay  Administration  grant 
pro;jects  for  traffic  safety  and  improvement  (TPG-b,i)  (FHWA) 
671.75=.  Ill  Priority:  A Funding  Code:  g 
* 60.0*  60.0*  60.0*  * * * 

671.75.111  Priority":  A Fujiding  Code:  o 

* 240.0*  240.0*  240.0*  * * * 

Ocean  Avenue  to  Phelan  Avenue,  constmict  bypass  roadv/ay 
(FAU)  (TPG-b) 

671.80.101  Priority;  A Funding  Code:  g 

* 32.0*  * * * * * 

671.80.101  Priority:  A Funding  Code:  o 

185.0*  * * * * * 


10. 


Various  major  streets,  install  advance  street  name  signs 
(FAU)  (TPG-c) 

671.80.102  Priority:  A Funding  Code:  g 

- 17,0*  * * * * 

671.80.102  Priority:  A Funding  Code:  o 

* 103.3*  * * * * 

Various  locations,  install  traffic  signals  (TPG-b) 

671.80.103  Priority;  A Fujiding  Code:  g 

* 70.0*  80.0*  * * * 

Alice  St.,  Folsom  to  Shipley,  v/idening  (YBC) 

671.75.202  Priority:  A Funding  Code:  g 

- * 117.5-  * * - 

Clara  St.,  Ilaloney  to  0*Doul,  sidev/alk  narrov/ing  (YBC) 

671.75.203  Priority;  A Funding  Code:  g 

* * 196.0*  * * * 

Shipley  St.,  4th  to  Pitch,  sidev/alk  narrov/ing  (YBC) 

671.75.204  Priority;  A Funding  Code:  g 

- 193.3*  * ^ ^ 


11.  Neighborhood  Traffic  Control  and  Beautification  Program 
(TPG-b, f,h)  (Note:  Work  v/ould  inclvide,  for  example,  the 
installation  of  stop  signs,  traffic  channelization  or 
streetside  landscaping) 

671.77.102  Priority;  A Funding  Code:  g 

* * 55.0*  55.0*  55.0*  55.0*  55.0* 
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< P.I.N*  > Priority  ? Funding  Code  ? Fiscal  Years  Below 

---  1980-81  1981-82  * 1982-83  * 1983-84  1984-35  * 1985-86 


1*  Various  safety  problem  locations,  provide  traffic  signalfi 
and  channelization  (TPG-b,i)  (Federal  Aid  Urban) 

671.75.107  Priority:  B Funding  Code:  g 

^5-  * 15^0---  15.0^^  ^ * 

671.75.107  PrioDrijy:  B Funding  Code:  o 

* 35  «0-  35.0-5^ 

2^  Various  locations,  :aistall  traffic  signals  and 
chanr.elizations  (T*i'G—b,i)  (FAU) 

671.75.110  Prio;:.:--:'n  B Fimcing  Code:  g 

47<,7-  47.7-''-  47,7*  -17.7-^  47.7* 

671*75.110  Priority:  B Funding  Code;  o 
-*  * 111.3*  111.3-"-  111.3*  111.3*  111.3* 

3.  Various  locations,  modify  traffic  and  pedestrian  signals 
(TPG-b,i)  (FAU) 

671.75.124  Priority:  B Funding  Code:  g 

* * 15.0*  15.0*  15.0*  15.0*  * 

671.75.124  Priority:  B Funding  Code;  o 

* * 35.0*  35.0*  35.0*  35.0*  * 

4.  Various  locations,  construct  underground  wired  street 
lighting  facilities  in  street  areas  outside  underground 
districts 

671.75.130  Priority:  B Funding  Code:  g 

* * 30.0*  30.0*  30.0*  30.0*  30.0* 

5.  Precita  Ave. , Mission  to  Coso,  sidev/alk  narrov/ing  (TPG-h,t) 
(R70,59) 

671.75.,  135  Priority:  B Funding  Code:  g 

* * 143*6*  * * * * 

6.  Grand  View  Ave.,  24th  to  Clipper,  sidev.^lk  narrowing 
(TPG-1)  (R67.60) 

671.75.139  Priority:  B Funding  Code:  g 

- 218.3*  ^ 

7.  Milton  St.,  San  Jose  to  Bosv/orth,  sidei/alk  narrovring  (TPG-t) 
(R69.38) 

671.75.140  Priority:  B Funding  Code:  g 

/'  * 128.0*  * * * * 

8.  19th  Ave,,  Rossmoor  to  Junipero  Serra,  improvement  study 
(TPG-b,d) 

671.75.141  Priority:  B Funding  Code:  e 

20.0*  * * * * 

9.  Various  bridge  stiuctures,  modifications  for  earthqualce 
safety  (TPG:b)  (FAU) 

671.75.201  Priority:  B Funding  Code;  g 

* * 100.0*  * * * * 

671.75.201  Priority:  B Funding  Code:  o 

* * 300.0*  * * * * 

10.  Various  locations,  install  streetlighting  in  underground 
districts  (TPG-b). 

* PROJECT  671.75.207  SHOULD  BE  COORDBTATED  WITH  DEPARTMENT 

* OF  CITY  PLANNING  RELATIVE  TO  DESIGN  OF  NE\7  LIGHTING 

* FIXTURES  UNDER  POLICY  GUIDELINES  OF  URBAN  DESIGN  ELEMENT 

* OF  MASTER  PLAN 

671.75.207  Priority:  B Funding  Code:  g 

* * 300.0*  300.0*  300.0*  300.0*  300.0* 

11.  Various  traffic  signal  systems.  Energy  Conservation  Program, 
provide  for  flashing  operation  (TPG-h,r) 

671.76.102  Priority;  B Funding  Code:  g 

13.7*  * * * * 
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< P.I.N.  > Priori  17^7-  ? Funding  Code  ? Fiscal  Years  Belov; 
* 1980-81  * 1981-82  1982-83  1983-84  ■'''  1984-85  1985-86  * 


1. 


2. 


3. 


5. 


7. 

8, 

9. 

10. 


11. 


Portola  Drive,  Burnett  to  Laguna  Honda,  safety  improvements 
(FAU) 

671.78,201  Priority:  B Funding  Colei  g 
35.0-  - 

671.78.201  Priori  "-ys  B Funding  Coi'cj  o 

^ (HO-'-  0^0-  94.0^^  * 

Various  streets,  t'^y.ffic  signol  iiitercoimections 
(TPlsb)  (FH\/A) 

671.79.  102  Priority:  B Fuiiding  Code:  g 

- 141.0-  - - 

671.79.102  Priority;  B Funding  Code:  o 

-;c-  -K-  427.  o"'' 

Potrcro  Ave, , Division  to  Army,  safety  improvements 
(TPCrzL)  (FAU) 

671.79.103  Priori tjT-:  B Funding  Code:  e 

* 35.0*  * 117.5"  * 

671.79.103  Priori tv;  B Funding  Code:  o 

* * 0,0*  0,0*  274.1'^  " 

Third  St.,  4th  St.  to  Jamestovm^  safety  improvements 
(TPCfo)  (FAU) 

671.79.104  Priority;  B Funding  Ooc'e;  e 

* * 40^0*  * 6(u,0*  90.0*  90.0* 

671.79.104  Pri o ri tj : B Finding  C o d e ; o 

* * 0.0*  0,0*  140„0*  210.0*  210.0* 

Monterey  Blvd. , Circular  to  Santa  Clara,  safety  improvements 
(study)  (TPG-;!)) 

671.79.106  Priori  tv;  B Funding  Code;  e 

■5^  8^0*  * 

2323  Army  St,,  provide  litter  rc-ceptacle  cleaning  facilities 
(Street  Cleaning) 

671.79.107  Priority:  B Funding  Code:  g 

53.8*  * * * * 

Ba-shcre  Blvd,,  ylimy  to  Silver,  improvements  (FAU)  (TPG-b,e) 

671.78.103  Priority:  B Funding  Cede;  e 

* * * 81.6*  ^ 
671.78,103-1  Priority:  B Funding  Code:  o 

190.4^^  " - * 

The  Enharcadero , Brcadv;ay  to  i^ashington,  improvement  study 

671.75.401  Priority:  C P-onding  Code;  e 

* * * 20.0*  ..  * 

Key  Ave. , extend  roadv;ay  to  Bay  Viev;  Park,  improvement  study 

671.75.402  Priority:  C Funding  Code:  g 

* 50.0*  * * * 

Various  major  streets,  provide  raised  reflective  pavement 
markers  (TPG-h,i)  (FAU) 

671.76.104  Priority:  C Funding  Code:  g 

* * * 60.0*  60.0*  60.0*  * 

671.76.104  Priority:  C Funding  Code:  o 
* * * 140.0*  140.0*  140.0*  * 

Glen  Pank  BART  Station  to  Golden  Ga.te  Park,  provide  bicycle 
lanes  (FAU) 

671.77.201  Priority:  C Funding  Code:  g 

-X-  -X-  -X-  21.5*  * * * 

671.77.201  Priority;  0 Funding  Code:  o 

^ 56,2*  * * * 


< P.I.N,  > Priority  ? Funding  Code  ? Fiscal  Years  Below 
* 1980-81  * 1981-82  * 1982-83  * 1983-84  * 1984-85  1985-86  * 


1.  Municipal  Asphalt  Plant,  construct  oil  spill  prevention 
control  system 

671. 79,201  Priority;  0 Funding  Code:  g 

20.0-5'-  * -X- 

2,  Various  dovmtov/n  alleys,  sidewalk  narrowing  to  provide 
on-street  loading  and  parking  (TPG-g) 

PROJECT  671.75.205  SHOULD  BE  EVALUATED  UHDER  PROPOSED 
---  CIRCULATION  STUDY  BY  DEPARTMENT  OF  CITY  PLANNING  FOR 
FOR  DOV/NTOWN  AREA 

671.75.205  Priority;  C F-undlrig  Cod.“s  g 

“ -5^  -x- 


165.0^- 


B-30 


1. 


2* 


3. 


4. 


5. 


7. 


8. 


9. 


10, 


11. 


12, 


13. 


14. 


15. 


< P.I.N.  > Priority  ? Pimding  Code  ? 
* 1980-81  1981-82  1982-83  1983-84 


AIRPORTS  COMMISSION 

Roads  and  parking  facilities,  improvements 
727.69.104  Priority!  A Funding  Code;  r 
- 1790.1---  3600.0---  50.0---  50.0* 

Utility  systems,  improvements 

727.70.102  Priority!  A Fimding  Code:  r 

* 507.7^-  2300.0---  2500.0*  50.0* 

Landing  field  facilities,  improvements 

727.70.103  Priority:  A Funding  Code:  r 

* 7750.2*  40.0*  250.0*  40.0* 


Fiscal  Years  Below 


^-85  * 

1985-86  * 

50.0* 

50.0* 

50.0* 

50.0* 

40.0* 

40.0* 

Passenger  terminal  and  administration  facilities, 
improvements 

727.71,101  Priority:  A Funding  Code:  r 

* 23752.8*  850.0*  130.0*  50.0*  50.0*  50,0* 


Various  areas,  temporary  relocation  and  demolition  of 
service  facilities 

727.80.101  Priority:  A Funding  Code:  r 

* 1643.0*  ^ * 

Airport  fire  station,  new  construction 

727.80.102  Priority:  A Funding  Code:  r 

* 634.6*  * * * * 


Vanious  areas,  improvements  to  landside  facilities 
727.80.103  Priority:  A Funding  Code:  r 
* 3287.4*  * * * 


Landing  field  area,  improvements 

727.69.101  Priority:  A Funding  Code:  r 

* * 2800,0*  2800.0*  1000.0*  1000.0*  1000.0* 

Drainage  facilities,  improvements 

727.69.102  Priori t3r;  A Funding  Code:  r 

* * 30.0*  30,0*  30.0*  30.0*  30.0* 

VfATER  DEPARTMENT 

Various  locations,  water  main  extensions 
747.68.101  Priority:  A Funding  Code:  r 

* 385.0*  410.0*  410.0*  440.0*  440.0*  470.0* 


Various  locations,  install  water  services  and  meters 

747.68.102  Priority:  A Funding  Code:  r 

* 370.0*  430.0*  430.0*  460.0*  460.0*  515.0* 

Various  locations,  install  gate  valves 

747.68.103  Priority?-:  A Funding  Code:  r 

* 65.0*  65.0*  65.0*  70.0*  70.0*  70.0* 


Various  locations,  provide  cathodic  protection  for  pipelines 
and  equipment 

747.68.104  Priority:  A Funding  Code:  r 

* 50,0*  50,0*  50.0*  57.0*  57.0*  57.0* 

Various  locations,  survey  property  lines  and  set  monuments 

747.68.105  Priority:  A Funding  Code:  r 

* 65.0*  65,0*  65,0*  70.0*  80.0*  80.0* 

Various  locations,  construct  feeder  mains 

747.68.106  Priority;  A Finding  Code:  r 

* 800.0*  970,0*  990.0*  1010.0*  1020.0* 


1040.0* 
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< > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 

1980-81  ---  1981-82  1982-83  1983-84  1984-85  1985-86  * 


1. 


2. 


3. 


4. 


5. 


6. 


7. 


9. 


10. 


11. 


12. 


13. 


14. 


15. 


Various  locations,  erosion  control  on  watershed  lands 

747.68.107  Priority:  A Funding  Code:  r 

---  28.0^'-  28.0--^  31.0-:5-  34.0-:f-  34.0'’- 

Various  locations,  install  drain  and  air  valves 

747.68.108  Priority:  A Funding  Code:  r 

35.0-  35. o'-''-  35.0-"-  39.0-"-  39.0-^  39.0^''^ 

Various  locations,  construct  fences 

747.68.109  Priority:  A Funding  Code;  r 

40.0- >^  40.0-'^  45.0-"-  45.0---  50.0-5^  50. 0-'- 

Various  locations,  motorize  large  valves 

747.68.110  Priority:  A Funding  Code;  r 

40.0- ^^  40.0-"-  40.0---  40.0-"-  40.0"--  40.0-"- 

Rock  River  Lime  Plant,  caretakers  cottage,  additions 
747.79.102  Priority;  A Funding  Code:  r 

-X-  10.0-5-  -5'-  -5'-  -5^  -5^ 

San  Andreas  Filtration  Plant,  install  hydro fluo silicic  acid 
tank 

747.80.101  Priority;  A Funding  Code;  r 

-"-  20.0-5-  -X-  -;f 

Pilarcitos  Reservoir,  improve  telephone  system 

747.80.102  Priority:  A Funding  Code:  r 

* 15.0^-  -5-  -"-  * -5^ 

Crystal  Springs  Balancing  Reservoir,  construct 
chlorination  station 

747.79.201  Priori -ty:  B Funding  Code:  r 

^ 200.0-  -5-  - * 


Various  locations,  install  automatic  meter  reading  equipment 
747.80.201  Priority:  B Fimding  Code;  r 

175.0^-  ^ . 


Stanford  Heights  Feeder  Main,  extend  to  Ocean  Viev;  area 

747.80.301  Priority;  C Funding  Code:  r 

- ^ - 650.0-5-  * 550.0- 

Sutro  Main,  extension 

747.80.302  Priority:  C Fi-uiding  Code:  r 

550.0*  ^ * 


San  Andreas  Filter  Plant,  provide  emergency  pov/er  facility 
747.80.303  Priority;  C Funding  Code;  r 

* -5-  315.0-5^  * * 

San  Antonio  Reservoir,  construct  chlorination  plant 
747.72.201  Priority;  C Funding  Code;  r 
-*  -5-  -5^  -5J-  320.0-5-  * 


Various  Ci-fcy  reservoirs,  modify  piping 
747.74.203  Priority:  C Funding  Code:  r 
* * * 535.0* 


San  i\ntonio  Pumping  Station  to  Sunol  Treatment  Plant, 
construct  nev/  pipeline 

747.72.501  Priority:  C Funding  Code;  r 

-X-  -X-  -X-  * 3210.0*  * 
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< > Priority  ? Pimding  Code  ? Fiscal  Years  Belov/ 

1980-81  1981-82  * 1982-83  1983-84  1984-85  1985-86 


2. 


3. 


4. 

5. 


6, 


7. 


9. 

10. 


11. 


12. 


13. 


HETCH  HETCHY  UATER  ABB  POV/ER 


17amerville  Substation,  construct  shed  for  oil  filtering 
equipment 

757.79.201  Priority:  A Blinding  Code:  r 

^ -St 

Trolley  Coach  Overhead  Program  (TOP),  line  extensions, 
interconnections,  nev/  routes  and  rerouting  (Urban  Mass 
Transportation  Act) 

757.80.101  Priority:  A Fvinding  Code:  r 
--  1247.0-'-  612.0^-  661.0--  714.0-''-  771.0-^^ 

757.80.101  Priority:  A Funding  Code:  o 
-'-  4988.0*  2449.0-'-  2645.0*  2856.0*  3084.0* 


Moccasin  Reregulating  Reseirvoir,  construct  lov/  head  power 
generating  facilities 

757.80.102  Priori -by:  A Funding  Code:  r 

* 1700.0*  * * * * * 

Tesla  Portal,  install  security  fence 

757.80.104  Priority:  A Funding  Code:  r 

^ 25.0*  * * * * * 


Cherr3/  Valley  building  complex,  additions  to  sev/age  disposal 
system 

757.80.105  Priority:  A Funding  Code:  r 

4^0*  * * * * 


Kirla'/ood  Pov/erhouse,  office  and  machine  shop,  construct 
acoustical  barrier 

757.80.106  Priority^  A Funding  Code:  r 

6.5^  - - * 


Uarnerville  Complex,  cons-truct  cottage,  maintenance  building 
and  other  operating  facilities 

757.76.201  Priority:  B Funding  Code:  r 

* * 600.0*  * * * * 

Jacl^ss  Creek,  constmct  cascade  dams  to  provide  alternate 
route  for  conveying  ’/ater  from  Priest  Reservoir  to  Moccasin 
Reservoir 

757.77.105  Priority:  B Funding  Code:  r 

''  575.0*  * * * * 

Moccasin  Shops,  additions  to  auto  shops 

757.78.201  Priority:  B Finding  Code:  r 

-X-  -X-  122,0*  * * * * 

Eleanor- Cherry  Diversion  Tunnel,  install  pump  station 
757.80.103  Priori tv:  B Finding  Code:  r 
* * 2000.0*  * * * * 

V/ards  Ferry  and  Clavey  Pov/er  Complexes,  construct  new  pov/er 
generating  facilities"  (former  757.67.502  and  757,69.  104) 
(proposed  revenue  bond) 

757.77.301  Priority:  C Finding  Code:  n 

* * * 330000,0*  * * * 

Moccasin  Truck  hash,  install  pumps,  piping  and  instruments 
for  solar  heating  units  (former  756.77.107) 

757.79.301  Priority:  C Funding  Code:  r 

-X-  -x^  -X-  3,0*  * * * 

0 ’ Shaughnessy  Dam  and  Early  Intake,  construct  lov/  head  pov/er 
generating  facilities 

757.80.301  Priority:  C Finding  Code:  r 

* * * 1100.0*  1200.0* 


1200.0*  1200.0* 


B-33 


< > Priority  ? Pimding  Code  ? Fiscal  Years  Belov/ 

1980-81  - 1981-82  1982-83  1983-84  1984-85  * 1985-86 


1*  Rock  River  Lime  Plant  cottage,  construct  additional  bedroom 
757*80.302  Priority:  C Fimding  Code:  r 

■5f  * ^^11.5^^  * " “ 

2.  Various  locations,  provide  peak  power  generating  facilities 
(proposed  revenue  bond) 

757*80.401  Priority:  C Funding  Code:  n 

-;«■  100000.0*  * * 

3.  San  Joaquin  Pipeline  No,  4,  construct  new  pipeline 
(proposed  revenue  bond) 

757.72.601  Priority:  C Funding  Code:  n 

* * * * * 100000.0*  * 

PORT  CONCESSION 

4.  Various  locations,  improvements  to  facilities 
775.80.101  Priority:  A Funding  Code:  r 

* * 1000.0*  1000.0*  1000.0*  1000.0*  1000.0* 


SECTION  C 


FACILITIES 

MAINTENANCE 

PROGRAM 


1980-81  THROUGH  1985-86 


C-1 


FISCAL  SUMMARY:  TOTAL  PROGRAM  COSTS* 
FACILITIES  MAINTENANCE  PROGRAM:  1980-81  THROUGH  1985-86 


1980-81  = 

30324.6 

1981-82  = 

33357.6 

1982-83  = 

35466.6 

1983-84  = 

31-172.9 

1984-85  = 

25872.5 

1985-8S  = 

23462.5 

rRvjGK-.M  COSTS 


* NOT.;:ii  A'-.l.  oc’n-:s  jr:.  tJio  F-i.c- JO.:.  Maintenance 

Pro^G^’"^"  in  0. a. ajiiti  or  doi.iana^ 


C-2 


FISCAL  SUIFIARY:  BY  FUNDING 

FACILITIES  MAINTENANCE  PROGRAM;  1980-81  THROUGH  1985-86 


Ad  Valorem  Taxes 

TOTAL 

31272.0 

1980-81  = 

3092.5 

1981-82  = 

8585.2 

1982-83  = 

8018.3 

1983-84  = 

^ 182.0 

1984-85  = 

3700.0 

1985-86  = 

3694.0 

Gas  Taxes  and  Road  Funds 

TOTAL 

14068.9 

!'  ■'!-9  ^ 5 

2.v.8„0 

'!932-o3  = 

5u  '9.9 

1933-84  = 

3s81.5 

1984-85  = 

1848.5 

1985-86  = 

1039^  5 

Revenue 

TOTAL 

65014.7 

1980-^81  = 

10649.3 

1981-82  = 

11313.9 

1982-83  = 

12941.5 

1983-84  = 

12597.0 

1984-85  = 

9554.5 

1985-86  = 

7958,5 

Proposed  Bonds 

TOTAL 

0.0 

1980-81  = 

0.0 

1981-82  = 

0.0 

1982-83  = 

0.0 

1983-84  = 

0.0 

1984-65  = 

0.0 

1985-86  = 

0.0 

Other  Sources 

TOTAL 

69601.1 

1980-81  = 

16237.3 

1981-82  = 

10590.5 

1982-83  = 

10886.9 

1983-84  = 

11212.4 

1984-85  = 

10769.5 

1985-86  = 

9904.5 

C-3 


FISCAL  SUTFIARY:  BY  PRIORITY 

FACILITIES  MAINTENANCE  PROGRAM:  1980-81  THROUGH  1985-86 


Priority  A 


Priority  B 


Priority  C 


Priority  D 


Priority  H 


TOTAL 

1980-81 

29638. 1 

1981-82 

= 

27618.9 

1982-83 

= 

25572.0 

1983-84 

= 

25^  11.7 

1984-85 

= 

24107.7 

1985-86 

= 

22981.7 

TOTAL 

1980-81 

9‘".  0 

1981-82 

- 

3 : OL. , 3 

1982-8:' 

- 

1983-8A 

''9/ 3^7 

1984-89 

= 

409.8 

1985-89 

= 

456,3 

TOTAL 

1980-8^ 

9',' , 3 

1981-82 

2330,4 

1982-83 

= 

5901. 5 

1983-84 

= 

51 17.5 

198/; -*85 

= 

1355.0 

1985-86 

= 

14.0 

TOTAL 

1980-81 

0.0 

1981-82 

= 

0,0 

1982 « 83 

= 

0.0 

1989-84 

=: 

0.0 

1984-89 

= 

0.0 

1985-86 

= 

0.0 

TOTAL 

1980-81 

0.0 

1981-82 

= 

0.0 

1982-83 

= 

0,0 

1983-84 

= 

0,0 

1984-85 

= 

0.0 

1985-86 

= 

0.0 

155330.1 


9810.7 


14815.9 


0.0 


0.0 


< P.I.N.  > Priority  ? Puinding  Code  ? Fiscal  Years  Belov/ 
* 1980-81  1981-82  1982-83  -"■  1983-84  1984-85  * 1985-86  * 


ART  COMSSION 

1.  Various  community  cultural  facilities,  miscellaneous 
Facilities  Maintenance  projects 

113. 79. 101  Priority:  A Funding  Code:  a 

67.5*  40.0*  40.0*  40.0*  /O.O*  40.0* 

FIRE  DEPARTMENT 

2.  Various  locations,  repair  underground  cisterns 
145.77.114  Priority:  A Funding  Code:  a 

* 10,0*  10.0*  10.0*  10,0*  10.0*  10,0* 

3.  Pump  Station  No.  1,  repair  intakf; 

145.77.  112  Priority:  B Fundrd'..--  -'  lo'  a 

* * 60.0*  --  * * 

4.  Pumping  Station  No,  1,  replace  i n'/''?''  o.lnie  supports 

145.78.  104  Prj.ority:  B Funding  Code,,  a 

-:c-  * 12.4*  * * * * 

5.  Pumping  Stations  No,,.  1 and  No.,  2.  reijo 11  tate  piunps 

145.78.  105  Pri  o ri  ty : B Fund  ,1  ng  C fid  - -i 

/!  7 ^ q-);-  * * 

6.  Various  stations  and  facilities,  minor  facilities 
maintenance  projects 

145.80.202  Priority:  B Funding  Code:  a 

* * 25.0*  25.0*  23.0*  25.0*  25.0* 

MUNICIPAL  COURT 

7.  City  Hall,  third  floor,  renoyate  courtrooms  and  chambers 

155.67.102  Priority:  B Funding  Code:  a 

* * 264.5*  305.3*  * * * 

8.  Hall  of  Justice,  reno-'^ate  courtrooms  and  chambers 

155.78.  101  Priorlti-:  C Funding  Code:  a 

* 103.0*  * * * * 

POLICE  DEPARTMENT 

9.  Three  district  stations,  replace  gasoline  pumps 
161.73.101  Priority:  C Funding  Code:  a 

* * 14,0*  * * * * 

SOCIAL  SERVICES 

10.  1680  Mission  St. , replace  floor  tiles 
169.80.201  Priority:  C Funding  Code:  a 

* * 53.0*  53.0*  * * * 

SHERIFF 

11.  Jail  No.  3,  Men’s  Facility,  replace  floor  covering 
173.71. 206  Priority:  C Funding  Code:  a 

* * 105.8*  110.5*  77.0*  * * 

12.  Jail  No.  3,  jail  grounds,  replace  roadv/ay  lighting 
173,70.505  Priority:  C Funding  Code:  a 

* -X-  * 21. 2*  * * * 


C-5 

< P.I.N,  > Priority  ? Funding  Code  ? Fiscal  Years  Belo’7 
* 1980-81  * 1981-82  * 1982-83  * 1983-84  * 198^-85  * 1985-86  * 


SUPERIOR  COURT 


1,  City  Hall,  fourth  floor,  various  courtrooms,  remodel 
179.75.101  Priority:  B Funding  Code:  a 

--  * 82.  1*  164.3*  * * 

2.  City  Hall,  various  courtrooms,  painting 


179.78.103  Prioritv: 

* * 3.0* 

jm^EMILE  COURT 

3.  Youth  Guidance  Center, 
equipment 

186679-.101  Priority: 

* 4,3*  * 

4.  Youth  Guidance  Center, 

186.80.101  Priority: 

* 171.5*  * 


C Funding  Code:  a 

* * * 


Cottage  E-5-  replace  kitchen 

A Funcior  a 

-'r-  * 

Cottage  B ■ t , r c : ■ ) 3 ti"ac  t i on 
A Funding  a 

X * 


5.  Log  Cabin  Ran  -h,,  ^^arieus  build , J "O'  rnr  repairs 
186.78,  102  P'^irritv:  A FunG  i.g;  0 a 
* * 'i57o6''  * * 


6,  Log  Cabin  Rancb,  resurface  plav  ya.rd 

186.75.101  Prioritv:  C Fund.uig  Code:  a 
* * 24.1*  * * * 


7.  Log  Cabin  Ranch,  resurface  road'vavs 

186.74.403  Priori cv:  C Funding  Code:  a 
* * * 39,3*  * 


ACALEIVIY  OF  SCIEIICSS 


* 


* 


* 


* 


* 


8.  Various  area.s,  miscellaneous  facil.ities  maintenance  proj^scts 

213.77.101  Priority:  A Funding  Code:  a 

* 76.5*  100.0*  100,0*  100.0*  100,0*  100.0* 

CORONER 

9,  Hall  of  Justice,  ambulance  and  autopsy  room  entrances, 
replace  automatic  doors 

223.80.101  Prioritv:  A Funding  Code:  a 

* 14.0*  * * * * * 

10,  Hall  of  Justice,  main  office,  replace  linoleum  floor 
covering 

223.79.101  Priority:  C Funding  Code:  a 

-X-  * 4,8*  * * * 

DEPARTI'lEiTT  OF  ELECTRICITY 

11.  Various  locations,  siren  v/arning  system,  rehabilitation 

231.78.102  Prioritv:  C Funding  Code:  a 

* * 14.0*  14.0*  14.0* 


14.0* 


14.0* 


2. 


3. 


4. 

5, 


7. 

8, 


9. 

10. 


11. 

12. 

13. 


C-6 

< P.I.N.  > Priority  ? Funding  Code  ? Fiscal  Years  Below 
* 1980-81  - 1981-82  1982-83  1983-84  1984-85  1985-86  * 


CONVENTION  FACILITIES 

Civic  Auditorium,  repair  roof  (former  245-80.101) 

247.80.101  Priority:  A Funding  Code:  a 

-X-  25.0*  * * * * * 

Civic  Auditorium,  main  floor,  repair  terrazzo  floors 
(former  245.73.102) 

247.80.102  Priority:  B Funding  Code:  a 

* 94.5*  * -)f  * * 

PUBLIC  WORKS  - BUILDING  REPAIR 

Various  public  buildings  and  structures,  miscellaneous 
facilities  maintenance  projects 

417.77.101  Priority:  A Funding  Code:  a 
* 888.3*  1500.0*  1500.0*  1500.0*  1500.0*  1500.0* 

PUBLIC  WORKS  - GENERAL  OFFICE 


45  Hyde  St. , Bureau  of  Engineering,  second  floor,  renovation 

423.80.102  Priority:  A Funding  Code:  a 
* 16.1*  101.2*  153.3*  * 


City  Hall,  general  exterior  masonry  and  related  repair  v/ork 
(Phase  IV;  {$595.0  previously  appropriated  for  Phases  I 
through  III) 

423.76.101  Priority:  A Funding  Code:  a 
* * 288.6*  * * * * 

Civic  Center,  reconstruct  steam  supply  loop 

423.71.103  Priority:  B Funding  Code:  a 

* * 157.6*  184.4*  * * * 

45  Hyde  St.,  2nd  and  3rd  floors,  renovation 
423.78.  102  Prio-'-ity:  B Funding  Code:  a 

-)!•  8:-).  4*  ->f  * * 


Hall  of  Just.i/e,  ie:-onstruct  pneumatic  tube  system 
423.76.201  Pr-icr.Lby:  C Funding  Code:  a 

* 103.4*  * * * * 

PUBLIC  ^./ORKS  - CLEAN  I'/ATER  PROGRAM 


Various  locat:!  o.nr:^  repair  and  renew  collector  system 
426.80,  101  Pri'.rity:  A Fundin'?  Code^  o 
* 3140.0*  3000.0*  3000,0*  3000.0*  3000.0*  3000.0* 

Various  locations,  repair  and  renew  treatment  v/orks 

426,80.102  Priority:  A Funding  Code:  o 
* 660.0*  600,0*  600,0*  600.0*  600.0*  600.0* 

PUBLIC  HEALTH  - ADMINSTRATION 


101  Grove  St,,  replace  roof 

513.77.106  Priority:  B Funding  Code:  a 

* 46,0*  d-  * * * 

101  Grove  St.,  replace  Ivy  Street  exit  doors 

513.77.301  Priority:  C Funding  Code:  a 

* 35,0*  * * * 

101  Grove  St.,  replace  Ivy  Street  garage  door 

513.77.302  Priority:  C Funding  Code:  a 

9.6*  * * * 


* 


* 


I 
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< P.I.N,  > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 

* 1980-81  1981-82  * 1982-83  * 1983-84  198/1-85  * 1985-86 


1. 


2. 


3, 


4, 


5. 

6, 


7. 


9- 


10. 


11. 


12. 


13. 


14. 


15. 


PUBLIC  HEALTH  - LAGUilA  HONDA  HOSPITAL 

Various  buildings,  exterior  painting;  roofing  and  v/indov/ 
sash  repairs 

555.80.103  Priority:  B Funding  Code:  a 

* * 676,7*  302,0*  * * 

Bldg,  L,  replace  steam  lines 

555.80.104  Priority:  B Funding  Code:  a 

* 33.5*  * * * 

Bldg.  L,  Linen  Room,  replace  hot  lA/ater  supplj?"  line 
555.80,201  Priority:  B Funding  Code:  a 

* * 5 ^ 9*  -K-  * 

Various  v/ard  dining  rooms,  replace  floor  covering 
555.77.112  Priority:  C Funding  Code:  a 

-X-  * * * * 

Main  corridors,  replace  resilient  flooring 
555.77,307  Priority:  C Funding  Code:  a 

* * 247,8*  * * 

Various  areas,  reconstruct  ventilation  system 

555.77.409  Priority:  C Funding  Code:  a 

-X-  * * 50,4*  * * 

Various  areas,  reconstruct  paging  system 
555.77.411  Prioritv:  C Funding  Code:  a 

* * * 158.6*  * * 

PUBLIC  HEALTH  - SAN  FRANCISCO  GENERAL  HOSPITAL 


* 


* 


* 


* 


* 


Various  buildings,  misc.  Facilities  Maintenance  projects 


557.78.106 
* 152,0* 

Priority:  A 
200,0* 

Funding  Code:  a 
200,0*  200.0* 

200.0* 

200.0* 

Building  80. 

floor 

, replrc^'  l3.ntel 

supporting 

bricks 

over  v/indov/s 
557.78,302 
* 32.5* 

Prior. '.ty:  C 

Funding  Code:  a 

-X 

■X 

Bldg.  200,  r, 
557.77.308 

* -X- 

cpla.cF  elevator 

Prir.'^uty:  C Fun<?ing  Code:  a 

-X 

* 

FINE  ARTS  I^RJSIMTMS 


Various  areas,  m:  :;.iellaneous  facilities  maintenance  projects 

621.77.101  Pricrity:  A Funding  Code:  a 

* 100.0*  70,0*  70,0*  70.0*  70.0*  70.0* 

M,  H,  deYoung,  repair  roof  and  replace  slcylights 

621.80.101  Prioritv:  B Funding  Code:  a 

* * 260,0*  840.0*  440.0*  * * 

M,  H.  de  Young,  exterior  painting 
621.75.401  Prioritv;  C Funding  Code:  a 

* * 13.3*  -;f  * * * 

Legion  of  Honor,  Little  Theater,  rehabilitation 
621.74.306  Priority:  C Funding  Code:  a 

* -X  423.5*  * * * 

Legion  of  Honor,  repair  roof  and  replace  slcylights 

621.80.102  Priority:  C Funding  Code:  a 

* * * 865.0*  * * * 


< P.I.N*  > Priority  ? Funding  Code  ? Fiscal  Years  Below 
* 1980-81  * 1981-82  * 1982-83  1983-84  198^-85  * 1985-86  * 


ASIM  ART  MUSEUM 

1.  Various  areas,  miscellaneous  facilities  maintenance  projects 

622. 77. 101  Priority:  A Funding  Code:  a 

17.8-'^  20. 0--'-  20.0---  20.0^'-  20.0-^  20.0^^ 

2.  Air  conditioning  system,  reconstruct  and  balance 

622.80.102  Priority:  A Fimding  Code:  a 

* 20.0*  '*  ---  -'*■  * 

LIBRARY 

3.  Main  library,  stack  areas,  replace  glass  floors 

631.68.102  Priority:  C Funding  Code:  a 

* * 110.0-^-  * -"-  * * 

RECPvEATION  AND  PARK  - MARINA  SMALL  CRAFT  HARBOR 

4.  Various  areas,  miscellaneous  facilities  maintenance  projects 

648.77.101  Priority:  A Funding  Code:  r 

* 72.0->^-  50.0*  50.0*  50.0*  50.0*  50.0* 

RECREATION  AND  PARK  - GENERAL  DIVISION 

5.  Various  locations,  resurface  courts  and  play  areas 

651.67.102  Priority:  A Funding  Code:  a 

* 70.0*  70.0*  70.0*  70.0*  70.0*  70.0* 

6.  Various  locations,  resurface  v/alks,  paths  and  parking  areas 

651.67.103  Priority:  A Funding  Code:  a 

* 50.0*  50.0*  50.0*  50.0*  50.0*  50.0* 

7.  Various  locations,  rehabilitate  lighting  systems 

651.69.103  Priority:  A Funding  Code:  a 

* 60.0*  50.0*  50,0*  50.0*  50.0*  50.0* 

8.  Various  locations,  reconstruct  or  replace  existing  fencing 

651.70,  113  F-oi.or:.-'-y:  A Funding  Code:  a 

* 15.0*  15.0*  15.0*  15.0*  15.0*  15.0* 

9.  Various  park  and  recreation  facilities,  miscellaneous 
facilities  maintenance  projects 

651.77.101  P:*'ior:  ".y:  A Funding  Code:  a 

* 330.0*  40C.0*  400.0*  400.0*  400.0*  400.0* 

10.  Various  parks,  squi^r-es  and  playgrounds,  reconstruct  or 
replace  park  furnisnings 

651.77.202  Priority:  A Funding  Code:  a 

* 25.0*  25.0*  25.0*  25.0*  25.0*  25.0* 

11.  Various  locations,  reconstruct  irrigation  systems 

651.70.104  Priority:  A Funding  Code:  a 

* * 100.0*  100.0*  100.0*  100.0*  100.0* 

12.  Various  locations,  reconstruct  children's  play  areas 

651.70.105  Priority:  A Funding  Code:  a 

* * 50.0*  50.0*  50.0*  50.0*  50.0* 

13.  Palace  of  Fine  Arts,  rotunda  roof,  rehabilitate 

651.78.101  Priority:  B Funding  Code:  a 

-)f  60.0*  * * * * 

14.  Golden  Gate  Park,  Music  Concourse  and  Alvord  Lake, 
reconstruct  timnels 

651.78,201  Priority:  B Funding  Code:  a 
* * 76.0*  * * * * 


C-9 

< P.I.W.  > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 
--  1980-81  1981-82  1982-83  1983-84  198^-85  1985-86  * 


1.  Palace  of  Pine  Arts,  theater  and  Exploratorium,  repair  and 
reconstruct  roof 

651.80.101  Priority;  B Funding  Code:  a 

-)f  340.0'-”-  -5'-  * * 

2.  Golden  Gate  Park,  Nursery  and  North  Mill  Reservoir, 
rehabilitate 

651.70,109  Priority;  C Funding  Code:  a 

-X-  40.0'^'^'  * 

3.  Civic  Center  Plaza,  rehabilitate 
651.77.401  Priority;  C Funding  Code;  a 

■X-  * 120,0*  * * 

4.  Embarcadero  Plaza,  replace  drainage  facilities 

651.80.102  Priority;  C Funding  Code;  a 

-X-  -X-  18.0->^  * * 

RECREATION  AND  PARIC  - ZOOLOGICAL  GARDENS 

5.  Various  areas,  reconstruct  facilities 

652.71.101  Priority:  A Funding  Code;  r 

- * 75.0-^  75.0-:<-  75.0*  75.0*  75.0* 

6.  Various  areas,  miscellaneous  facilities  maintenance  projects 

652.77.101  Priority:  A Funding  Code;  r 

* * 35.0*  35.0*  35.0*  35.0*  35.0* 

RECREATION  AND  PARK  - CANDLESTICK  PARK 

7.  Various  areas,  miscellaneous  facilities  maintenance  projects 


653.77. 101 

Priority;  A 

Funding  Code;  r 

* 400.0* 

70.0* 

70.0* 

70.0* 

70.0* 

70.0* 

Parlcing  lot 

repaving 

653.73.101 

Priority;  A 

Funding 

Code;  r 

-X-  -X- 

50.0* 

50,0* 

50.0* 

50.0* 

50,0* 

9.  Lighting  tov/ers,  rehabilitate 

653.78.101  Priority;  A Funding  Code;  r 

* * 30,0*  30,0*  * * * 

RECREATION  AND  PARE  - OPEN  SPACE  ACQUISITION  DIVISION 

10.  Various  locations,  renovation  of  park  facilities 
654.77.104  Priority;  A Funding  Code;  o 

* 1020.0*  * * * * * 

RECREATION  AND  PARK  - CAMP  MATHER 

11,  Various  areas,  miscellaneous  facilities  maintenance  projects 

659.77.101  Priority;  A Funding  Code;  a 

* 38.0*  40.0*  40.0*  40.0*  40.0*  40.0* 

WAR  MEMORIAL 

12,  Opera  House-Veterans’  Building,  miscellaneous  facilities 
maintenance  projects 

691.77.101  Priority;  A Funding  Code;  a 

* 98.0*  150,0*  150.0*  150.0*  150.0*  150.0* 

13.  Opera  House-Veterans’  Building,  exterior  terra  cotta  v/alls, 
resurfacing  and  related  exterior  repairs 

691.73,103  Priority;  A Funding  Code;  a 

* 632.5*  * * * 


C-10 


< > Priori tv  ? Punding  Code  ? Fiscal  Years  Below 

1980-81  ---  1981-82  - 1982-83  - 1983-84  198/1-85  1985-86  * 


1. 


2. 


3. 


4. 


5. 


7. 


8. 


9. 


10. 


11. 


12. 


13. 


14. 


15. 


Memorial  Court,  replace  sprinkler  system;  regrade  court  and 
replant  laim 

691.80.101  Priority:  B Funding  Code;  a 
* 80.0-^  * - * 


Opera  House,  various  areas,  reupholster  seats 
691.80.103  Priority:  B Funding  Code:  a 
■55-  -Jf  180.0- 


Opera  House,  back  stage  freight  elevator,  replace  door 
691.80.102  Priority;  C Funding  Code:  a 

-X-  * 20.0- 


Opera  House,  stage  rigging  and  cycloramas,  rehabilitation  or 
replacement 

691.73.101  Priority:  C Funding  Code:  a 

* * 247.5^'  * * * 


Opera  House,  rehabilitate  stage  lighting 
691.73.102  Priority:  C Funding  Code:  a 

^ -sf  * 211.2-  -5^  * * 


MUHICIPAL  RAILWAY 

Replacement  of  transit  operating  equipment  (MTC  Grant  Funds) 
736.69,102  Priority:  A Punding  Code:  o 

* 4404.0-'^-  4800.0*  4800,0*  4800.0*  4800.0*  4800,0* 


Various  locations,  misc.  Facilities  Maintenance  projects 
736.78.104  Priority:  A Punding  Code:  a 

* 522.0*  630.0*  660.0*  695.0*  730.0*  765.0* 


Geneva  Division,  various  facilities  maintenance  projects 
736.80,101  Priori tv:  A Funding  Code:  a 

-x-  39.7*  * * * * * 


Presidio  Division,  various  facilities  maintenance  projects 
736,80,102  Priority:  A Funding  Code:  a 

-X-  3 1 ^ -I  -X-  -X-  -X-  * -x- 


Eirkland  Division,  various  facilities  maintenance  projects 

736.80.103  Priorit^r:  A Funding  Code:  a 

30.2*  * * * * * 

Potrero  Division,  various  facilities  maintenance  projects 

736.80.104  Priority;  A Funding  Code;  a 

-5f  17.8*  * * * * * 

Kirkland  Division,  various  replacement  and  rehabilitation 
projects 

736.80.105  Priority;  A Funding  Code:  a 

-X-  13,2*  * * * * * 


Potrero  Division,  modify  pits  to  accommodate  converter 
installation  (former  737.79.207) 

736.80.106  Priority:  A Funding  Code:  a 

-X-  4.2*  * * * * * 

Various  locations,  replace  and  repair  cable  carrying 
machinery  (former  736.73.105) 

736,79.202  Priority:  B Funding  Code:  a 
* 106.8*  * * * * * 


Cable  Car  System,  reconvert  Gypsy  and  switches  at  California 
and  H^rde  Streets 

736.76,105  Priority;  B Punding  Code:  a 

-X-  -X-  44.0*  * * * ^ 


I 


< P.I.N.  > Priority  ? Pimding  Code  ? Piscal  Years  Belov/ 

1980-81  1981-82  1982-83  1983-8/^  1984-85  * 1985-86  * 


1,  Railv/ay  property,  Fillmore  and  Tnrk,  demolish  structures  and 
construct  fence 

736.76.107  Priority:  C Fimding  Code:  a 

* -X-  ^ ^ 0*  * 


. ..  VJ. 


Vf 


."■v  . , 

: -Vre^osi^r  ’ 

^•.  v^;.,  ’-a''-  • .■•-";;J^:J'  . r 

‘ • . ;■  >.  '■  .,  ■'  ■■  ::^o^l0'\.  ■ 'vni  <^-oo 
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< P.I.N,  > Priority  ? Pimding  Code  ? Fiscal  Years  Belov/ 
1980-81  - 1981-82  * 1982-83  * 1983-84  * 1984-85  * 1985-86 


PUBLIC  UOKKS  - TRAFFICUAYS 

1.  Various  locations,  resurfacing  of  FAU  system  streets  (FAU) 

670.77.101  Priority;  A Fimding  Code;  g 

* 210.0-'^  368.7---  368.7*  368.7*  368.7*  368.7* 

670.77.101  Priority;  A Funding  Code;  o 

* 1290.0*  1399.5*  1399.5*  1399.5*  1399.5*  1399.5* 

2.  Cable  Car  routes,  pavement  recons timction 

670.80.101  Priority;  A Funding  Code;  g 

•5^  80.0*  * * 

3.  Gilman  Ave. , Hunters  Point  Expressv/ay  to  400  ft.  v/esterly, 
reconstruction 


670.80. 102 

Priority: 

A 

Funding  Code;  g 

* 55,5* 

-X- 

-X-  -X- 

* 

-X- 

670,80, 102 

Priority; 

A 

Funding  Code;  o 

* 157.3* 

* 

* * 

4. 

Green  St, , Polk  to  Larkin, 

reconstruction 

670.75. 122 

Priority; 

A 

Funding  Code;  g 

---  * 

135.6* 

■X- 

* 

5. 

Goettingen  St.,  Hard  to  Harlcness,  reconstruction 

670.75.125 

Priority; 

A 

Funding  Code;  g 

* -x- 

111.1* 

-X- 

-X- 

* 

6. 

Grace  St,  and  Washburn 

St. 

, Mission  to  Hoi/ard, 

reconstruction 

670.75. 128 

Priority; 

A 

Funding  Code;  g 

* 

1 44 . 8* 

* 

7, 

Filbert  St, , 

Larkin  to 

Van 

Hess,  reconstruction 

670.75.134 

Priority; 

A 

Funding  Code;  g 

* -K- 

256.6* 

* 

* 

8, 

Broderick  St. 

. , Jackson 

to 

Pacific,  reconstruction 

670.75.213 

Priori  t^^; 

A 

Funding  Code;  g 

* -5?- 

111. 0* 

-X-  * 

* 

9.  Various  locations,  resurfacing  of  Select  System  streets 

670.76,102  Priority;  A Funding  Code;  e 
* * 800,0*  800.0*  800.0*  800.0*  800,0* 


10,  Various  locations,  traffic  signal  replacement  program  (FAU) 


670,76. 105 

Priority;  A 

Funding  Code:  g 

* 

45.0* 

45.0*  45.0* 

45.0* 

45.0* 

670.76. 105 

Priority;  A 

Funding  Code;  o 

* -x- 

105.0* 

105.0*  105.0* 

105.0* 

105.0* 

11. 

Miguel  St. , 

Chenery  to  Laidley,  reconstruction 

670.76.202 

Priority;  A 

Funding  Code;  g 

*X-  -X- 

59.7* 

-;f  -X- 

4;- 

12. 

Various  locations,  surface  sealing  of  roadway 

pavements 

670.78. 102 

Priority;  A 

Funding  Code;  g 

-X- 

250.0* 

250.0*  250.0* 

250.0* 

250,0* 

13. 

Jeffferson  St, , Baker  to 

Broderick,  reconstruction 

670.78.105 

Priority:  A 

Funding  Code;  g 

-X-  * 

118,4* 

-«•  “)r 

-x- 

4f 

14. 

Diamond  St, , 

- 20th  to  21st,  reconstruction 

670.78.108 

Priority;  A 

Funding  Code;  e 

-X-  * 

149. 1* 

* * 

* 

* 

C-14 

< P,I,N.  > Priority  ? Funding  Code  ? Fiscal  Years  Belo'/ 

1980-81  1981-82  1982-83  * 1983-84  198^-85  " 1985-86  * 


1. 


2. 


3, 


5. 

6. 


7. 


8. 


9. 

10. 


11. 


12. 


13. 


14. 


15. 


16. 


Mission  St.,  16th  and  24th  Streets,  reconstruct  brick 
crosswalks 

670.78.109  Priority:  A Funding  Code:  e 

126.0^^  ^ - " 

Sunset  Blvd,,  So.  Drive  to  Lake  Merced  Blvd. , replace 
irrigation  main 

670.78.202  Priority:  B Funding  Code;  e 

192.0*  152.0*  164.0*  177.0*  208.0* 

Taylor  St.,  Columbus  to  Francisco,  reconstruction 
670.75.107  Priority:  B Funding  Code:  e 

-X-  -;{■  87.  1*  * * * 

Eighteenth  St. , DeHaro  to  Rhode  Island,  reconstruction 
670,75.120  Priority;  B Funding  Code:  g 

•5^  * * 90.7^  ^ 

Burrows  St, , Hamilton  to  Holyoke,  reconstruction 
670,75.135  Prioritv;  B Funding  Code:  g 

101,9'^  -it  * 

Hard  St.,  Goettingen  to  Girard,  reconstruction 

670,75.137  Priority;  B Funding  Code:  g 

* * * 190.3*  * 

Great  Highv/ay,  Lincoln  to  Sloat  Blvd. , reconstruct 
landscaping  irrigation  system 


670.75.201  Priority:  B Funding  Code:  e 

* * * 164.2*  184.7*  207. 

8* 

233.8* 

Bright  St. , Randolph  to  Sargent,  reconstruction 
670.75.206  Prioritv:  B Fimding  Code:  g 

* * * 165.5*  * 

-X- 

Manchester  St.,  Stoneman  to  Ripley,  reconstruction 
670,75.212  Priority:  B Fimding  Code:  g 

* * * 87.9*  * * 

* 

Pacific  Ave, , Lyon  to  Presidio,  reconstruction 
670.75.214  Priority:  B Funding  Code:  g 
* * * 12^.6*  * 

-X- 

-;«• 

Pov/ell  St.,  Sutter  to  Ellis,  reconstruction  (FAU) 
670,77.103  Prioritv:  B Funding  Code:  g 

84.7*  * 

* 

-x- 

670,77.103  Priority:  B Fimding  Code:  o 
- * 241.4*  * 

-X- 

-x- 

York  St.,  Precita  to  Peralta,  reconstruction 
670,77.205  Priority;  B Funding  Code:  g 
-X-  * 49,8*  * 

* 

* 

Tv/enty- fifth  St.,  DeHaro  to  Kansas,  reconstruction 
670.77.206  Priority:  B Funding  Code:  g 

* * * 155.3*  * * 

■;4- 

Shields  St, , Byxbee  to  Beverly,  reconstruction 
670,77.207  Priority:  B Funding  Code:  g 
i:-  -X-  * 140,5*  * 

-x- 

Banks  St.,  Powhattan  to  Eugenia,  reconstruction 
670.77.209  Priority;  B Funding  Code:  g 
* * * 106.5*  * 

* 

-X- 

Orizaba  St. , Montana  to  Thrift,  reconstruction 
670.77.210  Priority:  B Funding  Code:  g 

^ * 89.7*  * 

* 

* 

C-15 

< > Priority  ? Funding  Code  ? Fiscal  Years  Belov; 

1980-81  --  1981-82  * 1982-83  " 1983-84  1984-85  1985-86  * 


1, 

Natoma  St.,  Fremont  to  1st,  reconstruction 
670,75.303  Priority;  C Funding  Code:  g 
* * 82. 1^'- 

* 

* 

2. 

Clementina  St. , 4th  to  5th,  reconstmction 
670,75.304  Priority;  C Funding  Code;  g 
* ^ 193. 3^' 

-X- 

•x 

3. 

Perr:\;  St. , 3rd  to  550  ft,  easterly,  reconstruction 

670.75.305  Priority;  C Funding  Code;  g 

-jf  90.1^^ 

* 

-X 

4. 

Mason  St.,  Sacramento  to  Green,  reconstruction  (FAU) 

670,75.105  Priority:  C Funding  Code;  g 

^ -X-  -;(■  301.6^'- 

* 

* 

670.75.105  Priority:  C Funding  Code;  o 
-X-  ^ -X-  -X-  352.5* 

* 

* 

5. 

HYde  St.,  Chestnut  to  Bay,  reconstruction  (FAU) 
670.77.208  Priority;  C Funding  Code:  e 
* -X-  -jf  56.1* 

* 

670.77.208  Priority;  C Funding  Code;  o 
-X-  -X-  -X-  155.4* 

* 

* 

6. 

Funston  St.,  Lav/ton  to  Moraga,  reconstruction 
670.79.301  Priori tvr;  C Funding  Code;  g 

* * * * 233.0* 

* 

* 

7. 

Moscov/  St, , Excelsior  to  Ayalon,  reconstruction 
670,79.302  Priority;  C Funding  Code;  g 

* * -5<-  --  153.0* 

-X- 

* 

8. 

Rutledge  St. , Peralta  to  Alabama,  reconstruction 
670,79.303  Priority;  C Funding  Code;  g 
-x^  * -X-  112.1* 

-X- 

-If 

9. 

Ridgewood  Ave. , Joost  to  Mangels,  reconstruction 
670,79.304  Priority;  C Funding  Code;  g 
-X-  * -X-  -X-  89.5* 

-X- 

■)X- 

10. 

Baden  St.,  Monterey  to  Joost,  reconstruction 
670,79.305  Priority;  C Funding  Code:  g 
* * * * 84.3* 

•X- 

11. 

Nevada  St, , Crescent  to  Ogden,  reconstruction 
670.79,306  Priority;  C Funding  Code:  g 

,x-  -X-  -X-  -X-  104.9* 

* 

-X 

12. 

Nevada  St,,  Jarboe  to  Tompkins,  reconstruction 
670,79.307  Priority;  C Finding  Code:  g 
* * * * 116.9* 

-X 

13. 

Dv/ight  St. , Brussels  to  Goettingen,  reconstruction 

670.79.308  Priority:  C Funding  Code;  g 

4c-  -X-  -;f  -;{■  82.6* 

* 

14. 

Duncan  St,,  Douglass  to  Diamond,  reconstruction 
670.79,309  Priority;  C Funding  Code:  g 
-X-  * -X-  213.2* 

-x- 

* 

15. 

Jones  St,,  Green  to  Union,  reconstruction 
670,79.310  Priority?-:  C Funding  Code;  g 

-X-  -X-  -X-  -X-  121.9* 

-X 

* 

C-16 


< P.I.IT.  > Priori  tv  ? Funding  Code  ? Fiscal  Years  Belov/ 
* 1980-81  1981-82  1982-83  1983-8/!  * 198/! -85  1985-86  * 


1. 


2. 


3. 


4. 


5. 


7. 


10, 

11, 

12. 

13. 

14. 

15. 


16. 


AIRPORTS  COMSSION 


Landing  field,  aprons  and  road  pavement,  reconstruction 

726.70.102  Priority;  A Funding  Code:  r 
* 130.0--  400.0-”-  400.0-”-  400. 0--  /!00.0-><-  400.0- 


Various  areas,  miscellaneous  facilities  maintenance  projects 

726.77.101  Priority:  A Funding  Code:  r 

* 309.6---  200.0---  200,0--'  200.0^- 

Various  locations,  emergency  repairs 

726.79.101  Priority:  A Funding  Code;  r 

-”-  110.0-”-  100.0-"-  100.0-:^  100.0--- 

Various  terminal  Luildings,  painting 

726.79.102  Priority:  A Funding  Code:  r 

-”-  100.0->^  100.0-^:-  100.0-”-  100.0--- 


726.71.101  Priority: 

* -X-  50.0--- 


Funding  Code:  i 
50.0-"-  50.0--- 


Various  terminal  facilities,  reconstru.ction 
726.76,101  Priority:  A Funding  Code:  r 
-”-  -”-  50.0-”-  50.0-”-  50.0-"- 


200.0* 

200.0* 

100.0* 

100.0* 

100.0* 

100.0* 

cement 

50.0* 

50.0* 

50.0* 

50.0* 

l/ATER  DEPARTMENT 


Various  locations,  renev;  v/ater  services 
746,68,101  Priority:  A Funding  Code:  r 

1250.0---  1400.0--^  1670.0---  1670,0-”-  1750.0-^^  1750.0-"- 


Various  locations,  relocate  and  realign  v/ater  mains 

746,68,102  Priority:  A Funding  Code:  r 
-"-  100.0-”-  100.0-”-  250.0---  250.0-”-  300.0-”-  300.0-^ 


Various  locations,  relocate  and  realign  v/ater  services 

746.68.103  Priority;  A Funding  Code;  r 

-"-  100.0-”-  100.0---  175.0-”-  175,0---  200.0*  200.0-”- 

Various  locations,  replace  v/ater  mains 

746.68.104  Priority:  A Funding  Code:  r 

* 2400.0-=^  2500. 0--  2600.0*  2700.0*  2800.0*  2900.0* 


Various  locations,  reconstruct  and  restore  fences 

746.68.105  Priority;  A Funding  Code;  r 

* 50,0*  50.0*  55.0*  55.0*  60.0*  60.0* 

Various  locations,  grade  and  resurface  roads 

746.68.106  Priority;  A Funding  Code;  r 

* 25.0*  25.0*  30.0*  30,0*  35.0*  35.0* 

Various  locations,  v/ater  lines,  cement  mortar  lining 

746.68.108  Priority:  A Funding  Cede;  r 

* 380.0*  380.0*  380.0*  410.0*  410.0*  440.0* 

Various  locations,  reconstruct  drains  and  air  valves 

746.68.109  Priority:  A Funding  Code;  r 

* 21.0*  21.0*  22.0*  23.0*  24.0*  25.0* 


Various  buildings,  miscellaneous  facilities  maintenance 
projects 

746.68.110  Priority:  A Funding  Code:  r 

* 50.0*  50.0*  55.0*  55.0*  60.0*  60.0* 

Niles-Irvington  Pipeline,  rehabilitate  exterior  coating 
746.75.201  Priority;  A Funding  Code:  r 

* 310.0*  * * * * * 


C-17 


< P.I,N.  > Priority  ? Pimding  Code  ? Fiscal  Years  Belov^ 
1980-81  1981-82  * 1982-85  1983-84  -*=-  1984-85  “ 1985-86 


1. 


2. 


3. 


5. 


7. 


8. 


9. 


10. 


11. 


12. 


13. 


14. 


15. 


16. 


Various  locations,  maintenance  and  repair  of  streets  and 
sidevTallcs 

746.77.101  Priority:  A Funding  Code:  r 

- 375.0*  450.0*  450.0*  475.0*  475.0*  475.0* 

Various  stations,  improve  chlorine  safety 
746,80.  101  Priorit^r;  A Funding  Code:  r 
* 140.0*  * * * * 


San  Andreas  Dam,  earthquake  safety  study 

746.80.103  Priority:  A Funding  Code:  r 
* 160.0*  * * * * 


Hassler  Home,  provide  separate  electrical  service  for  v/ater 
supplv  system 

746.80.104  Priority:  A Fimding  Code:  r 
* 16..0*  * * * * 


Forest  Hill  tank,  rehabilitate 

746.80.105  Priori tv:  A Funding  Code:  r 

* 32.0*  * * * 

Lombard  Reservoir,  replace  irrigation  piping 

746.80.106  Priority:  A Funding  Code:  r 

* 20.0*  * * * 


Pilarcitos  Dam,  earthquake  safety  study 
746,80,  107  Priority, A Funding  Code:  r 
* 190,0*  * * * 


Calaveras  Outlet  Pipeline,  cement  mortar  line 
746.80.108  Prioritv;  A Funding  Code:  r 
* 75.0*  ^ 


* 


* 


* 


Bay  Division  pipelines  and  trestles,  Edgev/ood  Road,  painting 

746.77.201  Prioritv:  B Funding  Code:  r 

* 175.0*  175.0*  * * * ^ 

Various  buildings,  replace  cottage  foundations;  install 
attic  fans  in  three  air  conditioned  buildings 
746.80,102  Priority:  A Funding  Code:  r 

* 50.0*  . 


Dumbarton  Pipeline  Bridge,  repair  v/alla/ajr 

746.79.202  Priority:  B Funding  Code:  r 

* * 400.0*  * * * * 


Lalce  Ilerced  Pump  Station,  replace  gate  valves 

746.76.202  Priority:  C Funding  Code:  r 
* * 310.0*  * * 


Lake  Ilerced  Pump  Station,  replace  pump  and  modify  discharge 
piping 

746.76.204  Priority:  C Funding  Code:  r 
* * * 350.0*  * * 


College  Hill  feeder  main,  San  Lore  Av?. . replace 

746.78.301  Priority:  C Fuiiding  Code:  r 

-)(-  -X-  550,0*  * * * 

Central  Pump  Station  building,  alterations 

746.78.302  Priority:  C Fui^ding  Code:  r 

-X-  -X-  40,0*  * * * 

Francisco  Reservoir,  rehabilitate 
746.80,301  Priority;  C Funding  Code:  r 

-x-  -X-  170.0*  * * * 
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< > Priority  ? Funding  Code  ? Fiscal  Years  Belo’-/ 

1980-81  1981-82  1982-83  1983-84  198^-85  * 1985-86  * 


1, 


2. 


3. 


4. 


5. 

6* 


7. 


8, 


9. 


10, 


11. 


12, 


13. 


14. 


South  San  Francisco  Water  Department  right- of-v/ay,  remove 
abandoned  pipeline  trestle 
746.80.302  Priority:  0 Funding  Code:  r 
^ * * 52, 0'^^ 

University  Moimd  Reservoir,  South  Basin,  rehabilitate  lining 
746.75.101  Priority:  C Funding  Code:  r 

-X-  -:s-  * 950.0-5'-  * * 

College  Hill  Reservior,  replace  roof 
746.79.201  Priority:  C Funding  Code:  r 

* -X-  -X-  * 170.0*  * * 

University  Mound  Reservoir,  North  and  South  Basins,  replace 
roof  expansion  joint  sealant 

746.79.301  Priority:  C Funding  Code:  r 

* * * -X-  380,0*  * * 

College  Hill  Feeder  Main  (30  inch),  replace 
746.80.401  Priority;  C Funding  Code:  r 

* * * * 710.0*  * * 

Sunset  reservoir.  South  Basin,  rehabilitate  lining 

746.76.301  Priority:  C FLinding  Code:  r 

* * -X-  -X-  -x-  1300.0*  * 

tlETCH  HETCHY  WATER  AND  POWER 


Transit  Sjrstem  Pov/er  Imnrovement  Program,  replacement  of  DC 
distribution  system  (Urban  Mass  Transit  Act) 

756.69.106  Priority:  A Funding  Code:  r 

* 900,0*  * * * * 

756.69.106  Priority:  A Funding  Code:  o 

* 3600,0*  * * * * 


Various  city  locations,  replace,  repair  and  paint  trolley 
poles 

756.74.102  Priority;  A Funding  Code:  r 

* 200.0*  200.0*  200.0*  200.0*  200.0* 


Holm  Pov/erhouse,  rewind  generator  stator  v/indings 
(y519.0  previously  appropriated  1979-80) 

756.76,102  Priority;  A Funding  Code:  r 
* 800.0*  * * * * * 

Coast  Range  Tunnel,  replace  fan  and  fan  housings 

756,76.303  Priority:  A Funding  Code:  r 

-X-  30.0*  * * * * * 


Trolley  coach  overhead  facilities,  reconstruct  and  replace 
(Urban  Ifess  Transit  Act) 

756.77.108  Priority:  A Funding  Code:  r 

* 492.0*  171.0*  185.0*  200„0*  216.0* 

756. 77.^108  Priori t3r:  A Funding  Code:  o 

* 1966.0*  686.0*  741,0*  800.0*  865.0* 


Various  buildings,  miscellaneous  facilities  maintenance 
756.77.302  Priorit-^^:  A Funding  Code:  r 

* 66.0*  73.0*  80.0*  88.0*  97.0*  106,0* 


Moccasin  to  A].ameda  East  Portal,  tunnels  and  pipelines, 
general  repairs 

756.78,102  Priority:  A Funding  Code:  r 

* 20.0*  20.0*  20.0*  20.0*  20.0* 


Hetch  Hetchy  Project,  various  locations,  resurface  roads 
756.78.103  Priority:  A Funding  Code:  r 
* 27.5“  27.y-  27.5*  27.5* 


27.5* 


27.5* 


C-19 


< P,I,N.  > Priority  ? Funding  Code  ? Fiscal  Years  Belov/ 
- 1980-81  ---  1981-82  1982-83  --  1983-8/!  1984-85  1985-86 


1. 


2. 

3. 


5. 


6. 

7. 


8. 


9. 

10. 

11. 

12. 


13. 


14. 


15. 


San  Joaquin  Pipelines,  provide  corrosion  protection 
(!!:>90.0  previously  appropriated  1979-80) 

756.79.103  Priority;  A Funding  Code;  r 

65.0-5^  * 


G-rizzley  Creek  Diversion  Canal,  extend  concrete  lining 

756.80.101  Priority;  A Fvmding  Code;  r 
60.0^- 

Priest  Reservoir  Diversion  Channel  Road,  construct  dirt 
access  road 

756.80.102  Priority;  A Funding  Code;  r 

75.0-  - - 


Moccasin  Domestic  Mater  Supply  and  Fire  Protection 
Facilities,  replace  and  repair 

756.80.103  Priority;  A Funding  Code;  r 
180.0*  100.0*  * * 


* 


0 ’Shaughnessy  Diversion  Tunnel,  conduit  piping  and  valves, 
sandblast  and  paint 

756.80, 104  Priority;  A Funding  Code;  r 

^5-  50.0*  * * * * * 


Moccasin  Sanitary  Sev/er,  replace  lines 

756.80. 105  Priority;  A Funding  Code;  r 

60.0*  * * * * * 

Various  Mather  cottages,  provide  connection  to  existing  Camp 
Mather  sanitary  sev/er  svrstem 

756.80.106  Priority;  A Funding  Code;  r 

* 7.0*  * * * * * 


Moccasin  and  Intake  housing  units,  various  cottages, 

rehabilitate  heating  systems 

756,71.408  Priori tv;  B Funding  Code;  r 

•5^  57.2*  ^ * 

Cherry  Valve  House,  paint  valves  and  associated  piping 

756.76.202  Priority;  B Funding  Code;  r 

■5^  44.0*  * * * * * 

Tesla  Portal,  replace  domestic  v/ater  svrstem 

756.78.202  Priority;  B Funding  Code;  r 

* 30.0*  * * 

Biyant  Street  Substation,  reroof 
756,78.207  Priority;  B Fvmding  Code;  r 
* 130.0* 

Intake  Sv/itchyard,  Mannerville  Substation,  and  Holm  and 
Kirla/ood  Povrerhouses , paint  exterior  switcliyard  equipment 
756,74.204  Priority;  C Funding  Cr;l»r;  r 

65.0*  * * * * * 

Canyon  Portal,  verticle  rock  face,  reck  bolt  and  gunite 
756.75.201  Priority;  A Funding  Cooe;  r 
* * 165.0*  * * * * 

Hughes-Leithold  and  Foothill  T/ater  lines,  replace  and  repair 
756.75^204  Priority;  A Funding  Code;  r 
* * 260.0*  ^ ^ * 

San  Joaquin  Pipelines,  repair  lining 
756.78.101  Priority;  A Funding  Code;  r 
* * 2000.0*  2000.0*  1700.0*  * * 


C-20 


< P.I.N.  > Priori ? Pending  Code  ? Fiscal  Years  Belov^ 
1980-81  1981-82  1982-83  “ 1983-84  198^-85  1985-86 


1, 


2. 

3, 


5. 

6 • 


7. 

8. 


9. 


10. 


11. 


12. 


13. 


14. 


15. 


16. 


ICirlCT70od  Poi/erhouse,  replace  rheostats 
756,79.201  Priority:  P Fimding  Code:  r 

Moccasin  Village,  replace  street  lighting 
756,70,113  Priority:  C Fimding  Code:  r 

- - 18.7^^  " - 

Abandoned  Moccasin  Switchyard,  relocate  pov/er  and 
communications  facilities 

756.71.301  Priority:  C Funding  Code:  r 

- 77.0^ 

Mocassin  Village,  various  cottages,  replace  plumbing, 

bathroom  fixtures  and  tile 

756,71.403  Priority:  C Funding  Code:  r 

45.0^^  45.0*  * * * 

Eleanor  Dam,  repair  and  seal  concrete  face 

756.75.301  Priority:  C Funding  Code:  r 

■5^  550.0*  ^ ^ * 


KirlCT/ood  Pov/erhouse,  repaint  structure  and  equipment 
756,76.304  Priority:  C Fimding  Code:  r 

78,0*  * * * 


Moccasin-Nev/ark  transmission  line,  paint  towers 
756.70.102  Priority:  A Funding  Code:  r 
* * * 50.0*  50.0*  50.0* 


Moccasin  Village,  resurface  roads 
756,71.402  Priority:  B Funding  Code:  r 
* * * 140.0*  * 


-5c 

50.0* 


* 


Moccasin  Powerhouse,  generator  and  turbine  bearings,  replace 
capillary  thermal  devices  with  thermo-couples 
756,77,201  Priority;  C Funding  Code:  r 
* 6.6*  * * 


Moccasin  and  Priest  Deservoirs,  replace  remote  control 
system 

756.77.301  Priority:  C Funding  Code:  r 

* * * 15.4*  * * 

Moccasin  Shop  area,  replace  maintenance  building 
756,77.501  Priority/-:  C Funding  Code:  r 

-X-  -5:-  -)f  101,0*  * * * 

Holm,  Kirla/ood  and  Moccasin  Powerhouses,  replace  main 
generator  exciters  (former  757.78.203) 

756.79.202  Priority:  C Funding  Code:  r 

* * * 1320.0*  * * * 

Mather  Transmission  Line,  replace  poles  and  line  hardv.^are 

756.79.301  Priority:  C Fimding  Cod;.:  r 

- 242.0*  * * * 


Moccasin  Powerhouse,  interior  painting 
756,80.301  Priority:  C Funding  Code:  r 
* * * 100.0*  * * 

Moccasin  Pov/erhoM.'.r-,  exterior  painting 
756^8C\;'j2  Priority-;  C Furxling  Code:  r 

50,  C*  * * 

Camp  Mather  to  0 ’Shaughn.es sy  D.-im,  resiarface  access  road 
756,74.203  Priority:  B Funding  Code:  r 

130.0*  * 


C-21 


< > Priority  ? Punding  Code  ? Fiscal  Years  Belo\/ 

- 1980-81  1981-82  1982-83  “ 1983-84  1984-85  1985-86  * 


1.  0 'Shaughiiessy  Dam,  replace  telephone  system 
756.71.404  Priority:  C Punding  Code:  r 

^ 38,5^  - 

2.  Moccasin  Pov/erhouse,  reconstruct  bypass  inlet  structure 
756.78.401  Priority;  C Punding  Code:  r 

•5-  * 60.0-5^  ^ ^ 

3.  Early  Intake,  reconstruct  portions  of  Cherry  Diversion 
System 

756.79.302  Priority;  C Punding  Code:  r 

500.0-5- 

PORT  comnssioE 

4.  Various  locations,  miscellaneous  facilities  maintenance 
projects 

775.80.102  Priority:  A Punding  Code:  r 

-5^  300.0-5-  300.0-5-  300.0-5-  350.O-5-  350.0-5<-  350.0-5^ 


r 


I: 


